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CITY  AND^COUNTY  OF  SAN  FRANCISCO 

DEPARTMENT    OF  CITY  PLANNING 
100  Larkin  Street  -  Civic  Center 

San  Francisco  2,  California 

January  17,  1963 

The  Honorable  George  Christopher,  Mayor 
The  Board  of  Supervisors 
Mr.  Harry  D.  Ross,  Controller 
Officers,  Boards  and  Commissions. 

Gentlemen: 

The  City  Planning  Commission  submits  herewith  a  schedule  of  the  annual  capital 
improvement  program  for  the  City  and  County  of  San  Francisco. 

This  interim  report  is  submitted  to  fulfill  the  requirements  of  Section  69.1  of 
the  Charter,  and  to  assist  the  Budget  Priority  Committee  in  its  forthcoming  review  of 
capital  improvements.  A  capital  improvement  program  report  reflecting  the  recommend- 
ations of  the  Budget  Priority  Committee  and  the  capital  improvement  items  approved  in 
the  1963-64  budget  will  be  prepared  by  the    Department  of  City  Planning  at  a  later  date. 

Each  project  scheduled  for  the  coming  fiscal  year,  1963-64,  has  been  reviewed 
by  the  City  Planning  Commission,  with  the  help  of  the  Technical  Advisory  Committee  and 
representatives  of  the  departments  concerned.  Recommendations  of  the  City  Planning 
Commission  are  indicated  in  the  schedules  where  applicable. 

The  Department  of  City  Planning  here  expresses  its  appreciation  to  all  City 
officials  and  departments    participating  in    this  program  for  their  helpful  cooperation. 

Respectfully  submitted, 

^y^^-/2^^,:^-C7^-^  >  ... 

Gardner  W.  Mein,  President 
City    Planning  Commission 
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TABLE  A 
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SUMMARY  OF  PROPOSED  EXPENDITURES,     FISCAL  YEAR  1963-1964 
BY  DEPARTMENT  &  SOURCE  OF  FUNDS 

(Estimated  Costs  in  Thousands  of  Dollars) 


Total           Ad  Valorem       Bonds             Bonds    '  Other 
1963-64  Tax  Fund  Approved        Proposed       Revenues      Gas  Tax  Sources 


ALL  DEPARTMENTS 


$  74,569.3    $  12,081.3       $  44,715.0 


$  9.471.9    $  5,295.1        $  3,006.0 


GENERAL  GOVEPJ^MENT  2,127.0  2,082.9 

City  Hall  Departments  6e  Courts  1,509.1  1,509.1 

Other  Buildings  &  Offices  617.9  573.8 

PUBLIC  SAFETY  2,447.7  2,347.7 


Fire  Department  2,447.7  2,347.7 

HEALTH-WELFARE  4,586.7  3.422.4 

Public  Health  ^          4,442.8  3,278.5 

Public  Welfare  143.9  143.9 


100.0 


100.0 


44.1 


44.1 


1.164.3 


1,164.3 


CORRECTIONAL 

Youth  Guidance  Center 

(Log  Cabin  Ranch) 
County  Jails 


571.5 


571.5 


571.5 


571.5 


SANITATION 


4,028.1 


345.1 


3.652.0 


31.0 
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TABLE  A  (continued)  SUMMARY  OF  PROPOSED  EXPENDITURES,     FISCAL  YEAR  1963-1964 

BY  DEPARTMENT  &  SOURCE  OF  FUNDS 


(Estimated  Costs  in  Thousands  of  Dollars) 


Total 
1963-64 


Ad  Valorem 
Tax  Fund 


Bonds 
Approved 


Bonds 
Proposed 


Revenues      Gas  Tax 


Other 
Sources 


TRAFFICWAYS 

Freeways  &  Major 
Thoroughfares 
Street  &  Sidewalk 
Improvements 
Traffic  Signals  & 
Channelization 
Street  Lighting 
Landscaping 
Miscellaneous 

PUBLIC  UTILITIES 

Airport 

Water  Department 
Hetch  Hetchy 
Municipal  Railway 

LIBRARIES  &  MUSEUMS 

Library 

palace  of  the  Legion  of  Honor 
California  Academy  of  Science 

RECREATION  &  PARK 


5,251.0 

2,395.2 

1,314.0 

176.0 

476.8 
583.3 
305.7 

51.288.7 

2,175.0 
5,435.4 
43,354.5 
323.8 


401.5 
830.0 
51.2 


San  Francisco  Unified  School>Dlst.*  17.0 
San  Francisco  Parking  Authority  ^  4,661.4 
San  Francisco  Housing  Autlji^irity  *  5,205,0 
*    Not  included  in  total 


!2.7 


22.7 


1,282.7  1,282.7 


401.5 
830.0 
51.2 


2,985.9  2,006.3 


40,493.0 


250.0 
751.0 
39,492.0 


470.0 
17.0 


$  5,251.0 

2,395.2 

1,314.0 

176.0 

476.8 
583.3 
305.7 


9,471.9 

1,925.0 
4,684.4 
2,862.5 


911.4 


1,301.1 


1,000.0 
301.1 


509.6 


3,750.0 
5,205.0 


1,  ,  ..-  .  X 
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SUMMARY  OF  PROPOSED  EXPENDITURES  FOR  SIX  YEAR  PERIOD  1963-1969 
AND  FISCAL  YEARS  1964-1969  BY  DEPARTMENT  &  SOURCE  OF  FUNDS 

(Estimated  Costs    in  Thousands  of  Dollars) 


Total  6Yrs         Total  5Yrs    Ad  Valorem       Bonds  Bonds 
1963-1969  1964-1969      Tax  Fund  Approved  Proposed 


Revenues 


Other 

Gas  Tax  Sources 


ALL  DEPARTMENTS      $  206.662.4       $  132,093.1      $  7,220.8      $  67,447.0      $      8,267.0       $  28,298.0      $  15,540.3    $  5,320.0 

GENERAL  GOVERNMENT  2,127.0 

City  Hall  Departments  1,509.1 
&  Courts 

Other  Buildings  &  :  '.617.9 
Offices 


PUBLIC  SAFETY  3,237.7 

Fire^Depar tment  3 , 237 . 7 

HEALTH-WELFARE  8,943.7 

Public  Health  8,688.8 

Public  Welfare  254.9 

CORRECTIONAL  664.2 

Youth  Guidance  Center  664.2 

(Log  Cabin  Ranch) 
County  Jails 


790.0 

790.0 

4,357.0 

4,246.0 
111.0 

92.7 

92.7 


775.0 

775.0 

4.007.0 

3,896.0 
111.0 

92.7 

92.7 


15.0 


15.0 
330.0 
350.0 


SANITATION 


8.009.1 


3,981.0 


31.0 


3,950.0 
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TABLE  B  (continued)  SUMMARY  OF  PROPOSED  EXPENDITURES  FOR  SIX  YEAR  PERIOD  1963-1969 

AND  FISCAL  YEARS  1964-1969  BY  DEPARTMENT  &  SOURCE  OF  FUNDS 

(Estimated  Costs    in  Thousands  of  Dollars) 


Total  6Yrs 
1963-1969 

Total  5Yrs 
1964-1969 

Ad  Valorem 
Tax  Fund 

Bonds 
Approved 

Bonds 
Proposed 

Revenues 

Gas  Tax 

Other 
Sources 

TRAFFICWAYS  $ 

20.791.3 

$  15.540.3 

$  15,540.3 

pteeways  ot  najor 
Thoroughfares 
Street  &  Siaewaik 
Improvements 
Traffic  Signals 
&  Channelization 
Street  Lighting 
Landscaping 
Miscellaneous 

4,246.4 

953.0 
583.3 
305.7 

4,070.4 
476.2 

in    77ft  7 

4,070.4 
476.2 

PUBLIC  UTILITIES 

155,771.8 

104,483.1 

91.1 

63,497.0 

8,267.0 

28,298.0 

4,330.0 

Airport 

Water  Department 
Hetch  Hetchy 
Municipal  Railway 

5,780.0 
51,447.4 
89,862.5 

8,681.9 

3,605.0 
46,012.0 
46,508.0 

8,358.1 

91.1 

28,689.0 
34,808.0 

8,267.0 

3,605.0 
16,993.0 
7,700.0 

330.0 
4,000.0 

LIBRARIES  &  MUSEUMS 

3.225.7 

943.0 

361.0 

582.0 

Library 

Palace  Legion  of 
Honor 

California  Academy 
Science 

762.5 
830.0 

633.2 

36X.0 
582.0 

361.0 

582.0 

RECREATION  &  PARK 

4,891.9 

1.906,0 

1,863.0 

43.0 

Schools  * 
Parking  Authority  * 
Housing  Authority  * 

880.0 

14,595.3 
5,205.0 

863.0 
9,933.9 

863.0 

3,343.9 

6,590.0 

*    Not  included  in  total 


I 


-    5  - 


EXPLANATION  OF  NOTES  &  SYMBOLS 


All  projects  listed  in  the  following  schedules  are  in 
conformity  with  the  Master  Plan  unless  otheini^ise  noted. 
Recommendations  of  the  City  Planning  Commission  appear 
in  BOLD  PRINT  in  the  schedules.  Other  notes  of  explana- 
tion or  general  interest  are  inserted  where  appropriate. 
Projects  that  do  not  affect  the  Master  Plan  are  marked 
"dna". 

The  following  symbols  are  used  to  denote  source  of  funds: 


(No  Symbol) 


Ad  Valorem  Taxes 
Bonds,  Approved 
Bonds,  Proposed 
Revenues 
Gas  Tax 

Previously  Approved 
Gas  Tax  Funds 
Other  (State  &  Federal 
Subventions,  Land  Funds, 
Special  Funds,  Etc.) 


(b) 
(n) 
(r) 
(s) 
(ps) 


(o) 


GENERAL  GOVERNMENT 


GENERAL  GOVERNMENT 


From  Ad  Valorem  Taxes 
From  Gas  Tax  (s) 

PROJECTS  SUBMITTED  BY  DEPARTMENT  OF      Sub  Total 
PUBLIC  WORKS  (Ad  Valorem  Tax  Fund) 

1.  City  Hall,  recondition  existing  switchboard 
and  provide  space  for  expansion 

2.  City  Hall,  Phase  II  of  remodeling  of  second 
floor  to  provide  space  for:    Art  Commission 
Board  of  Permit  Appeals,  Asst.  City  Architect 
&  Public  Guardian 

3.  Civic  Center  Power  Plant,  install  new  boiler 

dna  4.      45  Hyde  St.,  install  exhaust  ventilation 
system 

dna  5.      City  Hall,  Rm,  7,  replace  toilet  plumbing 

dna  6.      450  McAllister  St.,  modernization  of  two 
passenger  elevators 

dna  7.      City  Hall,  convert  three  passenger  elevators 
to  automatic  operation 

dna  8.      450  McAllister  St.,  modification  of  ventilation 
system 

9.      City  Hall,  2nd  Floor,  remodel  approximately 
2,800  sq.  ft.  of  space  for  Bureau  of  Accounts 
(Part  of  Phase  III,  approved  in  1962-63) 


Total 

1963-64   1964-65  1965-69  1963-69 

$  2,127,000 

2,082,900  2,082,900 

44,100  44,100 

826,300  826,300 

40,000  40,000 

44,000  44,000 

122,300  122,300 

4,800  4,800 

6,500  -6,500 

144,800  144,800 

280,000  280,000 

64,400  64,400 

31,500  31,500 


TOTAL  $  2,127,000 


j 


-    7  - 

1963-64 


GENERAL  GOVERNMENT 


1964-65 


1965-69 


Total 
1963-69 


dna  10.    City  Hall,  replace  temporary  lighting  2,600 
in  Polk  St.  lobby 

11.  OMITTED 

dna  12.    City  Hall,  Rms.  364,  367,  359B,  362A,  4,900 
368c  and  368G,  acoustical  treatment 

dna  13.    City  Hall,  Bureau  of  Engineering  offices,  4,900 
install  ventilation  system 

dna  14.    City  Hall,  Rms.  364  &  367,  replace  lighting  3,800 
fixtures 

dna  15.    45  Hyde  St.,  remodel  toilets  on  2nd  &  3rd  4,800 
floors 

dna  16.    City  Hall,  3rd  Floor,  replace  corridor  lights  10,500 

dna  17.    City  Hall,  Municipal  &  Superior  Court  Rooms  3,500 
install  directory  boards 

dna  18.    45  Hyde  St.,  remodel  Rm.  204  6,700 

dna  19.    150  Otis  St.,  replace  vindow  frames  &  15,000 
ventilators 

dna  20.    45  Hyde  St.,  remodel  Rms.  212  &  310  11,700 

dna  21.    45  Hyde  St.,  install  electrically  operated  10,100 
dumbwaiter 

dna  22.    45  Hyde  St.,  replace  lighting  fixtures  4,800 
in  Rm.  310 


2,600 

4,900 

4,900 

3,800 

4,800 

10,500 
3,500 

6,700 
15,000 

11,700 
10,100 

4,800 


•  .  :.i  tab 
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1963-64 


GENERAL  GOVERNMENT 


1964-65 


1965-69 


1963-69 


dna  23.    45  Hyde  St.,  install  ventilation  system 
in  Rm.  310 


CITY  HALL  DEPARTMENTS  &  COURTS 


4,700 
Sub  Total  $  682,800 


(Ad  Valorem  Tax  Fund) 

ASSESSOR'S  OFFICE 
dna    1.    Install  secoudary  exit  in  Assessor's  office 
dna    2,    Construct  30  movable  counter  partitions 

BOARD  OF  SUPERVISORS 

1.    Rm.  227,  remodel  for  use  as  an  additional 
meeting  room 

CITY  ATTORNEY 

dna    1.    Install  ventilation  system  in  office 
&  library 

dna    2.    Replace  light  fixtures  in  offices  and 
corridors 

CHIEF  ADMINISTRATIVE  OFFICER 

1.    Ro-model  Rm.  336  for  use  by  members  of  the 
Press.  (This  project  is  part  of  Phase  III, 
approved  in  1952-63) 

CIVIL  SERVICE 
dna    1.    Recruitment  Section,  acoustical  treatment 

dna    2.    Classification  &  Pay  Section,  acoustical 
treatment 


3,200 
6,100 

7,000 

15,800 
5,900 

10,800 


4,500 
5,100 


4,700 
$  682.800 

3,200 
6,100 

7,000 

15,800 
5,900 

10,800 


4,500 

5,100 
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1963-64 


GENERAL  GOVERNMENT 


1964-65 


1965-69 


1963-69 


dna  3.      In-Service  Activities  Sections,  3,000 
acoustical  treatment 

dna  4,      Rms.  6,  7,  8,  &  9,  provide  exhaust  10,500 
fans  and  appurtenances  for  proper 
ventilation 

dna  5.      Rm.  10,  provide  heating  2,900 
FINANCE  &  RECORDS 

1.  Permanent  Records  Center,  Fort  Funston  180,500 
($1,500  for  studies  &  plans  approved  1962-63) 

2 .  OMITTED 

3.  Consolidate  offices  of  Public  Guardian  29,400 
&  Public  Administrator 

4.  Farmer's  Market,  realign  entrance  roads  11,200 
construct  roof  over  display  stalls,  and 

install  identification  signs 

SIZE  &  LOCATION  OF  SIGNS  ARE  SUBJECT  TO 
REVIEW  BY  THE  CITY  PLANNING  COMMISSION 

5.  Farmer's  Market,  widen  exit  road  to  7,700 
two  lanes 

dna  6.      Tax  Collector's  office,  install  new  alarm  8,100 
system  in  vault 

dna  7.      Recorder's  office,  replace  lighting  in  offices  13,100 

dna  8.      Registrar's  office,  install  radiators  4,200 

9.      Relocate  Marriage  License  Bureau  on  1st  floor  14,400 


3,000 


10,500 


2,900 


180,500 


29,400 


11,200 


7,700 

8,100 

13,100 
4,200 
14,400 
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GENER.\L  GOVERNMENT 


1963-64 


1964-65 


1965-69 


Total 
1963-69 


dna  10.    Tax  Collector's  office,  install  9,200 
ventilation  system  in  license  department 

dna  11.    Voting  Machine  Warehouse,  2655  Geary  Blvd.,  35,800 
install  new  lighting 

dna  12.    Registrar's  office,  relocate  on  1st  floor  79,500 
in  space  vacated  by  Traffic  Fines  Bureau 
(Funds  for  studies  and  plans  approved  1962-63) 

dna  13.    Tax  Collector's  office,  modernization  of  10,000 
tellers '  areas 

MUNICIPAL  COURT 

dna    1.    Rm.  310,  replace  seating  2,900 

PURCHASING  DEPARTMENT 

dna    1.    Consolidated  Shops,  Quint  St.  &  Jerrold  Ave.,  21,000 
install  heavy  duty  hoist 

2.    Consolidated  Shops,  Quint  St.  &  Jerrold  Ave.,  23,000 
alterations  to  provide  additional  storage  space 

COUNTY  SHERIFF 

dna    1.    Replace  burner  and  automatic  control  equipment  16,000 
on  #1  Boiler 

SUPERIOR  COURT 

1.    Rms.  411,  417,  418,  426  and  429,  install  134,500 
air  conditioning  equipment 


9,200 
35,800 
79,500 

10,000 

2,900 

21,000 
23,000 


16,000 


134,500 


TREASURER 


dna    1.    Modernize  &  extend  burglar  alarm  system 

OTHER  CITY  DEPARTMENTS  Sub  Total 

From  Ad  Valorem  Taxes 
From  Gas  Tax  (s) 

CITY  PLANNING,  100  Larkin  Street 

dna    1,     Install  ventilation  system  in 
Director's  office 

dna    2,    Replace  floor  covering  in  Director's 
office  and  two  adjoining  rooms  and 
hallway 

dna    3.     Improve  lighting  and  provide  acoustical 
tile  in  two  offices 

REAL  ESTATE 

Note:  The  following  items  are  necessary 
for  the  complete  rehabilitation  of  Civic 
Auditorium,  Approved  bond  funds  are  not 
sufficient  to  cover  the  cost  of  these  items 

dna  1.  Self  service  lockers  (1140) 

dna  2.  Complete  the  rehabilitation  of  the  organ 

dna  3.  Install  eyebolts  for  hanging  draperies 

dna  4.  Rigging  &  piping  for  stage  curtains 

dna  5.  Telescopic  seat  platform  for  main  arena 


11    .  GENERAL  GOVERNMENT 

Total 

1963-64  1964-65  1965-69  1963-69 


7,500  7,500 

$    617,900  $  617,900 

573,800  573,800 

44,100  44,100 

900  900 

3,600  3,600 

2,300  2,300 

80,000  80,000 

25,000  25,000 

6,000  6,000 

40,000  40,000 

36,000  36,000 


■•■;.hr>M     ,  1 
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GENERAL  GOVERNMENT 


1963-64 


1964-65 


1965-69 


Total 
1963-69 


dna   6.     Install  two  passenger  elevators  75,000 

dna    7.    Shops  equipment  7,000 

dna    8.    Concession  stands,  install  exhaust  system  18,000 

dna    9.    Install  scoreboard  In  main  arena  25,000 
BROOKS  HALL 

1.  Entrance  for  Brooks  Hall,  including  5,000 
registration  area  and  public  toilets, 

itudies  and  plans 

PRELIMINARY  PLANS  6e  SPECIFICATIONS  FOR  THIS 
ROJECT  SUBJECT  TO  REVIEW  BY  THE  CITY  PLANNING 
COMMISSION 

2.  Install  sidewalk  freight  elevator  73,100 

dna    3.    Provide  high  pressure  steam  line  to  4,200 
exhibit  area 

WAR  MEMORIAL  TRUSTEES 

dna    !.    Opera  House,  extend  mezzanine  bar  "  4,600 

dna    r.    Opera  House,  provide  ten  (10)  new  toilets  18,400 
in  basements 

dna          Art  Museum,  replace  lighting  in  Statuary  Court  6,200 

dna          Art  Museum,  acoustical  treatment  of  Statuary  3,100 
Court 

dna    !.    Art  Museum,  acoustical  treatment  and  improved  5,400 
lighting  in  the  Staff  Room 


75,000 
7,000 
18,000 
25,000 

5,000 


73,100 
4,200 

4,600 
18,400 

6,200 
3,100 

5,400 


-    13  - 

1963-64 


GENERAL  GOVERNMENT 


1964-65 


1965-69 


""total 
1963-69 


DEPARTMENT  OF  ELECTRICITY 

dna    1.    Warehouse  Bldg.,  Rankin  St.  &  12,200 
Jerrold  Ave.,  repair  roof 

Shop  &  Maintenance  Yard,  Rankin  St.  &  LaSalle  Ave, 
dna    2.     Install  shelving,  cabinets  and  bins 


dna    3.     Install  mill  work  and  special  equipment 


dna    4.     Install  plumbing  in  Acid  Room 


dna    5.    Paint  interior  of  shop  units,  machine  areas, 
and  storage  areas 


dna    6.    Paint  exterior  of  Bldgs, 


dna    7.    Install  storm  water  drainage  system 


8.    Construct  utility  building 


11,000 
(6,000) 
(5,000s) 

3,500 
(2,000) 
(1,5008) 

6,000 
(3,000) 
(3,000s) 

21,000 
(11,000) 
(10,000s 

6,000 
(3,000) 
(3,000s) 

15,300 

(8,300) 

(7,200s) 

7,000 
(4,000) 
(3,000s) 


12,200 


11,000 

(6,000) 

(5,000s) 

3,500 
(2,000) 
(l,5GOs) 

6,000 
(3,000) 
(3,000s) 

21,000 
(11,000) 
(10,000s) 

6,000 
(3,000) 
(3,0008) 

15,500 

(8,300) 

(7,200s) 

7,000 
(4,000) 
(3,000s) 


14    ,  GENERAL  GOVERNMENT 

Total 

1963-64  1964-65  1965-69  1963-69 


dna  9. 

Install  fire  proofing  in  garage 

20,100 

20,100 

^■11  000'^ 

^  ^  X  9  \J\J\J  J 

(  9,000s) 

(  9,000s) 

dna  10. 

Install  air  compressor 

5,000 

5,000 

(2,700) 

(2,700) 

(2,300s) 

(2,300s) 

dna -11, 

Fire  Alarm  Station,  Turk  &  Octavia  Sts., 

22,500 

22,500 

pave  area  for  parking 

12. 

Fire  Alarm  Station,  Turk  &  Octavia  Sts., 

49,300 

49,300 

construct  annex 

-     15     -  PUBLIC  SAFETY 

Total 

1963-64  1964-65  1965-69  1965-69 


FIRE  DEPARTMENT  TOTAL  $    2,447,700        $    450,000    $    _340.000      $  3,237,700 

From  Ad  Valorem  Taxes  2,347,700  435,000  340,000  3,122,700 

From  Electorate  Approved  Bonds  (b)  100,000  100,000 

From  Other  Sources  (o)  15,000  15,000 

1.  New  S.F.F.D.  Headquarters  in  vicinity  of  Civic  900,000  900,000 
Center  ($35,000  for  studies  and  plans  funded,  1962-63) 

PROJECT  #1  SHOULD  BE  COORDINATED  WITH  THE  CIVIC 
CENTER  DEVELOPMENT  PLAN 

2.  Engine  Co.  #5,  1340  Powell  St.,  Battalion  Chief's  22,400  22,400 
and  Officer's  quarters 

3.  Engine  Co.  #42,  2430  San  Bruno  Ave.,  Battalion  14,300  14,300 
Chief's  and  Officer's  quarters 

4.  Engine  Co.  #48,  798  Wisconsin  St.,  Battalion  14,300  14,300 
Chief's  and  Officer's  quarters 

5.  Fire  protective  construction  &  reconstruction  124,300  124,300 
at  various  locations  to  meet  unforeseen  emergencies 

6.  AWSS  fire  protection  system  for  areas  west  of  240,000  240,000 
Twin  Peaks 

7.  High  pressure  water  supply  to  new  industrial  areas  386,600  336,600 
vicinity  3rd  St.  and  Oakdale  Ave, 

8.  Pipe  Yard,  2245  Jerrold  Ave.,  pave  yard  and  70,100  70,100 
construct  retaining  wall 

dna  9.     Engine  Co.  #36,  551  Twen ty- Sixth  Ave. ,  install  6,300  6,300 

gasoline  fueling  equipment 


-v  ''%s^M:'  ^-^^Y  -  •-.....•-1 

i!;t.a-:a^t?X  .^b:^';;.aa5  srrs^^^  -bas -eoibu^s  a:o-l  009^ c^r^  lain ffQ 


-  16 


10.      Twin  Peaks  Reservoir,  shape  &  pave  access  road 
perimeter  and  pave  parking  area 

dna  11.      Engine  Co.  #38,  Stockton  &  Greenwich  Sts., 
construct  additional  hose  racks. 

dna  12.      Pumping  Station  #1,  698  Second  St.,  convert 
to  diesel  power 

dna  13.      Pimping  Station  #2,  Van  Ness  Ave.,  convert 
to  diesel  power 

14«      Jones  St.  Tank,  construct  off-street  parking  areas 

15.      Fire  House  reconstruction  at  following  locations; 


Company 


Location 


Engine  #3 
Engine  #8 
Engine  #16 
Engine  #17 
Engine  #18 
Engine  #19 
Engine  #28 
Engine  #48 
Truck    #  1 


1067  Post  St. 
1648  Pacific  Ave, 
909  Tennessee  St, 
416  Jessie  St. 
1298  Girard  St. 
1300  Fourth  St. 
1814  Stockton  St, 
798  Wisconsin  St. 
420  Jessie  St. 


16.      Diamond  Heights,  new  station 


17. 


Engine  Co.  #37,  vicinity  Jerrold  Ave.  & 
Napoleon  St.,  new  station 


PUBLIC  SAFETY 


1963-64 
4,000 

6,000 

278,000 

278,000 

3,400 
100,000b 


1964-65 


200,000 


1965-69 


Total 
1965-69 


4,000 
6,000 
278,000 
278,000 

3,400 

300,000 
(200,000) 
(100,000b) 


250,000 
(235,000) 
(  15,000o) 


340,000 


250,000 
(235,000) 
(  15,000o) 

340,000 


!  OC£I  '-^n^ 
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HEALTH  &  WELFARE  TOTAL 


Department  of  Public  Health 
Department  of  Public  Welfare 

DEPARTMENT  OF  PUBLIC  HEALTH  TOTAL 

From  Ad  Valorem  Taxes 

From  Other  Sources  (Hill-Burton  Funds  (o)) 

IT  IS  REC014MENDED  THAT  MAJOR  PROJECTS  AT  THE 
S.  F.  GENERAL  HOSPITAL,  THE  LACUNA  HONDA  HO^IE 
AND  THE  HASSLER  HEALTH  HOME  BE  DEFERRED  PENDING 
COMPLETION  OF  THE  DEVELOPMENT  PLAN  FOR  THE 
HOSPITAL  SYSTEM.     ONLY  THOSE  PROJECTS  NECESSARY 
TO  INSURE  HEALTH  &  SAFETY  OR  PROJECTS  WHICH 
WOULD  NOT  BE  AFFECTED  BY  THE  DEVELOPMENT  PLAN 
SHOULD  BE  SCHEDULED  FOR  THE  CCMING  FISCAL  YEAR 

1.  Eureka-Noe  Health  Center,  17th  and  Pond  Sts., 
new  building 

(Funds  previously  appropriated  $36,500) 

2.  S.  F.  General  Hospital,  new  pathology  building 

(Funds  previously  appropriated  $825,200) 

3.  Laguna  Honda  Home,  Building  "A",  alterations 
and  additions 

4.  District  Health  Center,  vicinity  of  Turk  and 
Fillmore  Sts.,  new  building 

PROJECT  #4  TO  BE  COORDINATED  WITH  THE  WESTERN 
ADDITION  REDEVELOPMENT  PROGRAM 


HEALTH  &  WE LF ARE 


Total 

1963-64  1964-65         1965-69  1963-69 


4,586,700      $    3,637,000  $    720,000       $  8,943,700 


4,442,800 
143,900 

4,442,800 

3,278,500 
1,164,300 


3,526,000 
111,000 


720,000 


$    3,526,000  $  720,000 

3,176,000  720,000 
350,000 


8,688,800 
254,900 

$  8,688,800 

7,174,500 
1,514,300 


528,300 
(220,600) 
(307,700o) 

628,000 
(71,400) 
(556,600o) 

126,500 


528,300 
(220,600) 
(307,700o) 

628,000 
(71,400) 
(556,600o) 

126,500 


798,900 
(498,900  ) 
(300,000o) 


798,900 
(498,900) 
(300,000o) 


0G?:,82f_  ■ 
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5.    Harbor  Emergency  Hospital  vicinity  of  Drxnnm 
and  Clay  Sts.,  new  building 

(Funds  previously  appropriated  $22,000) 

PROJECT  #5  TO  BE  COORDINATED  WITH  REDEVELOPMENT 
PROJECT  "E" 

dna  6.  S.  F.  General  Hospital  Intensive  Care  Unit, 
install  oxygen  suction  &  electrical  outlets 
examining  lights  and  partitions  for  12  beds 

7.  S.  F.  General  Hospital,  provide  new  electrical 
service 

8.  S.  F.  General  Hospital,  Psychiatric  Bldg., 
alteration  and  rehabilitation 

dna  9.     101  Grove  St.  Room  420,  alterations  to  accommodate 
new  tuberculosis  laboratory 

diia  10, .  S,  F.  General  Hospital,  relocate  chemical 
laboratory 

dna  11.    Laguna  Honda  Home,  installation  of  standby 
water  service  for  fire  protection 

dna  12.    Laguna  Honda  Home,  replace  cold  water  main 

13.    District  Health  Center  #3,  Downtown  Area 
on  site  to  be  determined 


14.     101  Grove  St.,  auditorium  egress  and  related 

alterations  to  meet  requirements  of  City  Fire  Code 


HEALTH  &  WELFARE 


Total 

1963-64  1964-65         1965-69  1963-69 

480,000  480,000 

7,100  7,100 

105,000  105,000 

483,000  483,000 

15,200  15,200 

5,000  5,000 

13,600  13,600 

59,400  59,400 

6,500              965,100  971,600 

(615,100)  (615,100) 

(350,000o)  (350,000o) 

3,000  3,000 


•001, ccQ 


s  n  j 
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dna  15.     101  Grove  St.,  enlarge  personnel  office 

16.  Hassler  Health  Hone,  Install  fire  escape  ramps 

17.  Hassler  Health  Home,  install  automatic 
sprinkler  system 

18.  S.  F.  General  Hospital,  Bldg. ,  #6,  relocate 
messenger  service  &  film  storage  areas  and 
rehabilitate  vacated  space  for  X-Ray  Dept. 

dna  19.    Laguna  Honda  Home,  replace  water  heaters,  pumps 
and  related  plvmibing 

dna  20.    Laguna  Honda  Home,  install  lavatories  in 
isolation  rooms  M-5  and  M-6 

.  21.    S.  F.  General  Hospital,  installation  of  new 
light  standards  on  grounds 

dna  21a.  Laguna  Honda  Home,  increase  electric  service 

22.    Emergency  Hospital,  vicinity  of  19th  Ave.  and 

Lincoln  Way,  preliminary  plans  and  cost  estimates 

THE  LOCATION  OF  PROJECT  #22  SHOULD  BE  DETERMINED 
BY  A  STUDY  OF  EMERGENCY  HOSPITAL  FACILITIES  WHICH 
CAN  BE  ADOPTED  AS  PART  OF  THE  MASTER  PLAN 

|23.    Marina  Health  Center,  Greenwich  and  Scott  Sts., 
survey  former  Police  Station  for  use  as  a 
district  sub-center 


24.    Alemany  Health  Center,  45  Onondaga  Ave., 
studies  and  plans  for  mezzanine  extension 


HEALTH  &  WELFARE 


Total 

1963-64  1964-65         1965-69  1963-69 

2,000  2,000 

8,300  8,300 

21,200  21,200 

45,000               439,200  484,200 

27,300  27.300 

9,300  9,300 

51,500  51,500 

6,000  6,000 

7,000  7,000 


5,000 


2,500 


5,000 


2,500 


-    20  . 
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1963-64 

1964-65 

HEALTH  &  WELFARE 
Total 

1965-69  1963-69 

dna 

25. 

101  Grove  St.,  adapt  basement  area  for 
stockroom  activity 

6,200 

6,200 

dna 

26. 

101  Grove  St.,  install  automatic  elevators 

93,000 

93,000 

27. 

101  Grove  St.,  Women's  Court  &  Jail,  plans 
and  studies  for  conversion  to  office  space 

6,500 

6,500 

28. 

S.  F.  General  Hospital  plans  6e  studies  for 
security  facilities 

7,500 

7,500 

dna 

29. 

S,  F.  General  Hospital,  remodel  garage  to  serve 
as  paint  spray  shop 

43,800 

43,800 

ina 

29a. 

Hassler  Health  Home,  repair  &  resurface  all  roads 
and  parking  area 

20,100 

20,100 

Ina 

30. 

101  Grove  St.,  steam  cleaning  of  building 

39,700 

39,700 

Ina 

31. 

S.  F.  General  Hospital,  Bldg.  #1,  repair 
parapet  wall 

16,300 

16,300 

na 

32. 

Laguna  Honda  Home,  reconstruct  paging  system 

27,700 

27,700 

na 

33. 

Laguna  Honda  Home,  reconstruct  clock  system 

5,100 

5,100 

34. 

S.  F.  General  Hospital,  Psychiatry  Bldg.  #90, 
alterations  to  first  floor 

35,600 

35,600 

;na 

34a. 

135  Polk  St.  Emergency  Hospital,  install  heating 
»nd  ventilating  system 

9,500 

9,500 

35. 

S.  F.  General  Hospital,  Surgical  Suite,  Bldg.,  #1 

19,000 

168,700 

187,700 

36. 

S,  F.  General  Hospital,  Bldgs.  #6  &  30,  studies 

8,000 

8,000 

and  plans  for  central  food  service  operation 


,000,  r<^' 
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37.    S.  F,  General  Hospital,  plans  &  studies  for 

additions  &  improvements  to  water  distribution 
system 

dna  38.    Laguna  Honda  Home,  improvements  to  main  entrance 
lobby  and  adjacent  corridor 

dna  38a.  Hassler  Health  Home,  emergency  booster  pump  house 

dna  39.    Laguna  Honda  Home,  replace  incinerator 

dna  40.     S.  F.  General  Hospital,  replace  steel  lintels 
in  all  buildings 

dna  41.    S.  F.  General  Hospital,  Bldg.  100,  in^rovements 

to  elevator 

dna  42.    S.  F.  General  Hospital,  Bldg.  100,  replace 
roof  and  repair  parapet  walls 

dna  43.    Laguna  Honda  Home,  remodel  recreation  room 

dna  44.    Hassler  Health  Home,  construct  covered  staiirway 
from  Ward  III  to  therapy  area 

dna  45.    Laguna  Honda  Home,  provide  additional 
deep-freeze  refrigeration 

dna  46.    Laguna  Honda  Home,  replace  water  supply  line 

47.    Laguna  Honda  Home,  development  of  north 
parking  areas 

dna  48.    Laguna  Honda  Home,  M  &  0  Building,  construct 
terrace  for  training  and  recreation  area 


HEALTH  &  WELFARE 


Total 

1964-65         1965-69  1963-69 


10,000  10,000 


17,300 

10,300 
25,000 
22,500 

60,500 

53,900 

34,500 
4,900 

23,000 

24,500 
86,300 

20,700 


17,300 

10,300 
25,000 
22,500 

60,500 

53,900 

34,500 
4,900 

23,000 

24,500 
86,300 

20,700 
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dna  48a.    S.  F.  General  Hospital,  Receiving  Bldg., 
construct  shear  walls 

(Funds  previously  appropriated,  $162,500) 

dna  49.      Laguna  Honda  Home,  Bldg.,  G,  remove  partition  in 
basement  to  provide  additional  storage  area 

dna  50.      Laguna  Honda  Home,  Pathology  Lab, 
replace  lighting 

51,  Laguna  Honda  Home,  pedestrian  walk  and  ramps 
on  Woods ide  Avenue 

52.  S.  F.  General  Hospital,  provide  parking  east  of 
Bldg.  #90 

dna  53.      S,  F.  General  Hospital,  improvements  to  laundry 

dna  54.      S,  F.  General  Hospital,  Bldg,  #40,  refurbish 
ward  45 

dna  55.      101  Grove  Street,  alterations  to  Rm.  422 

dna  55a,    101  Grove  Street,  install  ventilation  system 
in  room  used  by  handicapped 

56,  S.  F.  General  Hospital,  install  new  boiler  in 
powerhouse 

57,  Development  Plan  for  the  Hospital  System, 
2nd  increment  ($125,000  appropriated,  1962-63) 

58,  S,  F.  General  Hospital,  survey  of  communication 
system  requirements 


1963-64  1964-65 

41,800 

4,000 

2,400 

21,900 

42,500 

119,700 
21,700 

8,500 
4,300 

225,000 
125,000 
8,000 


HEALTH  &  WELFARE 
Total 

1965-69  1963-69 

41,800 

4,000 

2,400 

21,900 

42,500 

119,700 
21,700 

8,500 
4,300 

225,000 

125,000 

8,000 
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HEALTH  &  WELFARE 


1963-6A 


1964-65 


1965-69 


Total 
1963-69 


59.  S.  F.  General  Hospital,  studies  and  plans  for 
development  &  improvement  of  receiving  and 
storage  facilities 

60.  S.  F.  General  Hospital,  new  Mental  Health  Center, 
studies  and  plans 

61.  S.  F.  General  Hospital,  alterations  in  administration 
building  to  provide  additional  office  space,  studies 
and  plans 

dna  62.      S.  F.  General  Hospital,  remodel  portion  of  basement 
in  Bldg.  60  for  auditorium  and  staff  lecture  room 

63.  S.  F.  General  Hospital,  acquire  land  for  future 
expansion  of  hospital 

64.  S.  F.  General  Hospital,  new  maintenance  building, 
studies  and  plans 

65.  S.  F.  General  Hospital,  new  auditorium  and  library 
bldg.,  studies  and  plans 

66.  S.  F.  General  Hospital,  outpatient  bldg.,  plans 

dna  67.      S.  F.  General  Hospital,  Bldg.  #9,  remodel  nurses' 
home  to  provide  additional  security 

68.  S.  F.  General  Hospital,  install  pneumatic  tube 
communication  system  (8  stations) 

69.  S.  F.  General  Hospital,  Bldg.,  #30,  completely  remodel 

70.  S.  F.  General  Hospital,  Bldg.,  #20,  completely  remodel 


4,000 

10,000 
5,000 

49,000 

240,000 

5,000 

8,000 

5,000 
44,500 

51,000 
750,000 


720,000 


4,000 

10,000 

5,000 

49,000 

240,000 

5,000 

8,000 

5,000 
44,500 

51,000 

720,000 
750,000 


-  an  ,1' 
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HEALTH  &  WELFARE 


1963-64 


1964-65 


1965-69 


Total 
1963-69 


71.  S.  F.  General  Hospital,  plans  &  cost  estimates 
for  new  residents'  quarters 

NOTE:     If  project  #8  is  funded,  neither  project  #72 
or  project  #73  will  be  necessary 

72.  S.  F.  General  Hospital,  Bldg.  #90,  rehabilitate 
&  replace  pltonbing  6e  wiring 

73.  S.  F.  General  Hospital,  Bldg.  #90,  rehabilitate 
and  replace  plumbing 

NOTE:    This  project  is  an  alternate  to 
project  #72.    Amounts  in  (  )  not 
included  in  total 


DEPARTMENT  OF  PUBLIC  WELFARE 


TOTAL 


From  Ad  Valorem  Taxes 

(Approximately  45%  of  the  cost  of  projects 
will  be  recovered  from  Federal  and  State  aid) 

dna  1.      150  Otis  Street,  convert  two  elevators 
to  automatic  operation 

2.      150  Otis  Street,  convert  three  floors  presently 
used  for  records  storage  into  office  space 

dna  3.      150  Otis  Street,  install  exhaust  ventilation  on  main 
floor 

4.  585  Bush  Street,  install  fire  sprinkler 
system  basement  and  storage  areas 

5.  Single  Men's  Rehabilitation  Center,  cover 
'  terrace  adjoining  dining  room 

6.  Single  Men's  Rehabilitation  Center,  install 
ventilation  system  in  dormitory  and  recreation  room 


(316,800) 


143,900 
143,900 

99,500 

7,000 

3,600 
19,400 

6,000 

8,000 


10,000 


413,500 


$  111,000 
111,000 


111,000 


10,000 


413,500 


(316,800) 


$  254,900 
254,900 

99,500 

118,000 

3,600 
19,400 

6,000 

8,000 
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CORRECTIONAL 

Total 

1963-64  1964-65  1965-69  1963-69 


CORRECTIONAL  TOTAL  $    571.500  $  92.700 

Youth  Guidance  &  Log  Cabin  Ranch  571,500  92,700 
County  Jails  (See  General  Governinent) 

YOUTH  GUIDANCE  CENTER  TOTAL                   $    261.400                                                       $  261.40( 

From  Ad  Valorem  Taxes  261,400  261,40C 

IT  IS  RECOMMENDED  THAT  ONLY  THOSE  PROJECTS 
NECESSARY  TO  INSURE  HEALTH  AND  SAFETY  BE 
INCLUDED  IN  THE  PROGRAM  FOR  THE  COMING 
FISCAL  YEAR  AND  THAT  THE  BALANCE  BE  POSTPONED 
PENDING  THE  COMPLETION  OF  THE  CC»IPREHENSIVE  SURVEY 
FUNDED  IN  THE  1962-63  BUDGET. 

1.  Various  cottages,  classroom  6e  dining  areas,  159,700  159, 70C 
ventilating  system 

2.  Maximum  security  unit,  addition  of  four  22,500  22,50C 
bedrooms  and  toilet  facilities 

3.  Service  Building,  construct  approx.  2000  square  49,300  49,300 
feet  additional  storage  space 

4.  Enlarge  existing  parking  facilities  12,200  12,200 

ina  5.        Service  Building,  install  electrically  operated  8,700  8,700 

dumbwaiter 

Ina  6.       Service  Building,  install  incinerator  9,000  9,000 


L.^  \  ,  ...  J. 
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CORRECTIONAL 


1963-64 


1964-65 


1965-69 


Total 
1963-69 


LOG  CABIN  RANCH,  LA  HONDA  TOTAL                $  310,100 

From  Ad  Valorem  Taxes  310,100 

1.    Administration  Bldg.,  new  structure  101,700 

dna  2.    Cafeteria  Bldg.,  hood  &  exhaust  fan  2,800 
over  dishwashing  machine 

3.  Equipment  Bldg.,  approx.  2,000  sq.  ft.  31,500 
additional  space 

4.  Staff  house,  (single  men)  12  accommodations  85,800 

5.  Emergency  electrical  power  system  38,000 

Funds  previously  appropriated  (20,000p) 

6.  Widen  and  resurface  access  road  44,800 
dna  7.  Resurface  basketball  and  volleyball  courts  5,500 
dna  8.    Staff  houses,  remodel  bathrooms 

dna  9.    Staff  houses,  replace  floor  furnaces 
dna  10.     Staff  houses,  remodel  kitchens 

dna  11.    Water  pumps  relocate  water  service  and  electrical 
wiring  below  ground. 

12.  Cover  walks  between  buildings 

13.  Recreation  Hall,  approx.  2,000  sq.  ft. 
additional  space  for  chapel 


$  92,700 
92,700 


3,800 
9,900 
4,000 
15,300 

12,000 
47,700 


$  402,80 
402,80' 
101. 70( 
2,80( 

31,50( 

85,80C 
38,00C 

44,80C 
5,500 
3,800 
9,900 
4,000 

15,300 

12,000 
47,700 


(qOOOO^ 
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SANITATION 

1963-64 

1964-65 

1965-69 

Total 
1963-69 

SEWERS  &  SEWAGE  TREATMENT  PLANTS  TOTAL 

$    4,028,100  $ 

3,631^000  $ 

350,000 

$  8,009,11 

From  Ad  Valorem  Taxes 

From  Electorate  Approved  Bonds  (b) 

From  Other  Sources  (Assessment)  (o) 

345.100 
3,652,000 
31,000 

31,000 
3,600,000 

350,000 

376, 0( 
7,602,0{ 
31, 0( 

1.    Division  Street  sewer  Contract  #2,  Treat  Ave, 
from  16th  St.  to  Alameda  St. 

330,000b 

330, 0( 

2.    Turk  St.,  Hyde  St.  to  Taylor  St.;  Taylor  St., 
j                  Turk  St.  to  Market  St.;  Sixth  St.,  Howard  St. 
j                  to  Channel  St,, increase  capacity  of  existing 
!  sewers 

500,000b 

1,200,000b 

1,700,0C 

3.    South  Basin  sewers,  Fitch  and  Donahue  Sts., 

Hunters  Point  Rd.  and  Boalt  St.  between  Alvord 
j                 St.  &  Ingalls  St.;  bet.  Palou  Ave.  6e  San  Mateo 
j                 Canal,  for  industrial  development  of  tideland 
•                  fill  areas 

460,000b 

800,000b 

350,000b 

1,610,00 

4.    Franklin-Bay  St.  sewers,  Franklin  St.,  Union  to 
Lombard  St. 

174,000b 

174,00 

5.    Beach  St.,  Fillmore  St.  to  Buchanan  St.,  & 
Fillmore  St.,  Beach  St.  to  the  Bay 

350,000b 

350, 00( 

6.    Shotwell  St.  sewer,  19th  St.  to  20th  St. 

48,000b 

48,00C 

7.    Lincoln  Way  Sewer,  14th  Ave.  to  16th  Ave., 
14th  Ave.,  Lincoln  Way  to  Judah  St. 

240,000b 

240,000 

8.    Twenty-fifth  St.  &  Sanchez  St.,  relief  sewer 

155,000b 

155,000 

9.    Seventeenth  St.  sewer.  Temple  St.  to  Douglas  St. 

45,000b 

45,000 

}0,  - 


iOO  Oct 


/J  a<:. 
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10.  Central  Basin  sewers,  area  bounded  by  Islais 
Creek,  S.  F.  Bay,  19th  St.  &  Third  St., 
construct  pumping  stations  &  collecting  sewers 

11.  Various  treatment  plants,  additions  &  betterment 

12.  Richmond -Sunset  Treatment  Plant,  increase 
pumping  and  treatment  capacity 

24.  Construction  of  sewers  in  front  of  City  property 

25.  City  aid  on  sewer  projects  financed  through 
assessments,  various  locations 

26.  Waller  St.  sewer,  Laguna  St.  to  Octavia  St. 

27.  Berry  St.  sewer,  Fifth  St.  to  Sixth  St. 

28.  Vallejo  St.  sewer^ Powell  St.  to  Mason  St. 

29.  Hyde  St.  sewer,  extension  to  end  of  pier 

30.  McAllister  St.  sewer,  Gough  St.  to  Octavia  St. 

31.  Filbert  St.  sewer,  Jones  St.  to  Taylor  St. 

32.  Clarendon  Heights,  various  locations,  sewer 
easements 

33.  Various  locations,  guniting  old  brick  sewers 

34.  Fillmore  St.  sewer,  Vallejo  St,  to  Green  St. 

35.  North  Point  St.  sewer,  Divisadero  St.  to  Scott  St. 

36.  Kirkham  St.  sewer,  bet.  15th  &  16th  Aves. 


SANITATION 


Total 

1963-64  1964-65  1965-69  1963-69 

150,000b           300,000b  450,0( 

1,000,000b          600,000b  1,600,0C 

400,000b           500,000b  900, 0( 

28,500  28, 5C 

31,000o  31, OC 

12,800  12, 8C 

44,000  44, OC 

13,700  13, 7C 

98,600  98, 6C 

21,200  21, 2C 

21,900  21,90 

5,000  5,00 

61,300  61,30 

15,900  15,90' 

22,200  22,20( 

31,000  31,00( 
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TRAFFICWAYS 


1963-64 


1964-65 


1955-69 


Total 
1963-69 


TEIAFFICWAYS 


TOTAL  $  5.251,000 

2,395,200 
1,314,000 
176,000 
476,800 
583,300 
305,700 


Freeways  &  Major  Thoroughfares 
Street  6e  Sidewalk  Reconstruction 
Traffic  Signals  6e  Channelization 
Street  Lighting 
Landscaping  6e  Irrigation 
Miscellaneous 

Note:    Trafficways  projects  are  listed  in  order 
of  priority  within  each  category  but  numbers 
indicate  the  overall  priority  rating  within  the 
Department  of  Public  Works.    Projects  are  separated 
according  to  financing,  i.e..  Gas  Tax  (s)  or  Ad 
Valorem  Tax  Funds,  or  Other  Sources  (o)  and  a 
separate  priority  rating  is  indicated  for  each 
fund 


FREEWAY  &  MAJOR  THOROUGHFARES  TOTAL 

From  State  Gas  Tax  Funds  (s) 

Note:    Projects  #1  through  #4  are  in 
Redevelopment  Area  E  and  are  necessary 
streetwork  for  project  development 

1.  Street  widening:    Washington  St.,  Sansome  St. 
to  Drumm  St . ,  widening  to  accommodate  3^1ane 
one-way  street,  with  parking  lanes;  Drumm  St. 
to  The  Embarcadero,  construct  4-lane  divided 
of f -ramp 

(Funds  previously  appropriated  $1,114,000) 

2.  Street  widening:    Clay  St.,  Sansome  St.  to 
Drumm  St.,  widening  to  accommodate  3-lane 
one-way  street  with  parking  lanes 

(Funds  previously  appropriated  $1,136,000) 


$  2,395,200 
2,395,200 


105,100s 


61,000s 


$  3.152.200 

2,026,000 
215,000 
435,000 
476,200 


$  2.026.000 
2,026,000 


$    12,388.100    $  20.791,: 


8,752,700 
3,635,400 


13,173,?: 
1,529,C 
4,246,^ 
953, C 
583,2 
305,7 


$      8.752,700    $  13,173.9 
8,752,700  13,173,9 


105,  IC 


61,00 


pOS.o-  . 


-    30  - 


1963-64 


1964-65 


1965-69 


TRAFFICWAYS 

Total 
1963-69 


\  3.    Street  widening:    Drvram  St,,  California  St, 
to  Washington  St.;  Drumm  St.,  extension 
to  The  Embarcadero;  Washington  St.  between 
Drumm  St.  &  The  Embarcadero;  widening  exist- 
ing street  6e  opening  new  street  to  accommodate 
4 -lane  divided  roadway  with  parking  lanes 
(Funds  previously  appropriated  $1,114,000) 

[ 

'  4,    Street  resurfacing:    Broadway,  Front  St.  to 
The  Embarcadero;  Jackson  St.,  Battery  St,  to 
Druran  St.,  Sacramento  St.,  Battery  St,  to 
Drinmn  St.;  Battery  St.,  Sacramento  St.  to 
Jackson  St.;  Front  St.,  Sacramento  St.  to  Clay 
St.;  Davis  St.,  Jackson  St.  to  Broadway;  Market 
St.,  Steuart  St.,  portion  of  each 
(Funds  previously  appropriated  $799,000) 

1 5,    Geneva  Ave,,  Alemany  Blvd.  to  Ocean  Ave,, 
widen  to  4  lanes 

(Funds  previously  appropriated  $1,158,000) 

SPECIFIC  ROUTE  ALIGNMENT  SUBJECT  TO 
REVIEW  BY  CITY  PLANNING  COMMISSION 

Is.    Bosworth  St.,  Lyell  St.  to  0'*Shaughnessy  Blvd, ; 

'        O'Shaughnessy  Blvd.,  Bosworth  St.  to  Portola  Dr. 
4-lane  divided  highway  with  landscaped  median 
strip  &  provide  grade  separation  at  Portola  Dr. 
(Funds  previously  appropriated  $600,000) 

SPECIFIC  ROUTE  ALIGNMENT  SUBJECT  TO 
REVIEW  BY  CITY  PLANNING  CCMIISSION 


(22,000ps)  (l,092,000ps)  (1,114,0( 

(previously  approved  funds  not  included  in  total) 


107,000s 


107, OC 


946,000s 


281,000s 


1,227,00 


428,6008 


1,205,000s 


4,757,700s 


6,391,30C 


7. 


Various  street  improvements.  City  aid 


50,000s 


50,000. 


9.1  . 


8.  Street  work  In  front  of  public  property, 
construction  of  curbs  and  pavements 

9.  Various  locations,  curb  raising  program 

10.    Preliminary  engineering  and  administrative 
expense 

12.  Burnett  Ave. ,  from  vicinity  Dixie  Alley  to 
Twin  Peaks  Blvd.,  near  Palo  Alto  Ave., 
extension  of  2 -lane  roadway 

SPECIFIC  ROUTE  ALIGNMENT  SUBJECT  TO 
REVIEW  BY  CITY  PLANNING  COMMISSION 

13.  Judson  Ave.,  Phelan  Ave.  to  Edna  St.  new 
roadway 

(Funds  previously  appropriated  $100,000) 

14.  Stanyan  St.,  Fulton  St.  to  Fell  St., 
widen  roadway  to  accommodate  4-lanes 
of  traffic 

(Funds  previously  appropriated  $9,000) 

Note:    This  project  is  being  coordinated  with 
the  Recreation  6e  Park  Department  for  proper 
alignment  along  Golden  Gate  Park 

15.  Sixth  &  Seventh  Aves.,  Lincoln  Way  to  Laguna 
Honda  Blvd. ,  one-way  traffic  pattern  between 
Lincoln  Way  &  Lawton  St.;  Locks ley  Ave. 
extension  to  7th  Ave.,  new  4-lane  divided 
roadway  on  7th  Ave.  bet.  Lawton  St,  &  Laguna 
Honda  Blvd. 

(Funds  previously  appropriated  $33,000) 


TRAFFICWAYS 


Total 

1963-64  1964-65  1965-69  1963-6S 

50,000s  50, OC 

12,000s  12, OC 

20,000s  20, OC 

475,600s  475,60 


80,700s 


80,70 


100,000s 


100,00 


350,000s 


350,000 


Vl:  ■ 


/"V 


OCX 


32    -  THAFFICWAYS 

Tota] 

1963-64  1964-65  1965-69  1963-6S 


68.    Market  St.  -  Portola  Dr.,  Portola  Dr.  29,200s  29, 2C 

near  Corbett  St.,  construct  concrete 
traffic  islands  and  provide  landscaping 

73.  Bayview  Parkway,  San  Bruno  Ave. ,  Hansel 1  St .  30,000s  80,000s  1,292,000s  1,402,00 
to  Bayview  Park,  new  construction 

SPECIFIC  ROUTE  ALIGNMENT  SUBJECT  TO 
REVIEW  BY  CITY  PLANNING  COMISSION 

74.  Monterey  Blvd.,  Ridgewood  Ave.  to  Circular  10,000s  723,000s  733,00 
Ave . ,  widen  to  4  lanes 


-    33    -  TRAFFICVJAYS 

Total  Cost 

1963-64  1964-65   1965-69   1963-69   After  1 


Note:    The  following  projects  are  in  or  near 
Redevelopment  Area  A-2  and  may  be 
considered  as  non-cash  contributions 
to  redevelopment  projects.  Because 
these  projects  are  indefinite  and  sub- 
ject to  change  they  are  listed  here  as 
information  only.    As  plans  and  studies 
are  completed  each  project  will  be  listed 
in  the  proper  category  in  the  Department 
of  Public  Works  Budget  and  will  be  re- 
viewed by  the  City  Planning  Commission 

75.    Projects  in  or  near  Redevelopment  Area  A-2 
(sums  not  included  in  total) 


a. 

Webster  St.,  Golden  Gate  Ave,  to  Market  St., 
widening 

(33,000) 

(840,000) 

(873,000) 

b. 

Webster  St.,  California  St.  to  Post  St., 

(680,000) 

(680,000) 

widening 

McAllister  Expressway,  Van  Ness  to 

(150,000) 

(210,000) 

(360,000) 

(1,850, Of 

% 

Divisadero  St. 

d. 

Various  Streets,  reconstruction  and 
resiirface 

(  80,000) 

(320,000) 

(400,000) 

(      80, OC 

e. 

Various  Streets,  street  lighting 

(  38,000) 

(869,000) 

(907,000) 

f. 

Various  Streets,  sewers 

(  30,000) 

(270,000) 

(300,000) 

g- 

Various  Streets  A.W.S.S, 

(  20,000) 

(  20,000) 

(  5,0C 

h. 

Various  Streets,  traffic  signals 

(  20,000) 

(180,000) 

(200,000) 

-    34  - 

1963-64 


TRAFFICWAYS 


1964-65 


1965-69 


Total 
1963-6 


95.  Third  St.,  Channel  St.  to  Mariposa  St., 
construct  6-lane  divided  roadway  with 
parking  lane 

96.  Clipper  St.  6e  Army  St.,  various  locations, 
widen  to  4  lanes  with  parking  lanes 

97.  Webster  St.  &  Laguna  St.,  various  locations, 
construct  6-lane  divided  roadway  with 
parking  lanes 

98.  Phelan  Ave.  Extension,  Judson  Ave.  to  Monterey 
Blvd.,  construct  4-lane  roadway  with  parking 
lanes  and  sidewalks 


STREET  AND  SIDEWALK  RECONSTRUCTION 

From  State  Gas  Tax  Funds  (s) 

11.    Masonic  Ave.,  Geary  Blvd.  to  Oak  St. 
sidewalk  narrowing 

(Funds  previously  appropriated  $280,000) 

16.  Bush  St.,  Van  Ness  Ave.  to  Sansome  St., 
widening  (narrow  sidewalk  by  5  ft.) 

IT  IS  RECOMMENDED  THAT  BUSH  STREET 
BE  WIDENED  ONLY  FROM  VAN  NESS  AVENUE 
TO  KEARNY  STREET 

17.  Castro  St.,  Duboce  St,  to  Market  St., 
sidewalk  narrowing 

18.  Dewey  Blvd.,  Taraval  St.  to  Laguna  Honda 
Blvd.,  sidewalk  narrowing 


TOTAL  $  1,314,000 
1,314,000 


235,000s 


11,000s 
68,0008 


330,000s 


327,000s 


873,000s 


450,000s 


$  215,000 
215,000 


330,  ( 

327, C 
873, C 

450,  C 

$  1,529,C 
1,529,0 


235,0 


11, OC 
68, OC 


000.?. 


00 


n  ,-'  '"■  f 


.'  (0C;0.,  f.lf3-2$  b£33sj:-i.q.'Gvif-qqi5- )</X-iqf-  i>-&*iq.- 


19.  Fourteenth  St.,  Guerrero  St.  to  Folsom  St., 
sidewalk  narrowing 

20.  Natoma  St.,  First  St.  to  Second  St,, 
pavement  reconstruction 

21.  California  St.,  Grant  Ave.  to  Kearny  St., 
pavement  reconstruction 

22.  Shipley  St.,  Eliza  Pi.  to  4th  St.,  pavement 
reconstruction  &  partial  sidewalk  narrowing 

23.  Emery  Lane,  N.  of  Vallejo  St.,  access  to 
Central  Police  Station 

24.  Hayes  St.,  Polk  St.  to  Van  Ness  Ave,, 
pavement  reconstruction 

25.  Grove  St.,  Steiner  St.  to  Fillmore  St., 
pavement  reconstruction 

26.  Various  Streets,  reconstruction  of  brick 
&  basalt  pavements 

27.  Fillmore  St.,  Filbert  St.  to  Chestnut  St., 
pavement  reconstruction 

28.  Steiner  St.,  Hayes  to  Oak  St., 
pavement  reconstruction 

29.  Haight  St.,  Divisadero  St.  to  Broderick  St., 
pavement  reconstruction 

30.  Divisadero  St.,  Clay  St.  to  Washington  St., 
pavement  reconstruction 


35     -  TRAFFICWAYS 

Total 

1963-64  1964-65  1965-69  1963-6 

90,000s  90,1 

35,000s  35, ( 

30,000s  30, C 

34,000s  34, C 

9,000s  9,C 

36,000s  36, C 

33,000s  33,0 

100,000s  100,0 

66,000s  66,0' 

40,000s  A0,0( 

36,000s  36, OC 

23,000s  23, OC 


bOQQ.cZ 
5000 <0C 
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TRAFFICWAYS 


1963-64 


1964-65 


196§-69 


Tota 
1963-6 


31.  Lyon  St.,  Page  St.  to  Oak  St., 
pavement  reconstruction 

32.  Mason  St.,  Post  St.  to  Sutter  St., 
pavement  reconstruction 

33.  Vallejo  St.,  Sansome  St.  to  Montgomery  St., 
pavement  reconstruction 

34.  Pine  St.,  Grant  Ave,  to  Stockton  St., 
pavement  reconstruction 

35.  Pine  St.,  Franklin  St.  to  Gough  St., 
pavement  reconstruction 

36.  Green  St.,  Kearny  St.  to  Grant  Ave., 
pavement  reconstruction 

37.  Greenwich  St.,  Grant  Ave,  to  Stockton 
St.,  pavement  reconstruction 

38.  Hill  St.,  Valencia  St.  to  Guerrero  St., 
pavement  reconstruction 

39.  Park-Presidio  Blvd.,  various  locations, 
cross  streets  widening 

76.    Second  St.,  Townsend  St.  to  Brannan  St., 
recons  true tion 

77^    Townsend  St.,  2nd  St.  to  3rd  St.,  reconstruction 

78/    Taylcr  St.,  Bay  St.  to  Jefferson  St., 
Fisherman's  Wharf  Promenade 


23,000s 
23,000s 
35,0008 
38,000s 
34,000s 
34,000s 
34,000s 
38,000s 
30,000s 


40,000s 

75,000s 
100,000s 


23, 0( 

23, 0( 

35, 0( 

38,  OC 

34,  OC 

34, OC 

34,  OC 

38,  OC 

30,00 

40,00- 

75,OOC 
100, OOC 


IT  IS  RECOMMENDED  THAT  PROJECT  #78  BE  COORDINATED  WITH 
FISHERMAN'S  WHARF  -  AQUATIC  PARK  DEVELOPMENT  PLAN 


37  - 

1963-64 


1964-65 


1965-69 


TRAFFICWAYS 
Total 
1963-69 


TRAFFIC  SIGNALS  &  CHANNELIZATION  TOTAL  $  176,000 

From  State  Gas  Tax  Fund  (s)  176,000 

40.  (Combined  with  project  #15 

41.  Various  intersections.  Contract  #21,  70,000s 
traffic  signals 

42.  Various  intersections.  Contract  #6,  40,000s 
renewal  &  modification  of  signals 

dna  43.      Marina  District,  various  streets,  36,000s 
reversible  lane  controls 

44.  Various  intersections.  Contract  #2,  10,000s 
school  pedestrian  signals 

45,  Alemany  Blvd.,  Cotter  St.  to  Santa  Rosa  8,000s 
Ave.,  reconstruction  of  super  elevation 

73.2      Various  intersections,  new  traffic  control  12,000s 
devices 

79.  Various  intersections,  Contract  #22, 
new  traffic  signals 

80.  Various  intersections  Contract  #7,  renewal  & 
modification  of  traffic  signals 

81.  Various  intersections.  Contract  #3,  school 
pedestrian  signals 


$  435.000 
435,000 


12,000s 
70,000s 
40,000s 
10,0008 


$    3,635.400    $  4.246.4 
3,635,400  4,246,4 

70,  OC 
40, 0( 
36, 0( 
10,0c 
8,0C 

48,000s  72, OC 

70,00 
40,00' 
.■.10,00( 


I 


2000. £i 


?.000,d£ 


01  aOOO.OI  5a^'93i. 


38 


TRAFFICWAYS 


1963-64 


1964-65 


1965-69 


Total 
1963-69 


82.  Various  intersections.  Contract  #2, 
channelization  6t  safety  lighting  at 
dangerous  intersections 

83.  Mission  District,  various  intersections, 
modify  signal  control  equipment 

84.  Sunset  Blvd.,  Lincoln  Way  to  Ocean  Ave., 
install  signal  system 

85.  Market  St.,  9th  St.  to  16th  St.,  revise 
signal  control  system 

86.  Sunset  District,  close  intersections  on 
certain  minor  streets  by  channelization 

87.  Arguello  Blvd.,  Turk  ^  Balboa  Sts., 
rechannelize  intersections 

100.  Franklin  and  Gough  Sts.,  bet.  Lombard  6e 
Sacramento  Sts.,  traffic  signals 

101.  Various  intersections.  Contract  #3, 
channelization  &  safety  lighting 

102.  Potrero  Ave.,  Division  St.  to  Army  St.,  add 
emergency  controls  to  signal  system 

103.  Various  intersections.  Contract  #23,  traffic 
signals  &  channelization 

104.  Various  intersections,  Contract  #4,  school 
pedestrian  signals 


62,0008 

20,0008 
40,000s 
20,000s 
26,000s 
135,000s 


79,000s 


60,000s 


62,000s 


20,000s 


70,0008 


10,000s 


62,00 

20,00 
40,00 
20,00( 
105, OOC 
135, OOC 
60, OOC 
62, OOC 
20,000 
70,000. 
10, 000 i 


no  an 


■  ^  *  i;  '■■it.  -  - 
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TRAFFICWAYS 


1964-65 


1965-69 


Total 
1963-69 


105.  Golden  Gate  Park,  Main  Dr.  at  8th  Ave,, 
traffic  signals  &  channelization 

106.  Fulton  St.,  Park-Presidio  Blvd.  to  47th 
Ave. ,  traffic  signals  &  master  control 

107.  Various  intersections.  Downtown  Area, 
sensing  equipment  &  station  for  automatic 
dispatch  of  traffic  control  information 

108.  Clayton  St.  &  17th  St.,  S/E  corner, 
construct  diagonal  road 

109.  Lincoln  Way,  19th  Ave.  to  45th  Ave., 
new  traffic  signals 

110.  Hyde  St.,  Market  St.  to  California  St., 
install  new  signals 

111.  Army  St.  Circle,  signals  &  channelization 

112.  Western  Addition  Redevelopment  Area  A-2, 
channelization  &  signal  control 

113.  Turk  St.,  at  Masonic  Ave.,  underpass 

114.  Various  intersections,  Contract  #24, 
channelization  &  signal  control 

115.  Various  intersections  Control  #4,  channeli- 
zation 6e  safety  lights  at  dangerous  intersections 

116.  Various  intersections.  Contract  #5,  school 
pedestrian  signals 

117.  Various  intersections.  Contract  #6,  school 
pedestrian  signals 


125,000s 


42,000s 


70,000s 


166,000s 


35,000s 


42,000s 


62,000s 


10,0008 


10,000s 


125,000£ 


42,000s 


70,000s 


166,000s 


35,000s 


42,0003 


1,119,400s  1,119,400s 

35,000s  35,000s 

1,500,000s  1,500,000s 

70,000s  70,000s 


62,000s 


10,000s 


10,000s 


300Q,  y>'' 
•i3po,,ec 

e00p,S6v 

E  000,0.!: 


3000,  S 

eOOO,t£ 
3000,00?. 


■■  .     -  .  '  ; 

■:}.■  ■■    %  ,   •       .  ' 
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 1963-64 

STREET  LIGHTING  $  476,800 

From  State  Gas  Tax  Funds  (s)  476,800 

46.  Francisco  Heights,  various  streets  in  15,i00s 
underground  district,  connections  & 

street  lights 

47.  Thomas  More  Way,  underground  street  6,400s 
lighting  system 

48.  Myrtle,  Ellis  &  O'Farrell  Sts.,  bet.  Franklin  23,400s 
St.  &  Van  Ness  Ave.,  underground  street 

lighting  system 

50.  Presidio  Heights,  various  streets  in  23,800s 
underground  district,  connections  &  street 

lights 

51.  Telegraph  Hill,  various  streets  in  under-  34,000s 
ground  district,  connections  &  street  lights 

52.  Golden  Gateway  Redevelopment  Area  E-1,  29,000s 
new  street  lighting 

5^.      Western  Addition  Redevelopment  Area  A-1,  115,000s 
new  street  lighting 

(Funds  previously  appropriated  $96,500) 

54.  Masonic  Ave.,  bet.  Fell  &  Geary  Sts.,  94,800s 
underground  street  lighting  system 

55.  Stanyan  St.  bet.  Fell  &  Fulton  Sts.,  19,400s 
underground  lighting  system 

5'6.      Bosworth  St.,  Rousseau  St.  to  O'Shaughnessy  99,600s 
Blvd.,  safety  lighting  system 


TRAFFICWAYS 
Total 

1964-65  1965-69  1953-69 

476,200  $  953,00 

476,200  953, OOt 

15,10( 


6,40C 
23,40C 

23,80C 

34,00C 
29,000 
115,000 

94,800f 
19,400s 
99,6008 


ooc-..-::- 
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57.  Church  St.  at  19th  St.,  Install  two 
vapor  lights  on  existing  trolley  pole 

58.  Divisadero  St.  at  Jefferson  St.,  relocate 
existing  electrolier 

73.1      Contingency  fund  for  emergency  lighting 

88.  Mission  St.,  Precita  Ave.  to  Randall  St., 
mercury  vapor  street  lights 

89.  California  St.,  Kearny  St.  to  Van  Ness  Ave., 
mercury  vapor  street  lights 

90.  Broadway,  Battery  St.  to  Powell  St., 
mercury  vapor  lights 

91.  Great  Hwy.,  Point  Lobos  Ave.  to  Lincoln  Way, 
rehabilitate  street  lighting  system 

92.  Kearny  St.,  Market  St.  to  Columbus  Ave., 

93.  Marina  Blvd.,  Laguna  St.  to  Lyon  St. 
new  street  lighting  system 

IT  IS  RECOMMENDED  THAT  PROJECT  #93  BE 
COORDINATED  WITH  THE  MARINA  BLVD.  PARKWAY 
TREATMENT  &  YACHT  HARBOR  EXPANSION  TO 
INSURE  COMPATIBLE  DESIGN  AND  DEVELOPMENT 


41  - 

1963-64 


1964-65 


1965-69 


TRAFFICWAYS 

Total 
1963-69 


2,100s 
700s 
13,500s 


41,800s 
118,8008 
69,500s 
82,200s 


95,400s 


68,500s 


2,  IOC 

70C 

13,500 
41,800 

118,800 

69,500 

82,200 

95,400 
68,500: 


LANDSCAPING  &  IRRIGATION 


TOTAL 


From  State  Gas  Tax  Funds  (s) 

69.  Geary  Blvd.,  Masonic  to  33rd  Ave., 
relocate  irrigation  system  vacuum 
breakers 

70.  Sunset  Blvd.,  Lincoln  Way  to  Lawton  St., 
replace  irrigation  system 

71.  Geary  Blvd.,  Masonic  to  33rd  Ave., 
automatic  sprinkler  control 

72.  Street  landscaping  at  the  following 
locations: 

Masonic  Ave.  traffic  island  at 
Geary  Blvd. 

Tan  Ness  Ave.  center  Island  bet. 
Market  &  Greenwich  Sts. 

Civic  Center  perimeter  streets 

Candlestick  Park  Area;  Hunters 
Point  Expressway,  Jamestown  Ave. 
&  Harney  Way 

San  Jose  Ave.   (Bernal  Cut),  Highland 
Ave.  to  Randall  St. 

Potrero  Ave.,  Army  St.  to  16th  St. 

Gough  St.,  California  St.  to  Broadway 


a. 


b. 


c . 


d. 


e. 


f . 


TRAFFICWAYS 

Total 

1964-65  1965-69  1963-69 

$      583. 3( 
583, 3( 
14, 3C 

80,  2C 
42, 2C 

446, 6C 
(9,25 

(92,45 

(6 , 70C 
(34,00C 

(259,800 

(32,000 
(12,000 


eOOS .08 

•'v  --i^  !-^) 


'J<-0  SI"* 


MISCELLANEOUS  TOTAL 
From  State  Gas  Tax  Funds  (s) 

59.  Faith  St.  underpass,  improvements 

60.  Aerial  Way,  construct  stairway  handrails 

dna  62.      Foerster  St.,  near  Gatun  Alley,  intercepting 
drain  to  prevent  undermining  of  area 

dan  63.      Broadway  Tunnel,  skylight  repairs 

64.  El  Camino  Del  Mar,  slope  stabilization 
of  west  slide  area 

65.  Twin  Peaks  Blvd.,  slope  stabilization 

66.  Twin  Peaks  Blvd.,  east  of  Aquavista  Way, 
new  drainage  system 

67.  Stockton  St.  Tunnel,  rehabilitation 


TRAFFICWAYS 
Total 

1964-65  1965-69  1963-59 


305,71 
305, 7{ 
6, Of 
4,2C 
6,7C 


4,0C 
116, OC 

22, 2C 
42, 8C 

103,80 


50 
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PUBLIC 

UTILITIES 

1963-64 

1964-65 

1965-69 

Total 
1963-69 

Cost 
After  1969 

PUBLIC  UTILITIES  TOTAL 

$  51,288,700 

$  54,212,300 

$  50,270,800  $ 

155,771,300 

$ 

9,078,00( 

Airport 
Hetch  Hetchy 
Municipal  Railway 
Water 

2,175,000 
43,354,500 
323,800 
5,435,400 

810,000 
28,620,000 

112,800 
24,669,500 

2,795,000 
17,888,000 

8,245,300 
21,342,500 

5,780,000 
89,862,000 

8,681,900 
51,447,400 

580, OOC 
8,498,00C 

AIRPORT  TOTAL 

$  2,175,000 

$  810,000 

$    2,795,000  $ 

5,780,000 

$ 

From  Electorate  Approved  Bonds  (b) 
From  Revenues  (r) 

250,000 
1,925,000 

810,000 

2,795,000 

/ 

250,000 
5,530,000 

1.    Pier  FF,  including  parking  apron 
and  apron  servicing  facilities, 
new  construction 

800,000r 

800,000r 

2.    Roads  &  utilities  extension 

200,000b 

100,000r 

300,000r 

600,000 
■(200,000b) 
(400,000r) 

3.    Reconstruction  of  Terminal  Aprons 

50,000r 

50,000r 

200,000r 

300,000r 

4.    Taxiway  lighting  6e  air  navigation  aids  50,000b 

75,000r 

125,000 

(50,000b) 

(75,000r) 

5.    Taxiway  construction 

220,000r 

990,000r 

l,210,000r 

6.  Terminal  Buildings  &  Piers,  modifi- 
cations andl  additions 

7.  Grade  separation  structure,  entrance 
'       road  area 

55,000r 
750,000r 

110,000r 

220,00Cr 

385,000r 
750,000r 

■j'j  w.rh 


.ci:;£ 
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1963-64 


1964-65 


1965-69 


PUBLIC  UTILITIES 


Total 
1963-69 


Cost 
After  1S69 


8.    Landing  field  pavement, 
reconstruction 


50,000r 


100,000r 


500,000r 


650,000r 


9.    Firehouse  &  airport  maintenance 
facilities 

10.    Executive  aircraft  parking  area 
construction 


375,000r 


200,000r 


385,000r 


575,000r 


385,000r 


!■:■ .  ■  i: o J  nifiut 
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PUBLIC  UTILITIES 


1963-64 


1964-65 


1965-69 


Total 
1963-69 


Cost 
After  196? 


WATER  DEPARTMENT 


TOTAL 


$  5,435,400      $  24,669,500    $  21,342,500      $  51,447,400      $  8,498.C 


From  Electorate  Approved  Bonds  (b) 
From  Revenues  (r) 
From  Other  Sources  (o) 

1.  Entire  service  area, 
services  and  meters 

2.  Various  City  locations,  normal 
main  extensions 

3.  Entire  service  area,  reconstruct 
&  relocate  blowoffs 

4.  Entire  service  area,  renew  water 
services 

5.  Entire  service  area,  relocate  & 
realign  water  mains 

6.  Entire  service  area,  relocate  & 
realign  water  services 

7.  Entire  service  area,  cutting  in 
gate  valves 

8.  Entire  service  area,  replace  water 
mains 

9.  Entire  service  area,  cathodic  protection 

10.  Watershed  areas,  erosion  control 

11.  Entire  system,  monzimenting  right-of-way 
&  property  lines 


751,000 
4,684,400 


230,000r 
163,400r 


230,000r 
37,000r 
15,000r 
ll,000r 

200,000r 

2,000r 
500r 
500r 


19,649,000  9,040,000 

4,690,500  12,302,500 
330,000 

238,00Gr  l,040,000r 


168,000r 


17,500r 


38,000r 
15,500r 
ll,500r 

205,000r 

2,000r 
2,000r 
2,000r 


75,000r 


162,000r 


67,000r 


51,000r 


14,500r 
8,000r 
8,000r 


29,440,000 
21,677,400 
330,000 

l,508,000r 


722,000r  l,053,400r 


92,500r 


237,000r       1,025, OOOr  l,492,000r 


237,000r 


97,500r 


73,500r 


844,500r  l,249,500r 


18,500r 
lO.SOOr 
10,500r 


7,310,C 
1,188,C 


-.(000  (Oti 


(d)  at  - 
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12.  Entire  service  area,  minor 
reconstruction  &  replacements 

13.  Entire  service  area,  minor  additions  & 
betterments 

14.  425  Mason  St.,  repairs  6e  improvements 

15.  Entire  service  area,  new  fencing  10,000r 

16.  Entire  service  area,  replacement  of  12,000r 
existing  fences 

17.  Suburban  area,  road  improvements  on  15,000r 
S.F.W.D.  properties 

dna  18.    Central  Pump  Station,  Sloat  Blvd.  &  19,000r 
23rd  Ave,,  rehabilitate  building 

19,    San  Antonio  Dam  741,000r 

dna  20.    Potrero  Hill  Tank,  rehabilitation  12,000r 

dna  21.    San  Andreas  Reservoir,  shoreline  5,000r 
erosion  control 

2Z*    Alameda  County,  new  water  treatment  2,500,000r 
/  plant 

23.  Siinset  Feeder  System,  various  streets,  241,000r 
new  transmission  &  feeder  mains 

24,  Various  City  locations,  cement  mortar  116,000r 
lines 


PUBLIC  UTILITIES 


1964-65 


1965-69 


Total 
1963-69 


Coat 
After  1969 


100,000r  400,000r  500,000r 


100,000r  400,000r 


10,000r 
ll,000r 
ll,O00r 


40,000r 
44,000r 
44,000r 


500,000r 

50,000r 
65,000r 
67,000r 


15,000r 


60,000r 


90,000r 


19,000r 


27,000r 


5,000r 


10,000r 


768,000r 
12,000r 
20,000r 


2,500,000r         2,500,000r  7,500,000r 


241,000r 


106,000r  318,000r  540,000r 
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25.  Golden  Gateway  Redevelopment  Project, 
relocate  water  mains 

Funds  previously  appropriated  (65,800r) 

26.  Bay  Division  Pipeline  #4,  construct  319,000b 
additional  transmission  line 

27.  Crystal  Springs  to  San  Andreas,  132,000b 
aqueduct  &  pumps 

28.  Bay  Division  to  Crystal  Springe,  200,000b 
pipeline  connection 

29.  San  Andreas  6e  Baden  systems,  cement  30,000r 
mortar  transmission  lines 

30.  Crystal  Springs  Pipeline  #1,  install  23,000r 
meters  &  line  valves 

na  31,    Crystal  Springs  Dam,  meter  improvements  l,500r 

32.    Baden  Pipeline,  relocation  &  51,000r 
reconstruction 

na  33,    425  Mason  St.,  install  automatic  4,000r 
switchboard 

na  34,    425  Mason  St.,  portion  area  for  office  2,500r 

na  35,    425  Mason  St.,  replace  lighting  fixtures  3,500r 

36,    Davis  Tunnel,  construct  convenience  0,500r 
station 


1964-65  1965-69 

included  in  totals 
5,969,000b  5,412,000b 

2,090,000b  478,000b 

8,540,000b 

150,000r 
45,000r  100,000r 


PUBLIC  UTILITIES 

Total  Cost 
1963-6?  After  19(?9 

(65,000r) 
11,700,000b 

2,700,000b 

8,740,00Cb  1,260,000b 

lOO.OOOr 

160,000r 

l,500r 
51,000r 

4,000r 

2,500r 
3,500r 
8,500r 
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1963-64 


1964-65 


1965-69 


PUBLIC  UTILITIES 

Total  Coat 
1963-69         After  1969 


37.  Various  locations,  replace  S.F.W.D. 
cottages 

38.  Lake  Merced  Pump  Station,  standby 
power  units 

3S .    Francisco  Distribution  Tank, 
new  construction 

40.  Balboa  Reservoir,  concrete  lining  100,000b 
&  roof 

41.  San  Mateo  County,  Pilarcitos 
Reservoir,  repair  forebay  #1 

42.  Crystal  Springs  chlorination  station, 
replacement 

43.  Balboa  Reservoir,  feeder  mains 

44.  Bay  Division  Pipeline  #1,  protective 
external  rehabilitation 

45.  425  Mason  St.,  replace  elevator  cab 

4f6.  S.F.W.D.  telephone  lines,  Alameda  & 
San  Mateo  Counties,  replace  poles  & 
appurtenances 

47,    Crystal  Springs  Pipeline  #3,  New 

46.  Sunol,  construct  feeder  6e  distribution 
system 

49.    Entire  service  area,  power  units  for  valves 


27,000r            81,000r  108,000r 

57,000r  57,000r  1,188,000 

330,000o  330,000o 

2,900,000b  3,000,000b 

25,000r  25,000r 

121,000r  121,000r 

l,65O,O00r 
200,000r 

85,000r  85,000r 
ll,000r  33,000r  44,000r 


600,000r  l,050,000r 
200,000r 


150,000b  3,150,000b 


21,000b 
15,000r 


\ 


3,300,000b  6,050,000b 
30,000fc  51,000b 

60,000r  75,000r 
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PUBLIC  UTILITIES 


1961-  -64 


1964-65 


1965-69 


Total 
1963-69 


Cost 
After  1969 


50.  Central  Control  System,  new 

51.  Ravenswood,  culvert  extensions 

52.  Sunol  Pumping  Station,  new 

53.  University  Mound  Distribution  System, 
construct  feeder  mains 

54.  Suburbon  Division  Headquarters, 
new  buildings  &  facilities 


40,000r 


500,000r 
20,000r 
50G,000r 
182,500r 

l,385,000r 


540,000r 
20,000r 
500,000r 
182,500r 

l,385,000r 


;•;  -if/'- 
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PUBLIC  UTILITIES 


Total 


Cost 


1963-64 

1964-65 

1965-69 

1963-69 

After  1969 

HETCH  HETCHY  TOTAL 

$  43,354,500 

$  28,620,000  $ 

17,888,000 

$  89,862,500 

$ 

From  Electorate  Approved  Bonds  (b) 

From  Revenues  (r) 

From  Other  Sources  (o)  (Federal) 

39,492,000 
2,862,500 
1,000,000 

23,370,000 
3,250,000 
2,000,000 

11,438,000 
4,450,000 
2,000,000 

74,300,000 
10,562,500 
5,000,000 

1. 

Canyon  Power  Project,  power  tunnel 
(Expenditures  prior  to  1963-64 
-  $6,600,000) 

9,350,000b 

6,300,000b 

150,000b 

15,800,000b 

2. 

San  Joaquin  Pipeline  #3 

10,300,000b 

_  2,100,000b 

6,100,000b 

18,500,000b 

3. 

Don  Pedro  Dam 

20,842,000 
(19,842,000b) 
(  l,000,000o) 

15,970,000 
(13,970,000b) 
(  2,000,000o) 

7,188,000 
(5, 188,000b) 
(2,000,000o) 

44,000,000 
(39,000,000b) 
(  5,000,000o) 

4. 

Moccasin  Powerhouse,  rehabilitation 

2,700,000r 

3,250,000r 

4,150,000r 

10,100,000r 

5. 

Moccasin  Upper  Dam,  debris  deflector 

.  50,000r 

50,000r 

6. 

Early  Intake,  drainage  facilities 

44,000r 

44,C00r 

7. 

Lake  Lloyd,  precipitation  gage 

2,600r 

2,600r 

dna 

7a. 

Cherry  Powerhouse,  rehabilitate 
turbine  wheel 

ll,000r 

ll,000r 

dna 

7b. 

Cherry  Powerhouse,  reconstruct  sphere 
valve 

3,000r 

3,000r 

dna 

7c. 

Coast  Range  Mt.,  recondition  steel 
transmission  line  towers 

20,000r 

20,000r 

dna 

8. 

Moccasin  Village,  replace  water  lines 

3,700r 

3,700r 
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dna  9.    Moccasin  -  Newark  Line,  replace  22,000r 
vibration  dampers 

10,  Protective  chain  link  fencing  at  3,400r 
various  locations 

11.  Steel  guard  rails  at  various  locations  l,800r 
!na  12,    Moccasin  Cottages,  install  heaters  l,000r 

13,  Red  Mt.  Bar,  alter  syphon  and  extend 
overflow  shaft 

14.  South  Fork,  aqueduct  crossing 


PUBLIC  UnQTIES 

Total  Cost 
1964-65  1965-69  1963-69         After  1969 


22,000r 

3,400r 

l,800r 
l,000r 

1,000,000b  1,000,000b 
300,000r  300,000r 
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PUBLIC  UTILITIES 


1963-64 


1964-65 


1965-69 


Total 
1963-69 


Cost 
After  1969 


MUNICIPAL  RAILWAY 

From  Ad  Valorem  Taxes 

From  Proposed  New  Bonds  (n) 

From  Other  Sources  (o)  (State) 


TOTAL       $  323.800 
22,700 
301,100 


Note:    Projects  1,  5,  6,  6e  7 

result  from  the  construction  of 
Southern  Freeway  and  will  be 
financed  from  State  funds. 

1.    Ocean  Yard  parking  deck,  200,000o 
San  Jose  &  Geneva  Aves. 

dna  2.    Geneva  Carhouse,  Geneva  &  San  Jose  4,100 
Aves.,  repair  roof 

dna  3,    Potrero  Carhouse,  17th  6e  Mariposa  Sts.  14,700 
repair  roof 

dna  4,    Church  St,  Right-of-way,  construct  3,900 
protective  fence 

5.  Overhead  wire  and  feeder.  Ocean  Ave,  34,000o 
at  Southern  Freeway 

6.  Track  relocation.  Ocean  Ave.  at  52,000o 
Southern  Freeway 

7.  Overhead  wire  and  feeder,  San  Jose  15,i00o 
Ave . ,  at  Southern  Freeway 

8.  Replace  trolley  wire  poles, 
Divisadero  -  Chestnut  Sts,  to 
Jefferson  St. 


$    112.800    $  8.245.300 
91,100 

21,700  8,245,300 


17,000 


$    8.681,900        $  580,000 

113,800 
8,267,000  580,000 
301,100 


200,000o 
4,100 
14,700 
3,900 
34,000o 
52,000o 
15 , lOOo 
17,000 


O^Jv'./.s^.:  :  .     -  -  ■  • ...  .   '  ■ 
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9.    Geary  Carhouse,  Geary  at  Masonic, 
repair  roof 

10.  Replace  trolley  wire  poles, 
Broderick  -  Chestnut  to  Jefferson  St. 

11.  Outer  Mission  Substation,  construct 
shelter 

12.  Mason  6e  Washington  Carhouse, 
repair  roof 

NOTE:    The  projects  which  follow  are 

subject  to  modification  if  affected 
by  rapid  transit  proposals. 

13.  Elkton  Yard,  Ocean  Ave.  &  San  Jose  Ave., 
office  building  addition  j 

14.  Track  relocation,  Carl  St., 
Sunset  Tunnel  to  Stanyan  St. 

15.  Forest  Hill  Station,  Laguna  Honda 
Blvd.,  install  automatic  elevator 

16.  Track  reconstruction.  West  Portal  Ave., 
Twin  Peaks  Tunnel  to  Sloat  Blvd. 

17.  Twin  Peaks  Tunnel,  Market  St.  to  | 
West  Portal  Ave.,  install  signal  system  ; 

18.  Geneva  Carhouse,  Geneva  6e  San  Jose  Aves., 
replace  buildings 

19.  Taraval  St.,  "L"  Line,  replace  track 

20.  Elkton  Yard,  Ocean  6e  San  Jose  Aves., 
remove  and  replace  paint  shop 


PUBLIC  UTILITIES 
Total  Cost 
1964-65  1965-69  1963-69         After  1969 


27,000  27,000 

13,000  13,000 

14,000  14,000 

20,100  20,100 


21,700n 


83,600n 
117,600n 
231,000n 


21,700n 

83,600n 
117,600n 
231,000n 


l,0.29,000n  l,029,000n 

l,442,000n  l,442,000n 

l,121,300n  l,121,300n  \ 

159,000n  159,000n 


'4 
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21.  Judah  St.,  "N"  Line,  replace  track 

22.  Elkton  Yard,  Ocean  &  San  Jose  Aves., 
remove  and  replace  maintenance  shop 

23.  Forest  Hill  Station,  install  escalator 

24.  Church  St.,  "J"  Line,  remove  and  replace 
track  structure 

25.  Shops,  24th  &  Utah  Sts.,  construct  equipment 
shelter 

26.  Under grounding  of  trolley  feeders,  Fillmore  St. 
between  Fulton  &  Sutter  Sts. 


PUBLIC  UTILITIES 

Total  Cost 
1964-65  1965-69         1963-69  After  196 


l,781,600n 
724,200n 

750,000n 
742,000n 

64,000n 


l,781,600n 
724,200n 

750,000n 
742,000n 

64,000n 


580,000i 


v-fCi^tdii^  48-xsb5.^1  veCiioij  i.:;  ^ni;^; - 


.    56    -  LIBRARIES  &  MUSEUM5 

Total 

 1963-64  196A-6S  1965-69  1963-69 


LIBRARIES  &  MUSEUMS                               TOTAL                        $    1,282,700  $    401,000    $    542 , 000      $  2,225,700 

Libraries  401,500              191,000         170,000  762,500 

Palace  of  the  Legion  of  Honor  830,000  830,000 

California  Academy  of  Science  51,200              210,000         372,000  633,200 

LIBRARY                                                   TOTAL                        $       401,500  $    191,000    $    170,000      $  762,500 

From  Ad  Valorem  Taxes  401,500              191,000         170,000  762,500 

dna  1.      Main  Library,  rehabilitate  approximately  29,000  29,000 
4500  sq.  ft.  of  space  for  book  collection 

dna  2.     Main  Library,  install  acoustical  material  3,000  3,000 
in  exhibit  room 

-  .  3.      Chinatown  Branch  Library,  1135  Powell  St.,  161,000  161,000 
alteration  and  additions 

•-'iia  4.      Richmond  Branch  Library,  351  Ninth  Ave. ,  98,700  98,700 
remodel  interior 

5.  Sunset  Branch  Library,  1305  Eighteenth  Ave.,  3,400  3,400 
remove  &  relocate  counters 

6.  Presidio  Branch  Library,  3150  Sacramento  St.,  3,400  3,400 
remove  6e  relocate  counters 

7.  Noe  Valley  Branch  Library,  451  Jersey  St.,  2,900  2,900 
remove  &  relocate  counters 

dna  8.      Mission  Branch  Library,  24th  &  Bartlett  Sts.,  3,400  3,400 
remove  &  relocate  counters 

dna  9.      Golden  Gate  Valley  Branch  Library,  1801  Green  St.,  3,400  3,400 
remove  &  relocate  counters 


OOO.Ot-r 


000,  € 


0< 


riois 
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dna  10.    Anza  Branch  Library,  550  Thirty  Seventh  Ave., 
remove  &  relocate  counters 

dna  11.    West  Portal  Branch  Library,  190  Lenox  Way, 
remove  &  relocate  counters 

dna  12.    Main  Library,  replace  lighting  in  Reference 
Department 

dna  13.    Main  Library,  replace  lighting  in  Literature, 
Philosophy  and  Religious  Departments 

dna  14.    Main  Library,  replace  lighting  in  Art  &  Music 
Departments 

dna  15.    Main  Library,  replace  lighting  in  Order  and 
Catalogue  Department  (45  Hyde  St.) 
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16.  Richmond  Branch  Library,  351  Ninth  Ave., 
provide  parking  area 

17.  Diamond  Heights,  new  building  in 
redevelopment  area 

18.  Visitacion  Valley  Branch  Library,  vicinity 
Leland  Ave.  &  Bayshore  Blvd.,  new  building 

PALACE  OF  THE  LEGION  OF  HONOR  TOTAL 

From  Ad  Valorem  Taxes 

1.  Underground  storage  &.  exhibit  space 

■  ($8,000  approved,  1962-63) 

2.  Parking  area,  rear  of  building 
dna    3.      Ventilation  system  for  theater 


LIBRARIES  &  MUSEl 


Total 

1963-64  1964-65  1965-69  1963-6S 

3,400  3,40C 

3,400  3,40C 

21,900  21,900 

20,800  20,800 

9,500  9,500 

17,500  17,500 

5,300  5,300 

11,500           191,000  202,500 

170,000  170,000 

830,000  $  830.000 

830,000  830,000 

800,000  800,000 

20,000  20,000 

10,000  10,000 


001, i:  ■ 


00c  Xx 


006, 2Q£^ 


002  ..n 


000,0 t 
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LIBRARIES  &  MUSEU> 


1963-64 


1964-65 


1965-69 


Total 
1963-69 


CALIFORNIA  ACADEMY  OF  SCIENCES  TOTAL  i 

From  Ad  Valorem  Taxes 
From  Other  Sources  (o) 

1.      North  American  Hall,  plans  &  specifications  for 
rehabilitation 

dna  2.      Academy  of  Sciences,  replace  water  system 

3.      Academy  of  Sciences,  service  road,  repairing 
and  widening  to  accommodate  heavy  vehicles 

dna  4.      Steinhart  Aquarivim,  relocate  maintenance  shop 

dna  5,      Academy  Court,  Whale  Fountain  rehabilitation 

6.  Academy  Garage,  relocate 

7.  Old  Auditorium,  plans  and  specifications  for 
rehabilitation 

8.  Hall  of  Tropical  Fishes,  new  building 

9.  Facade  Building,  plans  and  specifications 

10.  Laboratory  -  office  addition  above  Hall  of  Science, 
plans  and  specifications 

11.  Whale  Court  Building,  new  buildings,  plans  and 
specifications 

12.  Hall  of  Man,  new  building,  plans  and  specifications 

13.  Oceanarium,  new  structure,  plans  and  specifications 


51,200 
51,200 

20,000 

8,000 
2,000 

2,500 
8,700 
10,000 


$    210,000    $  372,000 
200,000 


10,000 
200,000 


372,000 


10,000o  100,000o 

150,000o 
20,000o 
12,000o 

25,000o 

55,000o 
10,000o 


$  633,200 

251,200 
382,000 

220,000 


8,000 
2,000 

2,500 
8,700 
10,000 
110,000o 

150,000o 
20,000o 
12,000o 

25,000o 

55,000o 
lO.OOOo 


00c.  c 
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1963-64 


1964-65 


1965-69 


Total 
1963-69 


RECREATION  &  PARK 


TOTAL 


$  2,985,900        $      664,600    $  1,241,400        $  4,891,9C 


From  Ad  Valorem  Taxes 

From  Electorate  Approved  Bonds  (b) 

From  Other  Sources  (o) 

Special  Pro.lects  Sub  Total 

1.  Marina  Yacht  Harbor  expansion,  additional  parking 

Note:     Prior  budget  appropriations  total  $434,000; 

State  of  Calif,  loan  will  total  $1,500,000; 
Combined  total,  with  this  request  $2,069,000 

IT  IS  RECCMIENDED  THAT  PROJECT  #1  BE  COORDINATED 
WITH  THE  PARKWAY  TREATMENT  OF  MARINA  BLVD.  TO 
INSURE  COMPATIBLE  DESIGN  AND  DEVELOPMENT. 

dna  2.  Candlestick  Park  Stadium,  Oilman  Ave.  6e  Giants  Blvd., 
construction  of  two  stairways  outside  of  stadium 

dna  3.  Candlestick  Park  Stadium,  Oilman  Ave.  &  Giants  Blvd., 
improvements  to  provide  proper  security 

4.  Bay  View  Park,  Jamestown  Ave.,  landscaping  and 
irrigation  system 

5.  Candlestick  Park  Stadium,  Gilman  Ave.  6e  Giants  Blvd., 
landscaping  and  irrigation  system 


6.  Sunnyside  Playground,  Melrose  Ave.  &  Teresita  Blvd., 
construction  of  new  playground  facilities 

i  Funds  approved  for  land  1961  (100,000) 

Funds  approved  for  plans  1962  (17,500) 


2,006,300 
470,000 
509,600 

$  1.152,900 

135,000 


9,100 


7,300 


157,500 


621,600  1,241,400 
43,000 
$  121,900 


45,000 
76,900 


3,869,3C 
470, OC 
552, 6C 

$  1,274.8C 

135,00 


9,10 
7,30' 
45,00C 
76,90C 
157,500 


or  '^nvjir  mi  sum  ^o-i-'.  ••  •  ••  •■• 
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=^=<.-  =(.G06;G.i.!:)  icJ^I  bn£rl  .-303  .h9vo2;q.q'B  £;:n;j'? 


-    60     -  RECREATION  & 

Total 

1963-64  1964-65  1965-69  1963-69 


I  7.    Diamond  Heights  redevelopment,  new  playgrounds  525,000  525,00 

I  Playground  #1.  at  Diamond  Hts .  Blvd.  (500,000)  (500,00 

I  &  Duncan  St.,  5%  acres  (  25,000b)  (  25,00 

I  Playground  #2  at  Diamond  Hts.  Blvd.  ■ 

'  6c  Addison  St . ,  3%  acres 

Funds  from  prior  appropriations  (320,200) 

8.  Western  Addition  redevelopment,  blocks  bounded  by  275,000  275,00' 
Geary,  Ellis,  Steiner  &  Pierce  Sts.,  construction 
of  new  recreation  area 

•  Funds  approved  for  plans  1961  (50,000) 

Funds  approved  for  construction  1962  (175,000) 

9.  Fairmont  Plaza,  Miguel  &  Bemis  Sts.,  44,000  44,00( 
landscape  park  and  construct  tot  lot 

Bond  Fund  Projects  Sub  Total  $    445,000  $    445, OOC 

1.  Golden  Gate  Park,  continue  replacement  of  155,000b  155, OOC 
irrigation  system 

2.  Lincoln  Park  Golf  Course,  34th  Ave.  &  Clement  St.,  50,000b  50, OOC 
reconstruction  of  automatic  irrigation  system 

3.  Lincoln  Park  Golf  Course,  34th  Ave.  &  Clement  St.,  13,000b  13, OOC 
connect  Geary  St.  water  main  to  park  irrigation 

system 

dna  4.    Various  playgrounds,  install  device  to  facilitate  38,300b  38,300 

maintenance  of  floodlights 


5. 


Josephine  D.  Randall  Junior  Musevmi,  16th  St.  & 
Roosevelt  Way,  widen  entrance  road 


20,000b 


20,0001 


( 
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6.    Garfield  Square,  26th  St.  &  Treat  Ave., 
construct  clubhouse 

dna  7.    Various  swimming  pools,  acoustical  ceilings 

Bequest  Fund  Projects  Sub  Total 

1.  Arboretum,  demonstration  gardens  for  public 
education 

(Cost  of  this  project  was  originally  estimated 
to  be  $20,000.    The  increased  costs  will  be 
donated  to  the  City  in  the  form  of  materials, 
services  or  money) 

2.  Arboretum,  complete  development  of  the  area 
bounded  by  South  Drive,  14th  Ave,  & 
Lincoln  Way 

3.  Arboretum,  "Garden  of  Fragrance"  for  the  blind 

!^   4.    Golden  Gate  Park,  Music  Concourse  Drive,  studies  & 
\  plans  for  new  road  connecting  Main  Drive  with  South 

Drive  to  the  east  of  the  museums 

5.  Aquatic  Park,  new  drinking  fountain 
(The  bequest  of  May  J.  McLean) 

6.  Golden  Gate  Park,  the  relocation  of  Balboa  Park 
Nursery  caused  by  Southern  Freeway  construction 

(Land  Transfer  Fund) 


RECREATION  &  PARK 


Total 

1963-64  1964-65         1965-69  1963-69 

70,000b  70,00C 

98,700b  98,70C 

512.600               45.000  557. 60C 

94,000               45,000  139,000 

(  3,000)             (  2,000)  (  5,000 

(91,000o)           (43,000o)  (134,000 

125,000o  125,000 

lO.OOOo  10,000 

25,000o  25,000( 


8,600o 


250,000o 


8,600c 
250,000o 


•.miwi 
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;0,?.£  ;o;>noO 


V 


-    62    -  '  ~  RECREATION  &  PARK 


Total 

1963-64  1964-65         1965-69  1963-69 


New  Construction  &  Remodeling  Sub  Total  $    227,000         $    421,200    $  1.241,400       $  1,889,60 

1.  Lombard  St.  Reservoir,  Lombard  &  Hyde  Sts.,  8,100  8,10 
install  three  tennis  courts  and  a  basketball 

court  on  new  slab  roof  over  reservoir 

2.  Zoo,  fire  protection  sprinklers  in  1  ft  area  of  7,500  7,50 
pachyderm  building 

dna  3.    Golden  Gate  Park,  Warehouse  #1,  install  11,800  11,80 
automatic  sprinkler  system 

4.    Spreckles  Lake,  construct  metal  retaining  wall  44,000  44,00 
at  shoreline 

dna  5.    Harding  Park  Golf  Course,  Harding  Blvd.,  4,800  4,80 
install  underground  electric  service  to 
starter's  office  at  9  hole  course 

dna  6.    Harding  Park  Golf  Course,  Harding  Blvd.,  7,900  7,90' 

install  booster  pump  to  increase  water 
pressure  at  third  fairway  convenience  station 

7.  Golden  Gate  Park  Tennis  Courts,  construct  5,000  5,00( 
tennis  backboard 

8.  Candlestick  Park,  Gilman  Ave.  &  Giants  Blvd.,  27,500  27,50C 
landscape  parking  lot 

dna  9.    Joseph  Lee  Playground,  Oakdale  &  Mendel 1  Sts.,  8,000  8,000 

install  device  to  facilitate  maintenance  of 
floodlights 

10.    Gilman  Playground,  Gilman  Ave.  &  Griffith  St.,  40,000  40,000 

enlarge  playfield 
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RECREATION  &  PARI 

1963-64 

1964--65 

Total 

1965-69  1963-69 

11. 

Golden  Gate  Park,  Stanyan  St.  to  Great  Highway 
Esplanade,  pave  6'  bicycle  path 

25,000 

25,000 

12. 

Camp  Mather,  construct  recreation  platform 

5,000 

5,000 

13. 

(Omitted) 

14. 

Lincoln  Park,  El  Camino  Del  Mar,  32nd  Ave. 
to  Legion  of  Honor,  new  sidewalk 

15,000 

15,000 

15. 

Golden  Gate  Park  Bandstand,  construct  program 
platform 

15,800 

15,800 

16. 

Childrens '  Playground,  45th  Ave.  &  Lincoln  Way, 
construct  convenience  station 

12,200 

12,200 

17. 

Childrens'  Playground,  34th  Ave.  &  Lincoln  Way, 
construct  convenience  station,  sandbox  and 
benches 

14,400 

14,400 

18. 

(Submitted  in  Academy  of  Science  program) 

19. 

Zoo,  filters  for  penguin  and  monkey  island  pools 

30,000 

30,000 

20. 

Larsen  Square,  19th  Ave.  &  Vicente  St.,  retaining 
wall  and  fencing 

60,000 

60,000 

21. 

Upper  Noe  Playground,  30th  &  Day  Sts., 
night  lighting 

43,600 

43,600 

22. 

Crocker -Amazon  Playground,  Geneva  Ave.  & 
Moscow  St.,  fence  soccer  fields 

11,500 

11,500 

23. 

Balboa  Soccer  Stadium,  Ocean  &  San  Jose  Ave., 
install  night  lights 

102,500 

102,500 

■■■■} 
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1963-64 

1964-65 

RECREATION 
1965-69 

&  PARK 

Total 
1963-69 

24. 

Park-Presidio  Blvd.,  Fulton  to  Lake  St., 
connect  meters  to  water  mains 

9,100 

9,100 

25. 

Harding  Park  Golf  Course,  Harding  Blvd., 
fence  the  9  hole  golf  course 

16,000 

16,000 

26. 

Stow  Lake,  install  retaining  wall  along 
shoreline 

52,500 

52,500 

27. 

Lafayette  Square,  Laguna  &  Washington  Sts., 
construct  one  new  tennis  court 

12,500 

12,500 

28. 

South  Park,  Second  &  Bryant  Sts., 

construct  playground  facilities,  convenience 

station  and  tot  lot 

48,300 

48,300 

29. 

Larsen  Square,  19th  Ave.  6e  Ulloa  St., 
enlarge  recreation  building 

5,100 

5,100 

30. 

Vicente  Park,  26th  Ave.  &  Vicente  St., 
enlarge  recreation  building 

5,100 

5, 100 

31. 

McKinley  Square,  20th  &  Vermont  Sts., 
landscaping,  irrigation  &  path  paving 
(necessitated  by  freeway  construction) 
and  new  tot  lot 

50,000 

50,000 

32. 

Sutro  Heights  Park,  48th  Ave.  &  Anza  St., 
new  landscaping,  facilities  building, 
play  area  and  path  paving 

185,000 

185,000 

33. 

Pine  Lake,  Wawona  St.  &  Crestlake  Dr., 

10,400 

10,400 

install  small  pumping  station 


34. 


(Omitted) 


000 


000.' 
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35.  Harding  Park  Golf  Course,  Harding  Road, 
install  automatic  irrigation  system 

36.  Golden  Gate  Park  Golf  Course,  enlarge  to 
18  holes 

($13,000  appropriated  in  1959) 

37.  Grattan  Playground,  Stanyan  &  Alma  Sts., 
install  outdoor  lighting 

38.  Mountain  Lake  Park,  Funston  Ave.  &  Lake  St., 
construct  convenience  station 

39.  Golden  Gate  Park  Polo  Sheds, 

provide  roof  &  lighting  over  outdoor  riding  ring 

40.  Zoo,  complete  construction  of  primate  quarters 
according  to  Zoo  Master  Plan 

41.  Zoo,  relocate  service  buildings  &  yard  according 
to  Zoo  Master  Plan 


Replacement  6c  Reconstruction  Sub  Total 

dna  1.        Zoo,  rehabilitate  convenience  station 

dna  la.      Cabrillo  Convenience  Station,  Cabrillo  St. 
at  Ocean  Beach,  rehabilitation 

dna  2.        Kezar  Pavilion,  Stanyan  &  Beulah  Sts., 

rehabilitate  convenience  station  &  provide 
new  electrical  panel 


'dna  2a. 


Fort  Funston,  replace  sewage  pumping  plant 


RECREATION  &  PARK 


Total 

1963-64  1964-65         1965-69  1963-69 

400,000  400,000 

212,000  212,000 

28,000  28,000 

12,000  12,000 

88,000  88,000 

96,000  96,000 

160,000  160,000 

$  648,400           $    76,500  $  724.900 

8,300  8,300 

15,400  15,400 

20,000  20,000 


14,000 


14,000 


r 
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dna  3.       Wawona  Convenience  Station,  Wawona  St. 
at  Ocean  Beach,  rehabilitation 

dna  4.        Josephine  D.  Randall  Junior  Museum, 
16th  St.  &  Roosevelt  Way,  structural 
&  electrical  alterations  to  interior 

dna  5.       Margaret  Hayward  Playground,  Turk  &  Laguna  Sts., 
rehabilitate  light  standards  to  insure  safety 

dna  5a.      North  Beach  Playground,  Lombard  &  Mason  Sts., 
rehabilitate  light  standards 

dna  5b.      Folsom  Playground,  21st  &  Folsom  Sts., 
rehabilitate  light  standards 

dna  6.       Merced  Heights  Playground,  Byxbee  6e  Shields  Sts., 
re-enforce  concrete  retaining  wall 

dna  7.        Fleishhacker  Playfield,  Sloat  Blvd.  &  Great 

Highway,  continue  rehabilitation  of  playground  area 

dna  8,        Soccer  playfield,  Main  Drive  &  47th  Ave., 
interior  alterations  to  fieldhouse 

Funds  appropriated  1960  (4,700) 

dna  9.        Balboa  Park  Ball  Field,  Ocean  &  San  Jose  Ave., 
screen  overhang  for  backstop 

dna  10.      Hunters  Point  Gym,  Kiska  Road, 

complete  rehabilitation,  including  new  gym  floor 

dna  11.      Bernal  Playground,  Cortland  &  Andover  Sts., 
reconstruct  acoustical  ceiling 


RECREATION  &  PARK 
Total 

1963-64  1964-65  1965-69  1963-69 

3,900  3,900 

7,100  7,100 

7,200  7,200 

2,000  2,000 

8,000  8,000 

7,200  7,200 

16,500  16,500 

15,500  15,500 

1,900  1,900 

36,200  36,200 

7,400  7,^00 
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dna  12.      Angelo  J,  Rossi  &(d.inming  Pool,  Anza  St.  & 

Arguello  Blvd.,  rehabilitate  recirculating  water 
system 

dna  13.      Zoc,  replace  fcanace  in  pachyderm  building 

dna  14.      Arboretum,  repfcce  perimeter  fencing 

dna  15.      Euena  Vista  Park,  Haigbt  St.  &  P.uena  Vista 
Ave.,  replace  portion  of  irrigation  line 

dna  16.      Josephine  D.  R&'^-dall  Junior  Museum,  loth  St.  & 
Roosevelt  Way,  .:.anvert  boilers  from  oil  to  gas 

dna  17a.    Margaret  Hay  was: Girls  Playground,  Turk  &  Oct  a  via 
Sts.,  replace  tamces  &  fabric  on  portions  of  fence 

dna  17b,     Rochambeau  Play  ground,  24t-h  Ave.  &  Lake 

replace  fences  >  fabric  or.  protions  of  fence 

dna  17c.    Laurel  Hill  Pl«y|yround,  2'oclid  &  Collins  Avar.., 
increase  height  -Ttf  fence 

dna  17d.     Sunset  Playgrorrd,  40th  Ave.  6e  Vicente  Sts., 
raise  protective  fence 

dna  17e.     Cabrillo  Playground,  38th  Ave.  &  Cabrillo  St., 

rehabilitate  feaees 

dna  17f.    Zoo,  replace  fe;«e  f-P-bric  on  perimeter,  paddock 
fence  &  animal  ages 

doa  17g.    Fleishhacker  Pol,  Sloat  Blvd.  &  Great  Highway, 

replace  fence 


RECRE/^-l-ION  &  PARK 


Total 

1963-64  1964-65         1965-69  ].963-69 

9,100  9,100 

6,800  6,800 

16,000  16,000 

5,500  5,500 

13,300  13,300 

5,000  5,000 

2,300  2,300 

2,100  2,100 

2,100  2,100 

4,000  ^,000 

10,000  10,000 

12,000  12,000 
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1963-64 

1964-65 

RECREATION  &  PARK 
Total 

1965-69  1963-69 

dna 

18a. 

Mountain  Lake  Park,  Funs ton  Ave.  &  Lake  Sts., 
increase  water  service  to  convenience  station 
and  irrigation  system 

2,500 

2,500 

dna 

18b. 

Golden  Gate  Park,  Pioneer  Log  Cabin,  replace 
roof  and  structural  members  of  cabin 

Funds  appropriated  1961  (  3,000) 

12,000 

12,000 

dna 

18c. 

Golden  Gate  Park,  pave  Middle  Drive  and 
Tennis  Court  Drive 

20,000 

20,000 

dna 

18d. 

Bernal  Center  Playground,  Moultrie  St,  & 
Jarboe  Ave. ,  reconstruct  retaining  walls 

55,600 

55,600 

dna 

19a. 

Alamo  Square,  Hayes  &  Scott  Sts., 
resurface  walks 

22,600 

22,600 

dna 

19b. 

Alta  Plaza  Playground,  Scott  &  Jackson  Sts., 
resurface  walks 

18,000 

18,000 

dna 

19c. 

Lafayette  Square,  Laguna  &  Sacramento  Sts., 
resurface  walks 

18,100 

18,100 

dna 

19d. 

Telegraph  Hill,  Lombard  &  Kearny  Sts., 
resurface  walks 

8,500 

8,500 

dna 

19e. 

Zoo,  continue  repaving  of  walks 

12,000 

12,000 

dna 

19f. 

Kezar  Pavilion,  Stanyan  St.  &  Lincoln  Way, 
resurface  parking  lot  6e  replace  sidewalk  lights 
Funds  appropriated  1962  (  6,000) 

20,000 

20,000 

dna  19g. 

Lafayette  Square,  Laguna  &  Sacramento  Sts., 

4,200 

4,200 

resurface  tennis  court 
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1963-64 

1964-65 

RECREATION  &  PARK 

Total 

1965-69  1963-69 

dna 

19h. 

North  Beach  Playground,  Mason  &  Lombard  Sts., 
resurface  play  area 

12,000 

12,000 

dna 

19i. 

Harding  Blvd. ,  resurface 

26,500 

26,500 

dna 

19j. 

Angelo  J.  Rossi  Playground,  Arguello  Blvd.  6e 
Edward  St.,  resurface  tennis  courts 

9,000 

9,000 

dna 

19k. 

Mountain  Lake  Park,  Funston  Ave.  &  Lake  St., 
resurface  tennis  courts 

15,800 

15,800 

dna 

191. 

Argonne  Playground,  18th  Ave.  &  Anza  St., 
resurface  play  areas 

6,000 

6,000 

dna 

19io. 

Richmond  Playground,  18th  Ave.  6e  Lake  St., 
resurface  play  areas 

6,000 

6,000 

dna 

19n. 

Rolph  Playground,  Army  St.  &  Potrero  Ave., 
resurface  play  areas 

10,500 

10,500 

dna 

19o. 

Murphy  Playground,  9th  Ave.  6t  Ortega  St., 
resurface  tennis  courts 

5,000 

5,000 

dna 

19p. 

Golden  Gate  Park,  entrance  road  at  25th  Ave., 
repair  surface 

6,000 

6,000 

dna 

> 

19q. 

Bay  View  Playground,  Third  &  Armstrong  Sts., 
resurface  play  areas 

4,000 

4,000 

dna 

20. 

Golden  Gate  Park,  tennis  courts,  replace 
electrical  service  to  clubhouse 

10,500 

10,500 

dna 

21. 

Golden  Gate  Park,  north  Dutch  Windmill, 
complete  rehabilitation 

60,000 

60,000 
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Total 

.  1963-64  1964-65         1965-69  1963-69 


dna  22.      Golden  Gate  Park,  Huntington  Falls,  10,500  76,500  87,000 

replacement 

dna  23.      Flelshhacker  Pool,  Sloat  Blvd.  &  Great  Highway,  6,300  6,300 

construct  new  pump  house 

.24.      (Submitted  in  Academy  of  Science  program) 

dna  25.      Stern  Grove  Tennis  Courts,  21st  Ave.  &  Sloat  Blvd.,  8,000  8,000 

resurface  tennis  courts 
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SCHOOLS  &  SPECIAL  SERVI 


1963-64 


1964-65 


1965-69 


Total 
1963-69 


SCHOOLS 


TOTAL 


From  Electorate  Approved  Bonds  (b) 

1.  North  Beach  Elementary, 
location  to  be  determined. 

2.  NOTE:    A  new  bond  program  for  future 
construction  is  presently  under  study 
and  will  be  reflected  in  future  programs. 
New  schools  to  serve  current  &  future 
redevelopment  areas  will  be  a  major  part 
of  the  new  program  as  well  as  additions  & 
improvements  to  existing  facilities 

PARKING  AUTHORITY  TOTAL 

From  Revenues  (r) 

From  Other  Sources  (o)  (Private) 

NOTE:    Parking  sites  for  Phase  I  &  Phase  II 
&  Phase  III  of  the  Neighborhood  Parking  Program 
have  been  reviewed  by  the  City  Planning  Commission 
as  Master  Plan  Referrals. 

1.      Neighborhood  Parking  Program 


$  17,000 
17,000 

17,000b 


$    863,000  $ 
863,000 

863,000b 


$  880,000 
880,000 

880,000: 


$  4,661,400       $  9,179,700    $    754,200      $  14,595,300 


911,400 
3,750,000 


2,589,700 
6,590,000 


754,200 


4,255,300 
10,340,000 


Phase  I      192  spaces 

Eureka  Valley 
West  Portal 
Geary  Blvd. 
Irving  St. 
Noe  Valley 
Marina 


911,400r 
(911,400r) 


2,589, 700r  754,200r 


4,255,300r 


Castro  St. 
West  Portal  Ave. 
21st  Ave. 
20th  Ave. 

24th  St.  at  Castro  St. 
Vicinity  of  Pierce  6e  Scott  Sts., 
near  Lombard  St.  (Alternate  sites) 
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SCHOOLS  &  SPECIAL  AGENC" 


1963-64 


1964-65  1965-69 


Total 
1963-69 


Phase  II,      217  spaces 

Mission 
Clement  St. 

Haight-Ashbury  District 
Inner  Irving 

Phase  III,    359  spaces 

Geary 

West  Portal 
Eureka  Valley 
Mission 
North  Beach 
Porto la 
Polk  St. 
Excelsior 
Excelsior 


(929,200r) 


16th  St.,  Hoff  St.  &  Rondel  Pi. 
8th  &  9th  Aves.   (Alternate  sites) 
Haight  St. 
10th  Ave. 


18th  &  19th  Aves.  (Alternate  sites) 

Claremont  Blvd. 

18th  &  Collingwood  Sts. 

Capp  &  24th  Sts. 

Green  &  Powell  Sts.  (Alternate  sites) 
25  Felton  St. 
Sacramento  near  Polk 
Mission  St.  &  San  Juan  Ave. 
Mission  St.  near  Excelsior  St. 


Phase  IV,      Possible  Alternate  Sites  for  following  Districts 


Clement 

Outer  Irving 

Portola 

Mission 

Mission 

Bayview 


-  (6th  Ave.) 

-  (23rd  Ave.) 

-  (San  Bruno  Ave.) 

-  (18th  &  Capp  Sts.) 

-  (Capp  St.) 

-  (Quesada  Ave.) 


2.  Japanese  Cultural  Center  Garage  (800  stalls) 

3.  Golden  Gateway  Garage  No.  1 


3,750,000o 


(l,660,500r) 


(754,200r) 


6,590,000o 


3,750,000o 
6,590,000o 


(-a0OS,4i€Y). 
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Total 

1963-64  1964-65         1965-69  1963-69 


HOUSING  AUTHORITY  TOTAL  $    5,205,000  $  5,205.000 

From  Other  Sources  (o)  (Federal  Loan)  5,205,000  5,205,000 

(cost  data  incomplete) 

NOTE:    The  Public  Housing  Authority  reports  that 

1087  low  rent  housing  units  are  completed  or 
nearing  completion.    The  projects  reported 
below,  comprising  375  additional  units  in  the 
developmental  stage,  are  predominately  housing 
units  for  the  elderly. 

1.  Alice  Griffith  Garden  Homes  Annex,  vicinity  of         l,200,000o  1,200,000c 
Fitch  &  Gilman  Sts.,  76  units 

(cost  includes  construction  only;  does  not 
include  land,  studies,  contingencies) 

2.  Mission  Dolores  Apartments,  15th  St.,  near  l,158,400o  1,158,400c 
Dolores,  91  units  for  single  elderly 

3.  Woods ide  Gardens,  Woods ide  Ave.  at  Hernandez  St.      l,504,700o  l,504,700o 
110  units  for  the  elderly 


4. 


Housing  for  the  elderly,  Sacramento  St.  near 
Webster  St.,  98  units 


l,341,900o 


l,341,900o 
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"Each  officer,  board,  and  commission  shall  annually,  on  or  before  the  30th  day  of 
November,  file  with  the  Department  of  City  Planning,  a  schedule  describing  all 
capital  improvement  projects  which  are  proposed  for  inclusion  in  the  budget  for 
the  ensuing  fiscal  year,  together  with  a  schedule  of  all  capital  improvement  projects 
which  in  the  opinion  of  such  officer,  board,  or  commission  should  be  undertaken  in 
the  five  succeeding  years  " 

Charter  Section  69.1 


JULY  1963 
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The  Honorable  George  Christopher,  Mayor 
The  Board  of  Supervisors 

Mr.  Harry  D,  Ross,  Controller  July,  1963 

Officers,  Boards  and  Commissions 

Gentlemen: 

The  City  Planning  Commission  herewith  submits  the  fifteenth  annual 
capital  improve  m.e  nt  program  for  the  City  and  County  of 
San  Francisco, 

This  report  incorporates  program  revisions  that  have  been  made 
since  the  distribution  of  the  interim  report  in  January,  including 
supplemental  budget  requests.  As  an  aid  to  those  interested  in  pro- 
jects funded  for  1963-64,  a  map  showing  the  location  of  such  projects 
appear  on  page  24. 

The  recommendations  of  the  City  Planning  Commission  and  the 
priority  ratings  established  by  the  Budget  Priority  Committee  are 
incorporated  in  the  project  schedules. 

The  Department  of  City  Planning  wishes  to  express  its  appreciation 
to  all  City  officials  and  departments  for  their  cooperation  and  assist- 
ance in  the  preparation  of  this  report. 

Respectfully  submitted, 

Louis  M.  Cole,  President 
City  Planning  Commission 
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City  Hall,  night  illumination 

Civic  Auditorium,  reconstruction 

Engine  Company  22,   I6th  &  Irving  Streets 

Log  Cabin  School,  La  Honda 
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Woodrow  Wilson  School,  Mansell  &  Olmstead  Sts.  near  Bowdoin 
Portsmouth/Square,  underground  parking 
Stevenson  Monument,  Portsmouth  Square 
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City  Hall,  night  illumination 


FOREWORD 


At  the  end  of  World  War  II,  San  Francisco  was  faced  with  a  backlog  of  maintenance,  repair, 
construction  and  reconstruction  projects  that  had  accumulated  through  forced  neglect  during 
the  war  years.  The  need  for  transportation,  water  and  sewer  improvements  had  reached  almost 
emergency  proportions.  Public  buildings  and  service  facilitie s  all  needed  repairs  and  improve- 
ments. At  the  same  time  new  equipment,  additional  personnel  and  expanded  services  were 
required.  The  situation  called  for  bold  measures  and  concerted  action.  The  challenge  was  met 
by  City  departments  and  officials,  civic  groups  and  private  individuals  whose  combined  efforts 
produced  a  plan  of  action  designed  not  only  to  meet  immediate  needs  but  also  to  provide  for 
future  requirements.  These  efforts  culminated  in  a  comprehensive  capital  improvement  bond 
proposal,  which  was  approved  by  the  voters  in  1947,  and  in  Charter  amendments  which  incorp- 
orated procedures  for  long-range  capital  improvement  programming  on  an  annual  basis. 

Each  year  since  1949»  the  Department  of  City  Planning  has  prepared  a  report  recommending  a 
program  of  capital  improvements  based  upon  projects  submitted  by  city  agencies  in  accordance 
withCharter  provisions.  These  reports  have  offered  systematic  programs  for  six-year  periods 
and  a  detailed  report  on  the  Master  Plan  conformity  of  projects  scheduled  for  the  first  year  of 
each  six  year  period.  Although  these  six-year  programs  should  have  moved  project  effectuation 
forward  at  a  steady  pace,  there  has  been  a  gradual  accumulation  of  unfunded  projects.  Today 
the  backlog  is  approaching  the  magnitude  of  the  post  World  War  II  situation. 

There  are  several  reasons  why,  with  established  long  range  programming,  the  City  has  been 
unable  to  keep  abreastof  its  capital  improvement  needs.  One,  and  perhaps  the  most  important, 
is  that  many  bond  proposals,  upon  which  City  departments  rely  to  finance  major  capital  im- 
provements, have  failed  to  carry  at  the  polls  during  the  past  decade.  Since  1947  more  than 
twenty-five  bond  proposals  have  been  approved  and  have  provided  funds  for  many  urgent  and  de- 
sirable public  improvements.  But  almost  an  equal  number  have  failed  and  this  has  caused  a 
considerable  strain  on  the  ad  valorem  tax  fund.  It  has  produced  keen  competition  among  City 
departments  for  the  very  limited  resources  available,  with  the  effect  that  the  majority  of  pro- 
jects submitted  annually  in  the  capital  improvement  program  appear  in  the  first  year  schedule 
and  are  marked  "urgent"  or  top  priority.  Many  of  these  projects  are  temporary  solutions, 
costly  and  inadequate  in  the  long  run.    Every  year  the  list  of  "urgent"  projects  grows  longer. 


On  the  average  about  one -fifth  the  amount  requested  from  the  ad  valorem  tax  fund  is  allowed  in 
the  budget.  A  number  of  these  projects  are  justifiably  postponed,  or  turned  down  altogether, 
because  they  are  recognized  as  bits  and  pieces  of  larger  projects  which,  for  want  of  adequate 
surveys  and  studies,  have  not  been  sufficiently  defined  to  be  programmed  realistically.  Another 
factor  which  has  contributed  to  the  accumulation  of  capital  improvement  needs  is  the  increased 
cost  of  operating  and  maintaining  public  facilities  and  the  increased  demands  upon  these  services. 
Consequently,  an  increasing  number  of  projects  are  needed  but  a  decreasing  number  can  be 
financed  from  the  available  funds.  Still  another  contributing  cause  is  the  effect  of  the  accel- 
erated pace  of  urban  renewal.  It  hasbecome  necessary,  since  I960,  to  appropriate  substantial 
sums  from  the  ad  valorem  tax  fund  to  finance  City  contributions  to  federally  assisted  redevelop- 
ment projects.  Notable  among  these  are  the  Ferry  Building  Park  (which  failed  as  a  bond  issue) 
and  playgrounds  forthe  Western  Addition  and  Diamond  Heights  redevelopment  projects.  Finally, 
the  heavy  demands  upon  the  ad  valorem  tax  funds  for  emergency  repairs,  and  urgent  replacement 
and  remodeling  has  left  an  insufficient  amount  for  an  adequate  preventive  maintenance  and  re- 
pair program  for  public  buildings  and  facilities.  The  result  is  that  many  of  these  now  require 
major  reconstruction  or  rehabilitation. 

Much  effort  of  late  has  been  directed  toward  finding  solutions  for  meeting  the  City's  capital 
improvement  needs,  and  substantial  progess  is  being  made.  The  Budget  Priority  Committee, 
established  in  I960  by  the  Board  of  Supervisors,  has  aided  the  Mayor  and  the  Board  of  Super- 
visors in  the  selection  of  the  most  urgent  projects  from  the  lists  submitted  annually  in  the  capital 
improvement  program  and  the  fiscal  budget.  High  priority  has  been  assigned  to  regular  main- 
tenance and  repair  projects  and  to  the  most  urgent  capital  improvements.  Rapid  progress  has 
been  made  in  reducing  the  number  of  these  projects.  Project  scheduling  has  become  more 
systematic  and  thorough,  and  fewer  temporary  or  piecemeal  solutions  are  being  accepted.  The 
Committee,  following  the  recommendations  of  the  City  Planning  Commission,  has  recommended 
high  priority  for  studies  that  will  lead  to  comprehensive  projects  which  can  be  programmed  over 
a  period  of  time  and  will  result  in  complete  solutions  rather  than  temporary  measures.  Several 
such  studies  are  now  in  progress. 
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While  these  measures  have  contributed  to  better  programming  at  the  departmental  level  and 
more  realistic  budget  requests,  it  is  apparent  that  the  pressing  need  in  the  City's  capital  im- 
provement program  is  for  a  long-range  financial  plan  to  match  long-range  project  proposals. 
In  recognition  of  this  problem,  the  Board  of  Supervisors,  in  1962,  created  by  ordinance  the 
Capital  Improvement  Advisory  Committee  "to  determine  and  recommend  to  the  Mayor  and  the 
Board  of  Supervisors  coordinated  financing  plans  for  effectuating  future  capital  improvement 
programs  prepared  annually  by  the  City  Planning  Commission.  "  In  the  same  year  the  City 
Controller  presented  to  the  Capital  Improvement  Advisory  Committee  a  report  which  demon- 
strated that  a  long-range  program  for  bonds  for  capital  improvements  could  be  financed  within 
the  framework  of  the  estimated  sales  and  use  tax  receipts  and  within  the  bond  debt  limits  pre- 
scribed by  the  Charter.  As  a  result  the  Capital  Improvement  Advisory  Committee  adopted  the 
policy  that  all  necessary  major  capital  improvements  should  be  financed  from  bonds  supported 
by  sales  tax  revenues  or  revenues  other  than  the  ad  valorem  tax  fund.  By  resolution  the  Com- 
mittee requested  all  officers,  boards  and  commissions  to  submit  schedules  describing  all  major 
capital  improvement  projects  "which  in  the  opinion  of  such  officers,  boards  or  commissions 
should  be  undertaken  by  or  before  1975,  to  serve  the  public  necessity,  convenience,  and  general 
welfare,  " 

These  schedules,  submitted  in  May  this  year,  are  presently  being  studied  by  the  Capital  Im- 
provement Advisory  Committee  to  determine  which  projects  should  be  included  in  a  ten-year 
bond  program,  and  the  proper  timing,  scope  and  cost  of  these  projects, 

A  preliminary  review  of  these  projects  by  the  City  Planning  Commission  revealed  that,  in 
addition  to  engineering  and  cost  studies,  a  number  of  major  policy  decisions  must  be  made  be- 
fore definite  proposals  can  be  submitted  to  the  voters.  In  the  Civic  Center,  for  example, 
whether  a  new  courts  building  is  to  be  built  in  Marshall  Square  will  determine  the  policy  regarding 
the  remodeling  of  City  Hall,  This  policy  will  in  turn  influence  the  decision  regarding  the  con- 
struction of  a  new  City  Hall  annex.  The  need,  extent  and  location  of  additional  convention 
facilities  in  the  Civic  Center  must  be  determined  and  also  the  location  for  the  Fire  Department 
Headquarters,  It  must  be  determined  if  the  Main  Library  can  be  remodeled  satisfactorily  or  if 
a  new  building  is  more  feasible. 


In  the  months  to  come,  more  detailed  studies  will  be  made  of  the  effects  of  the  proposed  pro- 
jects on  the  Master  Plan,  If  there  are  conflicts,  these  must  be  resolved  before  bond  proposals 
are  submitted  to  the  voters.    This  includes  amendments  to  the  Master  Plan,  if  necessary. 

The  Master  Plan  must  be  the  basis  for  programming  major  long-range  capital  improvements. 
The  ground  work  for  the  preparation  of  the  1947  bond  proposals  had  been  laid  in  1945  with  the 
adoption  of  a  Master  Planfrom  which  detailed  studie s  andproposals  emerged.  In  the  same  year 
the  City  Planning  Commission  began  work  on  a  land  use  plan  and  a  coordinated  program  for 
transportation  improvements,  including  both  immediate  and  long-range  proposals.  By  1947, 
these  studies  had  been  sufficiently  detailed  and  publicized  to  furnish  the  rationale  for  major  bond 
proposals  and  for  future  additions  to  the  Master  Plan. 

Since  1947  there  has  been  several  additions  and  revisions  to  the  Master  Plan.  Notable  among 
these  are  the  Fire  House  Location  adopted  in  1955  and  the  Recreation  Area  and  Park  Location 
Planadopted  in  1956.  A  Library  Location  Plan,  adopted  in  1959,  is  being  systematically  carried 
out  with  annual  appropriations  from  the  ad  valorem  tax  funds.  Other  additions  include  a  Small 
Craft  Harbor  Location  Plan  (1955),  a  Civic  Center  Development  Plan  (1959),  a  Public  Health 
Center  Location  Plan  (I960)  and  a  City-Wide  Urban  Renewal  Plan  (I960).  A  major  revision  of 
the  Land  Use  Plan  was  adopted  in  1958  and  a  Trafficways  Re-Appraisal  Study  was  completed  in 
1961  preparatory  to  amending  the  Trafficways  section  of  the  Master  Plan.  Other  additions  and 
revisions  to  the  Master  Plan  are  in  progress  or  will  be  undertaken  in  the  immediate  future.  A 
Police  Facility  Location  Plan,  a  School  Location  Plan  and  a  miscellaneous  Public  Buildings 
Location  Plan  are  in  the  work  program.  The  Recreation  Area  and  Park  Location  Plan  and  the 
Civic  Center  Development  Plan  will  be  reviewed  and  revisions  made  if  necessary. 

The  proposed  ten-year  bond  program,  if  successful,  will  afford  the  City  a  chance  to  keep  up 
with  the  demands  for  new  and  improved  facilities.  It  will  afford  the  opportunity  for  placing  long- 
range  programming  on  a  sound  financial  basis.  It  will  permit  a  systematic  realization  of  the 
Master  Plan.  It  will  relieve  the  strain  on  the  ad  valorem  tax  fund  and  permit  a  stepped-up 
program  of  preventive  maintenance  and  repair  so  that  costly  reconstruction  can  be  reduced. 
And,  best  of  all,  it  can  accomplish  these  things  without  unduly  burdening  the  taxpayers. 


Project 

LEGEND  Number 

GENERAL  GOVERNMENT  .  1-8 

FIRE  DEPARTMENT   9-12 

POLICE  DEPARTMENT   13 

PUBLIC  HEALTH   14-25 

PUBLIC  WELFARE   26-28 

CORRECTIONAL   29-32 

SANITATION   33-61 

TRAFFICWAYS   62-129 

WATER  DEPARTMENT  ..  .  155-207 

MUNICIPAL  RAILWAY   ...  225-231 

LIBRARIES   232-234 

MUSEUMS    235-244 

RECREATION  J.  PARK  ...  245-299 

SCHOOLS   300-310 

PARKING  AUTHORITY   ...  311-314 

HOUSING  AUTHORITY    ...  315-320 

REDEVELOPMENT  AREA  I  I 

COMMUNITY   '  ^ 

WORKING  AREA   "'^^Sj^ 


ONE  MILE 


CONSTRUCTION  COMPLETED   OR  IN  PROGRESS  19  61   THROUGH  19  6  3 


PROGRESS  ON  CONSTRUCTION 


CONSTRUCTION  COMPLETED  OR  IN  PROGRESS  1961-62  through  1962-63 


General  Government 


TOTAL 


1  Civic  Auditorium,  new  steam  lines 

2  City  Hall,  alterations  to  various  offices 

3  City  Hall,  electronic  data  processing  installation 

4  Traffic  Engineering,  450  McAllister  St.,  air  conditioning  system 

5  Department  of  Electricity  Yard,  Jerrold  Ave. 

6  Department  of  Public  Works  Maintenance  Yard,  Army  St., 
rehabilitation  and  expansion 

7  Civic  Auditorium,  complete  rehabilitation 

8  Civic  Auditorium,   sound  system 


Public  Safety 
Fire  Department 

9  Training  Center,   19th  St.  &  Folsom  St.,  extension 

10  High  Pressure  System  extension  on  Filbert  St,  , 
east  of  Montgomery  St. 

11  Engine  2Z,   1 6th  Ave.  &  Irving  St.,  new  firehouse 

12  Engine  23,  Olympia  Way  near  Clarendon  Ave.  , 
new  firehouse 


TOTAL 
Sub  Total 


APPROXIMATE  COST 
$  7.  155,  000 

41, OOD 

75,  000 
25, 000 
12,000 

195, 000 
108, 000 

6, 623, 000 

76,  000 

$  1,  042, OOP 

$       622, OOP 

59, 000 
70,  000 

203, 000 
290,  000 


COMPLETION  DATE 


February  1963 

March  1963 

April  1963 

May  1963 

June  1963 

January  1964 

January  1965 

January  1965 


July  1962 

December  1962 

December  1962 

July  1963 


Police  Department 

13  Central  Police  Station,  Stockton  St., 
&  Vallejo  St. 

Health  &  Welfare 

Department  of  Public  Health 

San  Francisco  General  Hospital: 

14  Buildings  10  &  20,   structural  work 

15  Building  60,  modernization 

16  Building  21,  medical  record  facilities 

17  Building  100,  temporary  morgue 

18  Various  locations,  fence  reconstruction 

19  Turbine  generator 

20  Kitchen  expansion 

21  Dental  Clinic,  alterations 


Sub  Total 

TOTAL 
Sub  Total 


$       420,  PPP 
420,  000 

$  1, 141, OOP 
$  1,  084,  000 


25, 000 
645,  OOP 
14,  PPP 
23, 000 
33, OOP 
83, 000 
38, 000 
27, 000 


January  1964 


March 
March 
March 
March 
March 
August 
October 
Nove  mber 


1962 
1962 
1962 
1962 
1962 

1963 
1963 
1963 


IP 


PROGRESS  ON  CONSTRUCTION 


CONSTRUCTION  COMPLETED  OR  IN  PROGRESS  1961-62  through  1962-63 


APPROXIMATE  COST 

COMPLETION 

DATE 

Laguna  Honda  Home: 

22     Laundry,  new  machines 

$        32,  000 

Septembe  r 

1962 

23     Garage,  construction 

15,000 

January 

1963 

24     Laundry,  ventilation 

24,  000 

February 

1963 

25     Wards  A  &  B,  alterations 

IOC     r\  r\  r\ 

125, 000 

March 

1964 

Department  of  Public  Welfare 

Sub  Total 

%        57, 000 

26     150  Otis  St.,  alterations  to  6th  &  7th  floors 

23, 000 

February 

1962 

27     150  Otis  St.,  alterations  to  8th  floor 

22, 000 

April 

1962 

28     150  Otis  St.,  alterations  to  ceilings,  6th  &  7th  floors 

1 2, 000 

April 

19  62 

Correctional 

TOTAL 

$  161,000 

Youth  Guidance 

Sub  Total 

$         17, 000 

29     Nursery  Cottage,  ventilation 

17, 000 

April 

1963 

Log  Cabin  Ranch 

Sub  Total 

$       126,  000 

30     Classroom  building 

126,  000 

June 

1963 

County  Sheriff 

Sub  Total 

$  18,000 

31     County  Jail  No.  2,  elevators 

9,  000 

February 

1963 

32     County  Jails,  replace  water  pump 

9,  000 

March 

1963 

Sanitation 

TOTAL 

$  6,  709,  000 

33     Southeast  Sewage  Treatment  Plant, 

13, 000 

August 

1962 

Islais  Creek,  waste  return 

34    Vicente  St.  sewers,  37th  Ave.  to  40th  Ave. 

280,  000 

Novembe  r 

1962 

35     Division  St.  sewers,  De  Haro  St.  to  7th  St.  &  Channel  St. 

530,  000 

November 

1962 

36     South  Basin  sewers,  Griffith  St.  &  Palou  Ave.  , 

39, 000 

January 

1963 

various  locations 

37     Potrero  Hill  Tunnel  Sewers 

20,  000 

January- 

1963 

38     North  Point  Collecting  Sewers,  (Sec.  D)  Berry  & 

210,  000 

March 

1963 

Channel  Sts.  between  Third  &  Seventh  Sts. 

39     North  Point  Collecting  Sewers, (C-2)  The  Embarcadero, 

300,  000 

April 

1963 

Townsend  St.  to  Berry  St. 

40    Hanover  St.  sewer.  Pope  St.  to  Watt  Ave. 

22, 000 

April 

1963 

PROGRESS  ON  CONSTRUCTION 


CONSTRUCTION  COMPLETED  OR  IN  PROGRESS  1961-62  through  1962-63 


APPROXIMATE  COST 

COMPLETION  DATE 

41 

Yosemite  Pumping  Station,  Yosemite  Ave. 
&  Ingalls  St.  ,  alteration  to  pump 

$  14,200 

May 

1963 

42 

North  Point  Collecting  Sewers  (C-1),  The  Embarcadero, 
Brannan  St.  to  Townsend  St. 

300,  000 

June 

1963 

43 

North  Point  Sewage  Treatment  Plant,  4th  St.  bet.  Berry 
&  Channel  Sts.  ,  lighting 

24,  000 

June 

1963 

44 

North  Point  Sewage  Treatment  Plant,  4th  St.  bet.  Berry 
&  Channel  Sts.  ,  spray  water  system 

16,  000 

June 

1963 

45 

Woodside  Ave.  sewer,  Vasquez  Ave.  to  Laguna  Honda  Blvd. 

23, 000 

July 

1963 

46 

New  Produce  Market  sewers,  Jerrold  Ave.  bet.  Toland  St, 
&  Rankin  St. 

140,  000 

August 

1963 

47 

Marina  Pumping  Station,  Marina  Blvd.  ,   sluice  gate  & 
regulating  valves 

40,  000 

August 

1963 

48 

Lake  Merced  Sewers,  Lake  Merced  Blvd. 

480,  000 

October 

1963 

49 

Clipper  St.  sewer.  Diamond  St.  to  Noe  St. 

86,  000 

October 

1963 

50 

Twenty- sixth  St.  sewer,  Sanchez  St.  to  Church  St. 

51, 000 

January 

1964 

51 

Richmond-Sunset  Sewage  Treatment  Plant,  South  Drive 
Golden  Gate  Park,  alterations  &  enlargements 

184,  000 

Janua  ry 

1964 

52 

Richmond-Sunset  Sewage  Treatment  Plant,  Chlorinators 
&  piping 

68, 000 

January 

1964 

53 

Crescent  Ave.  sewer,  bet.  Mission  St.  &  Murray  St. 

83, 000 

January 

1964 

54 

North  Point  Collecting  Sewers  (Sec.  D-3) 
Berry  St.  ,  The  Embarcadero  to  Third  St. 

500,  000 

February 

1964 

55 

Cayuga  Auxiliary  sewer,  Alemany  Blvd. , 

Mission  viaduct  to  Onondaga  Ave.  &  Onondaga  Ave.  to 

Niagara  Ave. 

1,  540,  000 

August 

1964 

56 

Southeast  collecting  sewers  (K-2A),  vicinity  of  Islais  Creek 
near  Third  St.,  diversion  structure  &  collecting  sewers 

100,  000 

August 

1964 

57 

Richmond -Sunset  Sewage  Treatment  Plant,  revamp  #1  Water 
Supply  System 

35, 000 

Octobe  r 

1964 

58 

North  Point  Collecting  Sewers,  various  streets  in  area  near 
The  Embarcadero  -  Golden  Gateway 

685, 000 

Various 

Dates 

59 

Old  sewers,  various  locations,  guniting 

38, 000 

Various 

Dates 

60 

Golden  Gateway  sewers  (exclusive  of  area  E-1) 

345,  000 

Various 

Dates 

61 

Golden  Gateway  sewers.  Area  E-1 

543,  000 

Various 

Dates 

12 


PROGRESS  ON  CONSTRUCTION  CONSTRUCTION  COMPLETED  OR  IN  PROGRESS  1961-62  through  1962-63 

APPROXIMATE  COST  COMPLETION  DATE 

Trafficways  TOTAL  $  6,  141,  OOP 


Freeways  &  Major  Thoroughfares                                         Sub  Total 

$  3,  880,  000 

v_r63. ry  iijxp res swciy >  uhqg rps, s s  3,t  i?  lULmo re  o 

1, 040, 000 

Novembe  r 

1961 

63 

VjrCeXXy  J— 1 X  C  O  S  W  cL  y  )           XcLIJUXXXII                 I'^-i'    IVXCloUIXX^  ^^VCa 

967, 000 

Novembe  r 

1961 

64 

Brotherhood  Way,  Junipero  Serra  Blvd.  to  Lake 

191, 000 

December 

1961 

Merced  Blvd.,  realignment 

65 

Clarendon  Ave.  pedestrian  overpass 

52, 000 

May 

1962 

66 

Webster  St.  widening.  Post  St.  to  Golden  Gate  Ave. 

291, 000 

December 

1962 

67 

Lake  Merced  Blvd.  reconstruction.  Sunset  Blvd. 

174,  000 

February 

1963 

to  Winston  Dr. 

68 

Twin  Peaks  Blvd.  guard  rail 

57, 000 

March 

1963 

69 

Geneva  Ave.  widening,  San  Jose  Ave.  to  Southern 

la'i,  UUU 

April 

1963 

Freeway  right-of-way 

70 

McLaren  Park  Roads 

346,  000 

May 

1963 

71 

Stanyon  St.  sidewalk  narrowing.  Fell  St.  to  Fulton  St. 

93, 000 

Novembe  r 

1963 

72 

Great  Highway  extension,  Sloat  Blvd.  to  Skyline  Blvd. 

545, 000 

Undete  rmined 

Street  Reconstruction                                                             Sub  Total 

^  1,175, 000 

73 

Gold  St. ,  Sansome  St.  to  Montgomery  St. 

9,  000 

July 

1961 

74 

Divisadero  St.,  Chestnut  St.  to  North  Point  St. 

c  /  AAA 

DO, UUU 

July 

1961 

75 

Clay  St.  ,  Leavenworth  St.  to  Polk  St. 

11 ,  000 

Octobe  r 

1961 

76 

Minna  St.  ,  4th  St.  to  5th  St. 

2 1 , 000 

February 

1962 

77 

Vandewater  St.  ,  Powell  St.  to  Mason  St. 

13, 000 

March 

1962 

78 

Harrison  St.  ,  16th  St.  to  19th  St. 

56,  000 

May 

1962 

79 

Stevenson  St.  ,  Third  St.  to  Fourth  St. 

24,  000 

July 

1962 

80 

Steiner  St.,  Grove  St.  to  Hayes  St. 

1 4,  000 

August 

1962 

81 

Castro  St.  ,  19th  St.  to  20th  St. 

O  ^  AAA 
<i  0,  UUU 

Octobe  r 

1962 

82 

Hotaling  Place,  Washington  St.  to  Jackson  St. 

26, 000 

Decembe  r 

1962 

83 

Harrison  St.  ,  19th  St.  to  22nd  St. 

0  0,  UUU 

Januai-y 

1963 

84 

Buchanan  St.  ,  Broadway  to  Vallejo  St. 

8,  000 

February 

1963 

85 

Western  Addition  Streets,  first  contract 

80,  000 

March 

1963 

86 

Thirtieth  St.  ,  San  Jose  Ave.  to  Church  St. 

42, 000 

April 

1963 

87 

Twenty-Fifth  Ave,  ,  Geary  Blvd.  to  Anza  St. 

20,  000 

April 

1963 

88 

Various  Streets,  curb  raising 

40, 000 

April 

1963 

89 

Mallorca  Way,  Beach  St.  to  Alhambra  St. 

38, 000 

June 

1963 

90 

Albion  St.,  I6th  St.  to  17th  St. 

28, 000 

June 

1963 

91 

Vallejo  St.,  Powell  St.  to  Mason  St. 

26,  000 

August 

1963 

92 

Lombard  St.  ,  Polk  St.  to  Larkin  St. 

20,  000 

August 

1963 

93 

Waller  St.  ,  Octavia  St.  to  Laguna  St. 

26,  000 

August 

1963 

PROGRESS  ON  CONSTRUCTION  CONSTRUCTION  COMPLETED  OR  IN  PROGRESS  1961-62  through  1962-63 


APPROXIMATE  COST 

COMPLETIOh 

DATE 

94 

Twenty-Fifth  St.  ,  Noe  St.  to  Sanchez  St. 

$         30,  000 

August 

1963 

95 

Indiana  St.,  Mariposa  St.  to  20th  St. 

155, 000 

Septembe  r 

1963 

96 

Montgomery  St.,  Broadway  to  Pacific  Ave. 

1  A  n fin 

Septembe  r 

97 

Fourteenth  St.,  Market  St.  to  Alpine  Terrace 

ion   n  n  ri 

septembe  r 

1963 

98 

Clayton  St.  ,  Carmel  St.  to  Corbett  Ave. 

60,  000 

Novembe  r 

1963 

Traffic  Signals  &  Channelization 

Sub  Total 

$  219,000 

99 

Portola  Dr.  &  Fowler  Ave.  ,   signals  &  channelization 

21, 000 

August 

1961 

100 

Various  locations,  crossing  signals  (contract  #18) 

59,  000 

Decembe  r 

1961 

101 

Laguna  Honda  &  Dewey  Blvd.  ,  rechannelization 

17, 000 

Decembe  r 

1961 

102 

Various  locations,  traffic  signals  (contract  #19) 

29, 000 

Novembe  r 

1962 

103 

We  ste  rn  Addition  Redevelopment  Area,   signal  conversion 

69, 000 

Novembe  r 

1962 

104 

Various  locations,  traffic  signals  (contract  #20A) 

24,  000 

Ma  rch 

1963 

Street  Lighting 

Sub  Total 

$       465, 000 

105 

Taylor  St,  ,  Bay  St.  to  Jefferson  St. 

8,  000 

Decembe  r 

1962 

106 

Scott  St.,  Turk  St.  to  O'Farrell  St. 

1  6,  000 

Janua  ry 

1963 

107 

Market  St.   "Path  of  Gold" 

1 00,  000 

March 

1963 

108 

Twin  Peaks  Blvd.  at  Palo  Alto  Ave. 

4,  000 

April 

1963 

109 

Filbert  St.,  Scott  St.  to  Divisadero  St. 

6,  000 

May 

1963 

110 

Van  Ness  Avenue  at  Grove  &  McAllister  Sts. 

8,  000 

June 

1963 

111 

Francisco  Heights,  various  streets 

17, 000 

July 

1963 

112 

Various  locations  on  Post,  Geary  &  O'Farrell  Sts. 

21, 000 

July 

1963 

113 

Various  locations  on  Parker,  Turk  &  Masonic  Sts. 

44,  000 

August 

1963 

114 

Hyde  St.  at  Jefferson  St. 

29, 000 

August 

1963 

115 

Streets  in  State  &  Federal  Office  Bldg.  area 

45, 000 

August 

19  63 

116 

Sunset  Blvd.  ,  South  Dr.  to  Lake  Merced  Blvd.  ,  new 

lighting 

1 46, 000 

Octobe  r 

1963 

117 

Lombard  St.  ,  Van  Ness  Ave.  to  Hyde  St. 

2 1 , 000 

Octobe  r 

1964 

Miscellaneous 

Sub  Total 

$      402,  000 

118 

Sacramento  St.  ,  Presidio  Ave.  to  Van  Ness  Ave. 

15, 000 

June 

1962 

landscaping 

119 

Geary  Blvd.  ,  various  locations,  landscaping 

7,  000 

July 

1962 

120 

Junipero  Serra  Blvd.  ,  Ocean  Ave.  to  Holloway  Ave.  , 

56,  000 

Octobe  r 

1962 

irrigation  system 

121 

Grandview  Ave.  ,  stairs 

18, 000 

February 

1963 

122 

Sunset  Blvd.,  South  Dr.  to  Lake  Merced  Blvd.,  landscaping 

16,  000 

August 

1963 

123 

Eighteenth  St.  ,  viaduct,  sidewalk  replacement 

24,  000 

Octobe  r 

1963 

124 

Sunset  Blvd.  ,  Lincoln  Way  to  Lawton  St.  ,  irrigation 

system 

74,  000 

January 

1964 

PROGRESS  ON  CONSTRUCTION  CONSTRUCTION  COMPLETED  OR  IN  PROGRESS  1961-62  through  1962-63 


APPROXIMATE  COST 

COMPLETION 

DATE 

125 

San  Jose  Ave.  ,  various  locations,  slope  stabilization 

$  17,000 

Janua  ry 

1964 

126 

Goettingen  &  Dwight  Sts.  ,  stairs  and  lighting 

12, 000 

Janua  ry 

1964 

127 

Fourth  St.  Bridge,  mechanical  &  electrical  reconstruction 

46, 000 

Janua  ry 

1964 

128 

St.  Mary's  overcrossing 

66, 000 

March 

1964 

129 

Landscaping  at  various  locations 

51, 000 

Various  Dates 

Public  Utilities 

TOTAL 

$   35,  664,  000 

Airports 

Sub 

Total 

$     6,  703,  000 

130 

South  Terminal  Area,   relocate  utilities 

159, 000 

July 

1961 

131 

Runway  28R,  pavement  reconstruction 

61, 000 

July 

1961 

132 

Water  Tank,  concrete  roof 

9,  000 

August 

1961 

133 

Runway  lighting  system,  reconstruction 

187, 000 

August 

1961 

134 

Runway  19L  &  Maintenance  Base  area,  fill  for  extension 

1,  546,  000 

August 

1961 

135 

Runway  IR  -  19L>  pave  extension 

205,  000 

Octobe  r 

1961 

136 

Pier  B,  alterations  &  additions 

43, 000 

Octobe  r 

1961 

137 

South  Terminal  Bldg.  ,  demolition  &  piling 

505. 000 

Octobe  r 

1961 

138 

Road  R-2,  pavement  and  drainage 

126,  000 

Decembe  r 

1961 

139 

Runway  28L,  fill  for  extension 

1,982,  000 

February 

1962 

140 

Pier  E,  alterations  and  additions 

75,  000 

February 

1962 

141 

Water  main  extensions 

140,  000 

Ap  ril 

1962 

142 

Pier  C,  interim  facilities 

78, 000 

July 

1962 

143 

Taxiway  12,  pavement  at  Plot  10 

20,  000 

July 

1962 

144 

Central  Terminal  Bldg.  ,  South  Baggage  Claim  Facilities 

80,  000 

Septembe  r 

1962 

145 

Road  R-2,  extension 

55, 000 

Novembe  r 

1962 

146 

Runway  &  taxiway,  pavement  reconstruction 

435,  000 

Decembe  r 

1962 

147 

Employee's  parking  lot,  extension  &  reconstruction 

33, 000 

Decembe  r 

1962 

148 

Pier  C  &  D,  exterior  lighting  improvements 

22, 000 

Decembe  r 

1962 

149 

Road  R-21,  construction 

50,  000 

Ma  rch 

1963 

150 

Taxiway  S  &  service  road,  traffic  control  gates 

20,  000 

March 

1963 

151 

Elevated  roads  &  ramps,  entrance  areas 

590,  000 

April 

1963 

152 

Central  Terminal  Bldg.  ,  alteration  to  4th  floor 

7,  000 

April 

1963 

153 

Terminal  Area,  road  pavement  and  utilities 

200,  000 

May 

1963 

154 

Runway  19L,  timber  structures  for  approach  lights 

75, 000 

May 

1963 

Water  Department 

Sub 

Total 

$  7,512,000 

155 

Crystal  Springs  Pipe  Line  #1,  relocate  at  Millbrae 

10,  000 

July 

1961 

156 

Various  reservoirs,  replace  ventilators 

25, 000 

August 

1961 

157 

Crystal  Springs  Dam,  improvements  &  modifications 

22, 000 

August 

1961 

158 

Davis  Tunnel  Gulch,  San  Mateo  County,  pipeline 

23, 000 

Septembe  r 

1961 

15 
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CONSTRUCTION  COMPLETED  OR  IN  PROGRESS  1961-62  through  1962-63 


APPROXIMATE  COST 

COMPLETION  DATE 

i.  J  7 

Ti  T  d  Yy~\  (~» n  1*1    At    T-^  (~»c3^if(~»->"+V\                       '?^\M    c4-  a  — *  4 
1-/ J.CL  1 1 1 1 1 U.    01    XjUoWUFLII    OLo,  j     JD       SuGGi  1113.111 

<t           65  000 

September 

1961 

1  AO 

Alemany  Blvd.  &  Congdon  St,  ,  44"  steel  main 

'K  k  000 

October 

1961 

161 

cX  LiLi.iL\J   xVCcLXj     1V1J.±XLJ  1  dcr  y        I  litJ  i  Hid.  L  IXlH  oLDicLEG 

21, 000 

Octobe  r 

1961 

162 

±j<xy    ±j  xvxoXLJil  XT  J-JJC  J— ( J-llc   Tt  ^  $     HiviycWULXJ.   OZ    n.<i  SSier  i\OdQSj 

T*f^1"3l'niTicj'  ^x/all 
I.  C  LCLXIlXliy     W  CL  XX 

6,  000 

December 

1961 

1  6^ 

Dumb  a  rton.  Pipe  Line  B  ridge  &  Line ,  c  omple  tion  of 

o  o  Ann 

oo, UUU 

Janua ry 

1962 

rehabilitation 

Stanford  Heights,  Reservoir  to  Clarendon  Ave,  ,  cement 

3 6,  000 

Janua  ry 

1962 

m.ortar  line 

1 65 

Calaveras  Reservoir,  Alameda  County,  cottages 

63, 000 

Janua  ry 

1962 

1  66 

Rock,  River  Lime  Plant,  Tuolume  County,  additions 

27, 000 

March 

1962 

1  A7 

Bay  Division  Pipe  Line  #2,  cement  mortar  portions  of  line 

335, 000 

March 

1962 

1 68 

Circular  Ave,  at  Southern  Freeway,   relocate  36"  main 

97, 000 

March 

1962 

Sunol,  convenience  station 

1 6,  000 

March 

1962 

Sunol,  replace  chlorination  station 

24,  000 

March 

1962 

171 

^  1  y  E> Ld,x  op  riiig  ts     ipe  j-/ine  fr  i  or  fr  ^ »  c ement  m.o  rta  r  portion  oi  line 

80,  UUO 

March 

1962 

172 

Palo  Alto  Pipe  Line,  relocate  portions 

49, 000 

April 

1962 

1  7  ^ 

I/O 

Bay  Division  Pipe  Line  #2,  Newark  to  Dumbarton  Point, 

68, 000 

April 

1962 

replace  trestle  bents 

1(4 

Aquavista  &  Skyview  Ways,  hydropneumatic  pump  stations 

27,  000 

June 

1962 

1  7  ^ 

Davis  Tunnel  &  Pilarcitas,  electric  power  line 

1 6,  000 

June 

1962 

1  76 

Annual  paving  contract 

194,  000 

June 

1962 

177 

Alameda  Division,  rehabilitate  roofs 

6,  000 

Decembe  r 

1962 

178 

Feeder  m^ain,  va riou s  San  F ranc i s c o  locations ,  c em.ent 
mortar  line  s 

78, 000 

Ma  rch 

1963 

1  7<? 

Newark  Valve  House,  replace  bridges  &:  repair  road  to 

39, 000 

May 

1963 

Ne wa  rk  Slough 

180 

tjudiixu x  u  rxe igiiL b  x\e  se  rvoir ,   renaoiiiTate  rooi 

35, 000 

June 

1963 

181 

vvexucx  auu x^dgc  Ldn±\.s,  Vd Tious  locations,  r epiac e 

8,  000 

June 

1963 

182 

SnnOl     V^^'tf^V    T^  1  Qt"  T*l  V\n +"1  OTI    Q^r  ei-j=»-rv-*         ■*»  £s  Vi     l-\  4  1  i +- 4- -r-iz-i  f+i 

t^KxiLKjA.  ¥»  <x Lc  X  x-/ xouxxuLiLxuii  oyoLc rn ,    re na u iiitd le  po mon 

11, 000 

July 

1963 

Alterations  at  425  Mason  St. 

14,  000 

July 

1963 

184 

odii  ^iicireas  iw/niorination  otation  kJutiet  ff  j 

61 , 000 

August 

1963 

185 

C o rpo ration  Y a  rd,  !Klillb  rae ,  new  ent ranee 

28, 000 

Septembe  r 

1963 

186 

San  Andreas  44"  pipeline,   relocate  on  Silva  Tract 

223, 000 

December 

1963 

187 

Remodel  2nH  flnm*              A/T:^  cr^n             ^r\f  TT^TV/f  i=.<"m itm-v-» ■=»■»-> + 
■'->.^j.i.i.'-"^t;x          XX X  ,   *xtd  J  ivid  oijii  OL,  ,  xux  1^ ivi  eo uxpmeni. 

12, 000 

July 

1963 

187a 

Lombard  Reservoir,  Hyde  &  Greenwich  Sts.  ,   reline  &  roof 

266,  000 

Janua ry 

1964 

188 

Operation  &  Maintenance  Headquarters,  Islais  Creek, 

1,  300,  000 

Feb  rua ry 

1964 

San  Francisco 

189 

McLaren  Park  Reservoir 

682,  000 

Octobe  r 

1964 

190 

Meters  &  line  valves  in  transmission  lines 

72, 000 

October 

1964 

191 

Golden  Gateway  Redevelopment  Project,  relocation  of  water  mains 

80,  000 

July 

1964 

192 

Diamond  Heights  Water  System 

634,  000 

Various  Dates 

PROGRESS  ON  CONSTRUCTION  CONSTRUCTION  COMPLETED  OR  IN  PROGRESS  1961-62  through  1962-63 


APPROXIMATE  COST 

COMPLETION  DATE 

193 

Renew  services  &  abandon  old 

$       608, 000 

Various 

Dates 

194 

Relocate  &  realign  mains 

132, 000 

Va  rious 

Dates 

195 

Relocate  &:  realign  services 

60, 000 

Va  rious 

Dates 

196 

Replace  water  mains 

396,000 

Various 

Date  s 

197 

Reconstruct  blowoffs 

60,  000 

Various 

Dates 

198 

Replace  existing  fences 

6,  000 

Various 

Dates 

199 

Normal  main  extensions 

325, 000 

Various 

Dates 

200 

Services  &  meters 

630,  000 

Various 

Date  s 

7  01 
CV  1 

Gate  valve  s 

Ac  nnn 

Various 

Dates 

202 

Pipe  line  electrolysis 

35, 000 

Various 

Dates 

203 

Monumenting  right-of-way 

7  0  onn 

Li  \Jf  \JW\J 

Va  rious 

Dates 

204 

Secondary  feeder  mains 

491, 000 

Va  rious 

Dates 

205 

Erosion  control 

25, 000 

Various 

Dates 

206 

Fencing  of  properties 

18, 000 

Various 

Dates 

207 

Preparation  &  oiling  of  SFWD  roads 

30,  000 

Va  rious 

Dates 

Hetch  Hetchy                                                                                   Sub  Total 

$  21, 253, 000 

208 

Moccasin  -  Newark  Transmission  Line, 

20,  000 

Novembe  r 

1961 

vibrations  dampers 

209 

Cherry  Powerhouse,  alterations  to  wheel  pits 

7,  000 

December 

1961 

210 

Cherry  Power  Project,  tunnel  access  road 

200,  000 

January 

1962 

211 

Moccasin  Automotive  Shop,  additions 

39, 000 

April 

1962 

212 

Cherry  Powerhouse,  furnish  &  install  generators 

2, 612, 000 

April 

1962 

213 

Cherry  Powerhouse,  central  lubrication  system 

10,  000 

August 

1962 

214 

Various  substations,  additions  to  metering  &  switching 

25, 000 

September 

1962 

215 

Canyon  Powerhouse,  penstock  excavation 

213, 000 

October 

1963 

216 

Moccasin  Powerhouse,  rehabilitate  transformer  & 

14,  000 

Octobe  r 

1962 

circuit  breakers 

217 

Laird  Slough,  stream  gauging  station 

6,  000 

December 

1962 

218 

Cherry  &  Tuolumne  Rivers,   stream  gauging  stations 

23, 000 

March 

1963 

219 

Modification  of  mobile  radio  system 

66,  000 

June 

1963 

220 

San  Joaquin  Pipeline  No.  3,  Section  D-1 

1, 447, 000 

Septembe  r 

1963 

221 

San  Joaquin  Pipeline  No.  3,  Section  D-2 

1, 651, 000 

Septembe  r 

1963 

222 

Canyon  Power  Tunnel 

11,  170,  000 

Septembe  r 

1964 

223 

Canyon  Powerhouse,  turbines  &  governors 

1, 180, 000 

Decembe  r 

1964 

224 

Canyon  Powerhouse,  furnish  &  install  generators 

1,  950,  000 

April 

1965 

PROGRESS  ON  CONSTRUCTION 


CONSTRUCTION  COMPLETED  OR  IN  PROGRESS  1961-62  through  1962-63 


APPROXIMATE  COST 

COMPLETION 

DAT 

Municipal  Railway                                                                   Sub  Total 

$  196, 

000 

2Z5  Mission  St.  at  Alemany  Blvd.  ,  temporary 

12, 

000 

October 

1961 

226  Laguna  Honda  Blvd.  ,  feeder  relocation 

9, 

000 

Janua ry 

1962 

227  Relocation  of  feeders,  Elkton  Shop  Area 

20,  600 

November 

1962 

228  Southern  Freeway,  Mission  St.  &  Alemany  Blvd.,  alterations 

7. 

000 

January 

1963 

to  trolley  coach  overhead 

229  Elkton  Yard  track  removal,  construction  &  relocation  of  shop 

90, 

000 

May 

1963 

230  Elkton  Shop  Area,   relocation  of  overhead  feeders 

35, 

000 

May 

1963 

231  Bryant  &  Division  Sts.  storeroom,   roof  repairs 

23, 

000 

June 

1963 

Libraries  &  Museums  TOTAL 

$  4,  698, 

000 

Libraries                                                                                      Sub  Total 

$  495, 

000 

165, 000 

January 

1964 

Post  St.  &  Geary  St. 

233  Bayview  Branch  Library,  vicinity  of  3rd  &  Bayview  Sts. 

165, 000 

March 

1964 

234  Excelsior  Branch  Library,  Mission  &  Cotter  Sts. 

165, 

000 

March 

1964 

M.  H.  de  Young  Museum                                                           Sub  Total 

$  2,  725, 

000 

?  T  ^    A  '\T(^  y\T  "vK  T  n  n  H  3  or       \A/  i  n  cr 

ii.  V  v;  J.  y     J  }  1.  KJLi.  LKjlCX  ti  V-      •  "  -L-l-Lti 

2,  725, 

000 

Undete  rmined 

v.*  cti-llU  J:  11  id   Ird  Id  t,  c   *J  J-   Liltr    jLjc  y  lUIl  \Ji.  n.  UXIU  IT                                                    O  U.L>    X  (J  LdX 

$  50, 

000 

23  6  Louis  XIV  Room,  Gallery  #7 

26, 

000 

December 

1961 

237  Survey  of  underground  storage  area 

8, 

000 

December 

1962 

238  Minor  remodeling  &  reconstruction 

10, 

000 

March 

1963 

239  Foyer  lighting 

6, 

000 

April 

1963 

California  Academy  of  Science                                                  Sub  Total 

$  1,428, 

000 

240  Modifications  to  electrical  system 

17, 000 

Janua  ry 

1963 

241  Steinhart  Aquarium,  soft  water  supply  system 

100, 

000 

January 

1963 

242  African  Hall,  replace  skylights  &  repair  roof 

8, 

000 

July 

1963 

243  Reconstruction  of  Steinhart  Aquarium 

1,  270, 

000 

July 

1963 

244  North  American  Hall,  replace  roof  structure 

33, 

000 

July 

1963 

18 


PROGRESS  ON  CONSTRUCTION  CONSTRUCTION  COMPLETED  OR  IN  PROGRESS  1961-62  through  1962-63 


APPROXIMATE  COST 

COMPLETION  DAT! 

Recreation  &  Park  Department 

TOTAL 

$  3,  735,  000 

Playgrounds 

Sub  Total 

$      232, 000 

245  Helen  Wills,  improvements 

80,  000 

August 

1961 

246  Oilman  &  Portola,  chain  link  fence 

6,  000 

September 

1961 

247  Crocker  Amazon,  backstop 

6,  000 

Septembe  r 

1961 

248  Various  Playgrounds,  painting  &  rehabilitation 

10,  000 

Octobe  r 

1961 

249  Midtown  Terrace,  Mt.  Sutro  Reservoir 

63, 000 

October 

1961 

250  Funston,  golf  driving  range 

7,  000 

December 

1962 

251   Resurfacing  play  areas:    Rochambeau,  Fulton,  Glen 

Park 

45, 000 

Janua ry 

1963 

Funston  &  Cabrillo 

252  Fleishhacker,  Mother's  Bldg.  ,  heating  &;  ventilating 

9,  000 

Februa  ry 

1963 

253  Fleishhacker,  rehabilitation  of  convenience  station 

6,  000 

March 

1963 

Zoo 

Sub  Total 

$      232, 000 

254  Gorilla  Grotto,  construction 

57, 000 

J  uiy 

1  Q  A  1 
1  7  O  I 

255  Pachyderm  Bldg.  ,  repair  &  painting 

11, 000 

Septembe  r 

1961 

256  Perimeter  &  paddock  fencing 

20,  000 

January 

1962 

257  Paving  of  roads  &  paths 

12, 000 

March 

1962 

258  Replace  walks 

9,  000 

April 

1962 

259  Replace  cable  to  Monkey  Island 

8,  000 

Janua  ry 

1963 

260  Lion  House  &  Aviary,  heating  &  ventilation 

15, 000 

Feb  rua  ry 

1963 

261  Orangutan  Grotto,  construction 

90,  000 

June 

1963 

262  Underground  utility  survey 

10,  000 

Decembe  r 

1963 

Parks,  Squares  &  Other  Facilities 

Sub  Total 

$  3,  271,  000 

263  McCoppin  Square,  construct  fieldhouse 

20,  000 

July 

1961 

264  Harding  Golf  Course 

33, 000 

August 

1961 

265  Midtown  Terrace 

66,  000 

August 

1961 

266  Aquatic  Park,  Bocce  Ball  Court,  Phase  II 

15,  000 

August 

1961 

267  McLaren  Park  Golf  Course 

227, 000 

August 

1961 

268  Silver  Tree  Day  Camp 

126,  000 

Novembe  r 

1961 

269  McLaren  Park  Golf  Course,  clubhouse 

43, 000 

Novembe  r 

1961 

270  Lake  Merced,   sailing  facilities 

51, 000 

Novembe  r 

1961 

271  Music  Concourse,  Golden  Gate  Park,  drainage  corrections 

8,  000 

Novembe  r 

1961 

272  Camp  Mather,  installation  of  water  storage  tanks 

1 1, 000 

Decembe  r 

1961 

273  Alamo  Square,  irrigation 

18, 000 

Janua  ry 

1962 

274  Golden  Gate  Park  Nursery,  replace  chain  link  fencin 

g 

6,  000 

Ap  ril 

1962 

19 


PROGRESS  ON  CONSTRUCTION 


CONSTRUCTION  COMPLETED  OR  IN  PROGRESS  1961-62  through  1962-63 


APPROXIMATE  COST 

COMPLETION 

DATE 

275 

Golden  Gate  Park,  tennis  courts,   resurfacing  &  relining 

$  21, 

000 

August 

1962 

276 

McCoppin  Square,   resurfacing  &  relining 

6, 

000 

Septembe  r 

1962 

277 

Balboa  Park,  modification  of  irrigation  &  other 

37, 

000 

Septembe  r 

1962 

miscellaneous  work 

278 

Lafayette  Square,  irrigation  system 

18, 

000 

Octobe  r 

1962 

279 

Golden  Gate  Park, Conservatory,  catwalk  installation 

10, 

000 

Octobe  r 

1962 

280 

Rehabilitation  of  various  convenience  stations 

10, 

000 

Octobe  r 

1962 

281 

Aquatic  Park  Pavilion,   rehabilitation  of  convenience  station 

6, 

000 

October 

1962 

282 

Golden  Gate  Park,  painting  &  glazing  Conservatory 

17, 

000 

Novembe  r 

1962 

283 

Camp  Mather,  refrigeration 

7. 

000 

Decembe  r 

1962 

284 

Fleishhacker  Pool  Bathhouse,  heating  system 

6, 

000 

Decembe  r 

1962 

285 

Golden  Gate  Park  Arboretum  Development,  Phase  I 

152, 

000 

February 

1963 

286 

Fleishhacker  Pool,  new  switchborad  in  pump  house 

11, 

000 

April 

1963 

287 

Fleishhacker  Pool,   rehabilitation  of  electrical  system 

11, 000 

May 

1963 

288 

Golden  Gate  Park,  enclose  Merry-go-Round 

16, 

000 

May 

1963 

289 

Golden  Gate  Park,  bandstand  addition 

53, 

000 

May 

1963 

290 

Golden  Gate  Park,  Conservatory,   replace  benches  & 

20, 

000 

June 

1963 

footing  in  lathhouse 

291 

Kezar  Stadium  Parking  Lot,  lighting  &  resurfacing 

6, 

000 

June 

1963 

292 

Kezar  Pavilion,  alterations 

84, 

000 

July 

1963 

293 

Candlestick  Park,  protective  fence 

13, 

000 

August 

1963 

294 

McLaren  Park,  development 

1, 688, 000 

Undete  rmined 

295 

Holly  Park,  development 

100, 

000 

Undete  rmined 

296 

Jefferson  Square,  irrigation  system 

11, 

000 

Undete  rmined 

297 

Russian  Hill  Park,  development 

70, 

000 

Undete  rmined 

298 

Alta  Plaza,  irrigation  system 

24, 

000 

Undete  rmined 

299 

Golden  Gate  Park  Nursery,  replace  Balboa  Park  Nursery 

250,  000 

Undete  rmined 

Board  of  Education  TOTAL 

$  13,  478, 

000 

300 

Abraham  Lincoln  High,  field,  track  &  stadium 

360, 

000 

August 

1961 

301 

Clarendon  Elementary,  Clarendon  Blvd. 

880,  000 

Janua ry 

1962 

302 

James  Denman  Jr.  High,  241  Oneida,  auditorium 

440,  000 

March 

1962 

303 

Jose  Ortega  Elementary,  400  Sargent  St.,  auditorium  &  classrooms 

67  0, 

000 

May 

1963 

304 

Auxiliary  fire  alarm  system,  various  schools 

144, 

000 

July 

1962 

305 

Lowell  High  School,  1101  Eucalyptus  Drive 

4,  500, 

000 

Janua  ry 

1963 

306 

Jefferson  Elementary,   19th  Ave.  &  Irving  St. 

710, 

000 

Februa ry 

1963 

307 

Golden  Gate  Elementary,  Turk  &  Pierce  Sts,  ,  additions 

575, 

000 

Februa ry 

1963 

308 

Woodrow  Wilson  High  School,  400  Mansell  St. 

4,  600, 

000 

May 

1963 

3  09 

Lowell  High  School  Addition,   1101  Eucalyptus  Drive 

225, 

000 

May 

1964 

310 

City  College,  Ocean  &  Phelan  Aves.,  classroom  additions 

374, 

000 

May 

1964 

20 
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CONSTRUCTION  COMPLETED  OR  IN  PROGRESS  1961-62  through  1962-63 


Parking  Authority  TOTAL 

311  Portsmouth  Square,  underground  garage 

312  Neighborhood  Parking  Program,  various  locations 

313  Japanese  Cultural  Center 

314  Golden  Gateway  Garage  No.  1 

Housing  Authority  TOTAL 

315  Yerba  Buena  Annex,  CAL  1-18  (5),  Turk,  Buchanan, 
Webster  Sts.  &  Golden  Gate  Ave. 

316  Ping  Yuen  Annex,  CAL  1-18  (6),  Pacific,  Powell, 
Cordelia  Sts.  &  Broadway 

317  Alice  Griffith  Garden  Homes,  CAL  1-18  (4),  Hawes,  Carroll, 
Fitch  Sts.  &  GilmanAve. 

318  Low-Rent  Apartments,  CAL  -  18 

Site  A,  Velasco  Ave.  &  Castillo  St.  (18  units) 
Site  B,  Haight  St.  &  Buchanan  St.  (170  units) 
Site  C,  Fell  St.  &  Webster  St.  (140  units) 

319  Management  &  Maintenance  Bldg.  ,  90  Kiska  Road 

320  Alice  Griffith  Garden  Homes  Annex,  CAL  1-18  (8) 


APPROXIMATE  COST 
$  17, 795, OOP 

3,  200,  000 

4,  225,  000 
3,  750,  000 
6,  590,  000 

$  19, 319, OOP 

3,  232,  000 

3, 437, 000 

6, 252, 000 

5,  130,  000 


68, 000 
1,  200,  000 


COMPLETION  DATE 


July  1962 
Undetermined 
Undetermined 
Undetermined 


August  1961 
October  1961 
October    19  62 


November  1962 

March  1963 

January  1963 

June  1963 

July  1964 
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Proji 

LEGEND  Numl 

GENERAL  GOVERNMENT  .  1- 

FIRE  DEPARTMENT    66- 

POLICE  DEPARTMENT  ...  85- 

PUBLIC  HEALTH    87- 

PUBLIG  WELFARE    162- 

CORREGTIONAL    169- 

SANITATION    186- 

TRAFFIGWAYS    211- 

WATER  DEPARTMENT  ...  333- 

MUNICIPAL  RAILWAY  ....  401- 

LIBRARIES   425- 

MUSEUMS    447- 

REGREATION  &  PARK   461- 

SCHOOLS    571 

PARKING  AUTHORITY  ....  572 

HOUSING  AUTHORITY  ....  600 

REDEVELOPMENT  AREA  .  I 


COMMUNITY 


WORKING  AREA 


ONE  Ml 


PROPOSED    CAPITAL    IMPROVEMENT    PROGRAM    •^  1963-1964 


TABLE   A    -    SUMMARY    OF   PROPOSED   EXPENDITURES,    BY    DEPARTMENT   AND   SOURCE   OF    FUNDS,    1963  -  1964 

(Estimated  Costs  in  Thousands  of  Dollars) 


Total 
1963-1964 

Ad  Valorem 
Tax  Fund 

Approved 
Bonds  ( b ) 

Revenues  (r)          Gas  Tax  (g) 

Road 
Funds ( s) 

Other 
Sources (o) 

ALL  DEPARTMENTS 

$  73. 037. 5 

$  10,413.7 

$  46,  181.9 

$  8,804.9            $  3,  036.8 

$  1,  909.2 

$  2,  691.  0 

GENERAL  GOVERNMENT 
Oity  riaii,  JJepts,  &  oourts 
Other  Buildings  &  Offices 

1,991.7 

Q  1  n 
o  lU,  j> 

1,  181.4 

1,  950.8 
810.  3 
1,  140.  5 

40.  9 
40.  9 

PUBLIC  SAFETY 

1,  616.  0 

1,516.0 

100.0 

Fire  Departinent 
Police  Department 

1    Ana  n 
7.  0 

1,  509.  0 
7.  0 

100.  0 

HEALTH  AND  WELFARE 
Public  Health 
Public  Welfare 

3,  507.  0 
3,360.7 
146.  3 

2,496.4 
146.  3 

864.  3 
864.  3 

CORRECTIONAL 
Youth  Guidance  Center 
County  Jails 

580.  3 
562.  3 
17.  8 

580.  3 
562.  5 
17,8 

SANITATION 

3, 983. 4 

71.  1 

3,912. 3 

TRAFFICWAYS 
Major  Thoroughfares 
Streets  &  Sidewall^s 
Traffic  Signals 
Street  Lighting 
Landscaping  -  Misc. 

4,  905.  1 
2.  396.  2 

1   •!  1  /I  n 

I  .  J  i  rt.  V 

176.  0 
476.  1 
542.  8 

3,  036.  8 
1,  697.9 
595.  0 
44.  0 
476.  1 
223 .  8 

1,  868.  3 
698.  3 
719.  0 
132.  0 

319.0 

PUBLIC  UTILITIES 

52, 163.9 

403.9 

41,  654.  0 

8,804.9 

1,301.  1 

Airport 

Water  Department 
rietcn  netcny 
Municipal  Railway 

2,  330.  0 
5,  777.  2 

705.  0 

403.9 

670.  0 
1.  492.  0 
39,  492.  0 

1,  660.  0 
4,285.  2 
2.859.7 

1,  000.  0 
301.  1 

LIBRARIES  &  MUSEUMS 

1,  294.  6 

1,  294.  6 

Library 

M.  H.  de  Young  Museum 
Palace  of  the  Legion 
of  Honor 

California  Academy  of 
Sciences  (Steinhart) 

437.  4 
83  0  0 
27.  2 

437.4 
830.  0 
27.  2 

RECREATION  AND  PARK 

2,  995.5 

1,  954.  3 

515.  6 

525.  6 

S.  F.  Unified  School  District  * 
S.  F.  Parking  Authority  * 
S.  F.  Housing  Authority  * 

17.  0 
6,  138.  1 
5,  205.  0 

17.  0 

2,  388.  1 

3,  750.  0 
5,  205.  0 

*    Not  included  in  total 
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Proj 

LEGEND  Num 
GENERAL  GOVERNMENT  .  1 

FIRE  DEPARTMENT    6( 

POLICE  DEPARTMENT  ...  8! 

PUBLIC  HEALTH    87 

PUBLIC  WELFARE   162 If, 

CORRECTIONAL   169i'i 

I 

SANITATION    186,0 

TRAFFIC  WAYS   211 1 

WATER  DEPARTMENT  ...  333 1' 

MUNICIPAL  RAILWAY  401 

LIBRARIES    425  6 

MUSEUMS   447  0 

RECREATION  &  PARK  ...  461 
SCHOOLS    571 


PARKING  AUTHORITY  572 

HOUSING  AUTHORITY  600 

REDEVELOPMENT  AREA  .  IZI 


COMMUNITY 


WORKING  AREA 


FUNDED    CAPITAL    IMPROVEMENTS    ^    1963  -  1964 


TABLE   B    -    SUMMARY    OF  AMOUNTS   FUNDED,    BY    DEPARTMENT   AND   SOURCE   OF   FUNDS,  1963    -  1964 

(Estimated  Costs  in  Thousands  of  Dollars) 


Total 
1963-1964 

Ad  Valorem 
Tax  Fund 

Approved 
Bonds  (b) 

Revenues  (r)          Gas  Tax  (g) 

Road 
Fund  (  s) 

Other 
Sou rce s  ( o) 

ALL  DEPARTMENTS 

$  59.  341.  1 

$  2,  395.  6 

$  46. 156.9 

$  4,750.9            $  2,417.7 

$  1,  485.  6 

$  2,  134.  4 

GENERAL  GOVERNMENT 

580.  2 

541 .  6 

38.  D 

City  Hall,  Depts.  &  Courts 
Other  Buildings  &  Offices 

1 50.  5 
429.  7 

150.  5 
391.  1 

38.  6 

PUBLIC  SAFETY 

284.  5 

184.  5 

1 00,  0 

Fire  Department 
Police  Department 

277.  5 
7.  0 

177.  5 
7.  0 

100,  0 

HEALTH  &  WELFARE 

812.  1 

504,  4 

307.  7 

Public  Health 
Public  Welfare 

809,7 
2.4 

502.  0 
2.  4 

307.  7 

CORRECTIONAL 
Youth  Guidance  Center 
County  Jails 

186.  8 
170.  5 
16.  3 

186.  8 
170.  5 
16.3 

SANITATION 

3.959.9 

47.  6 

3.912.3 

TRAFFICWAYS 

3,864.7 

2.417.7 

1,  447. 0 

Major  Thoroughfares 
Streets  &  Sidewalks 
Traffic  Signals 
Street  Lighting 
Landscaping  -  Misc. 

1,783. 6 
1,  146.  0 
176.  0 
226.  5 
532.  6 

1.  590.9 
595.  0 
8.  0 

"5  5  7  Q 

192.  7 
551.  0 
168.  0 
226.  5 
3Uo.  o 

PUBLIC  UTILITIES 

48,  106.  0 

400,  0 

41,  654.  0 

4,750.  9 

1,301. 1 

Airport 

Water  Department 
Hetch  Hetchy 
Municipal  Railway 

980.  0 
5,773,2 
40,  651 .  7 
701.  1 

400.  0 

67  0.  0 
1,  492.  0 
39,  492.  0 

310.  0 
4,  281.2 
159.  7 

1,  000.  0 
301.  1 

LIBRARIES  &  MUSEUMS 

78.  6 

78.  6 

Library 

M.  H.  de  Young  Museum 
of  Honor 

Calif.  Academy  of  Sciences 
(Steinhart) 

60.  1 
1 0.  0 
8.  5 

60.  1 
10.  0 
8.  5 

RECREATION  AND  PARK 

1,  468. 3 

452.  1 

490.  6 

525.  6 

S.  F.  Unified  School  District  * 
S.  F.  Parking  Authority  * 
S.  F.  Housing  Authority  * 

17.  0 

4,  870.  3 

5,  205.  0 

17.  0 

1,  120.3 

3,750.  0 
5,  205.  0 

*   Not  included  in  total 
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PROPOSED    CAPITAL    IMPROVEMENT  PROGRAM 


Pi 

LEGEND  Nu 
GENERAL  GOVERNMENT  . 

FIRE  DEPARTMENT   

POLICE  DEPARTMENT  ... 

PUBLIC  HEALTH    ; 

PUBLIC  WELFARE   1. 

CORRECTIONAL  li 

SANITATION   K 

TRAFFICWAYS   2: 

WATER  DEPARTMENT  ...  3; 

MUNICIPAL  RAILWAY  41 

LIBRARIES  4i 

MUSEUMS   4< 

RECREATION  &  PARK  ....  4( 

SCHOOLS    57 

PARKING  AUTHORITY  ....  57 

HOUSING  AUTHORITY  60 

REDEVELOPMENT  AREA  .  C 

6 

COMMUNITY    Q. 

V 

WORKING  AREA    A 


ONE  Mil 


1964-1969 


TABLE   C    -    SUMMARY  OF  PROPOSED  EXPENDITURES,  BY    DEPARTMENT   AND   SOURCE   OF   FUNDS,  1964     -  1969 

(Estimated  Costs  in  Thousands  of  Dollars) 


Total  6  Yrs 
1963-1969 

Total  5  Yrs 
1964-1969 

Ad  Valorem 
Taxe  s 

Approved 
Bonds (b) 

Proposed 
Bonds (n) 

Reve  - 
nue  s  (  r) 

Gas 
Tax  (g) 

Road 
Fund  s  ( s) 

Other 
Sources  (o) 

ALL  DEPARTMENTS 

$207,  240.  7 

$134,  203,  2 

$9, 028,9 

$67, 527. 0 

$8,  267. 0 

$28,  205.  0 

$6,  243. 

7 

$9,  296.  6 

$5,  635.  0 

GENERAL  GOVERNMENT 

2,  422. 6 

430,  9 

43  0,  9 

City  Hall,  Depts.  &  Courts 
Other  Buildings  &  Offices 

1,  074.  3 
1,348.3 

264,  0 

166.  9 

264.  0 
166.9 

PUBLIC  SAFETY 

3,  530.  3 

1,  914,  3 

1,  684.  3 

230,  0 

Fire  Department 
Police  Department 

3,  293.  3 
237.  0 

1,  684,  3 
230,  0 

1,  684.  3 

230,  0 

HEALTH  &  WELFARE 

8,  550.  9 

5,  043, 9 

4,  393.  9 

650.  0 

Public  Health 
Public  Welfare 

8,  293.  6 
257.  3 

4,  932.  9 
111,0 

4,282,9 
111,0 

650.  0 

CORRECTIONAL 
Youth  Guidance  Center 
County  Jails 

673.  0 
655.  2 
17.8 

92,7 
92,7 

92,  7 

SANITATION 

8,  009. 1 

4,  025,  7 

75,  7 

3,950.  0 

TRAFFICWAYS 

20,  445.  4 

15,  540,  3 

6,  243 

7 

9,  296.  6 

Major  Thoroughfares 
Streets  &  Sidewalks 
Traffic  Signals 
Street  Lighting 
Landscaping  -  Misc, 

13, 174,9 
1,  529. 0 
4,  246.  4 
952.  3 
542.8 

10,  778.7 
215,  0 
4,  070.  4 
47  6.  2 

6,  243,  7 

4,  535.  0 
215.  0 

4,  070.  4 
476.  2 

PUBLIC  UTILITIES 

156,  632.  0 

104,468,  1 

91,1 

63, 575. 0 

8,  267.  0 

28,  205.  0 

4.330.  0 

Airport 

Water  Department 
Hetch  Hetchy 
Ivlunic  ip3.1  Rs-ilwciy 

5,  935.  0 
51,774.2 
89, 859. 7 

9,  063,  1 

3, 605, 0 
45, 997, 0 
46,  508.  0 

8,  358,  1 

91,  1 

28,  767,  0 
34,  808.  0 

8,  267,  0 

3,  605.  0 
16,  900.  0 
7,  700,  0 

330,  0 
4,  000,  0 

LIBRARIES  &  MUSEUMS 

2,  051. 6 

757.  0 

375.  0 

382,  0 

Libraries 

M.  H.  de  Young  Museum 
Palace  of  the  Legion 
of  Honor 

California  Academy  of 
Sciences  (Steinhart) 

798.  4 
830.  0 
423,  2 

361.  0 
396.  0 

361.  0 
14.  0 

382.  0 

RECREATION  &  PARK 

4,  925.  8 

1,  930,  3 

1,  885.  3 

2.  0 

43,  0 

S.  F.  Unified  School  District 
S.  F,  Parking  Authority  * 
S.  F.  Housing  Authority  * 

«  880,0 
14,  741.  3 
5,  205.  0 

863.  0 
8,  603. 2 

863.  0 

2,  013.  2 

6,  S90.  0 

Not  included  in  total 


EXPENDITURES  FOR  CAPITAL  IMPROVEMENTS 


PAST  EXPENDITURES 
1956  -  1962 


PROPOSED  EXPENDITURES,  1963-1969 


GENERAL  GOVERNMENT 


PUBLIC  SAFETY 


HEALTH    AND  WELFARE 


CORRECTIONAL 


SANITATION 


TRAFFICWAYS 


AIRPORT 


WATER 


HETCH  HETCHY 


MUNICIPAL  RAILWAY 


LIBRARIES    AND  MUSEUMS 


RECREATION    AND  PARK 


SCHOOLS 


PARKING  AUTHORITY 


6.6 


18.2 


9  9 


9.5 


24.7 


15.6 


2.7 


1.3 


17.6 


27.5 


4.3 


2,4 


3.5 


8.6 


8.0 


20.4 


5.9 


51.8 


83.9 


9.1 


2.1 


4.9 


.9 


14.7 


141.9  TOTAL 


EXPENDITURES  SHOWN  IN  MILLIONS   OF  DOLLARS 


TOTAL  216,9 


Source  Controller's  Annual  Report  1956-62  and  information  provided  by  Public  Utilities  Commission,  Bureau  of  Accounts 
Note     Departmental  expenditures  do  not  include  equipment 


EXPLANATION  OF  NOTES,  SYMBOLS  AND  PRIORITY  RATINGS 


General 

The  data  in  this  report  is  based  upon  the  interim  capital  improvement  report  published  and 
distributed  in  January,  1963.  In  addition,  this  report  contains  the  revisions,  additions,  or 
deletions  that  have  occurred  since  the  January  report,  to  the  extent  that  such  information  was 
available  and  pertinent  at  the  time  of  printing.  Also  recorded  in  this  report  are  the  priority 
ratings  recommended  by  the  Budget  Priority  Committee. 

Projects  are  listed  in  the  order  in  which  they  were  submitted  by  each  department,  except  those 
projects  which  do  not  affect  the  Master  Plan.  These  are  listed  separately,  as  required  by  the 
Charter,  and  appear  at  the  end  of  each  department's  schedule.  Single  projects  costing  $2,  000 
or  less  proposed  for  fiscal  year  1963-64  are  not  listed. 

The  last  column  of  each  schedule  shows  the  amounts  funded  for  1963-64.  This  includes  monies 
from  approved  bonds,  private  sources  and  State  and  Federal  Aid.  For  these  sources  of  funds, 
the  amounts  which  were  proposed  for  fiscal  year  1963-64  by  the  submitting  department  are  the 
amounts  shown  as  "funded".  It  should  be  noted,  however,  that  while  these  funds  have  been 
designated  for  financing  the  projects  listed,  not  all  funds  have  been  encumbered  and  may  re- 
quire further  action  by  the  Board  of  Supervisors. 

Source  of  Funds 

(No  Symbol)   Ad  Valorem  Taxes  (r)  Revenues  (o)  Other  Sources 

(b)    Electorate  Approved  Bonds  (g)  Gas  Tax  including  State 

(n)    Proposed  Bond  Issues  (s)  Road  Fund  and  Federal  Aid 

The  Budget  Priority  Committee  is  re  sponsible  for  recommending  to  the  Mayor  and  the  Board  of 
Supervisors  priorities  for  projects  classified  as  maintenance  and  repair,  replacement  and 
reconstruction  and  capital  improvements  in  each  fiscal  budget.  The  Committee  consists  of  the 
Chief  Administrative  Officer  (chairman),  the  Controller,  the  Director  of  Public  Works,  the 
Director  of  Planning,  the  Manager  of  Utilities  and  the  General  Manager  of  the  Recreation  and 
Park  Department. 

Priorities  are  assigned  by  concensus  of  the  Committee  after  review  of  the  recommendations  of 
the  City  Planning  Commission,  the  reports  of  technical  advisors,  and  after  hearings  with  de- 
partmental representatives. 


Ad  Valorem  Tax  Fund 


Capital  improvement  projects  to  be  financed  from  ad  valorem  taxes  were  ratedby  the  Committee 
from  1  through  81  in  descending  order  ofpriority.  These  ratings  are  indicated  in  this  report  as 
(BPC-1)  (BPC-2)  through  (BPC-81). 

Replacement  and  reconstruction  projects  to  be  financed  from  ad  valorem  taxes  were  rated  as 
"1"  or  "2".    These  appear  in  the  report  as  (R&R-l)  and  (R&R-2). 

Projects  for  which  no  ratings  are  indicated  were  considered  by  the  Committee,  but  were  recom- 
mended for  postponement,  other  means  of  financing,  or  abandonment. 

Gas  Tax  (g)  and  Road  Funds  (s) 

Capital  improvements  to  be  financed  from  Gas  Tax  Funds  are  listed  as  (BPC-lg),  (BPC-2g).... 
through(BPC-18g).  Capital  improvements  to  be  financed  from  Road  Funds  are  listed  as  (BPC-ls), 
(BPC-2s)....  through  (BPC-40s). 

Revenues  (r).     Approved  Bonds  (b).     Proposed  Bonds  (n),     and  Other  Sources  (o) 


Projects  for  the  Parking  Authority  to  be  financed  by  revenue  s,  bond  financed  projects  and  projects 
to  be  financed  from  "Other  Sources"  were  not  rated  by  the  Committee.  Projects  for  the  Public 
Utilities  Commission  to  be  financed  by  revenues  were  accepted  by  the  Committee  in  the  priority 
order  submitted  by  the  Public  Utilities  Commission  and  are  so  listed  in  this  report. 

Other  Ratings 


Projects  which  have  been  established  in  part  or  in  whole  by  Board  of  Supervisors'  policy  are 
indicated  by  (BPC-S). 

Notes 

Notes  appearing  in  BOLD  FACE  are  specific  recommendations  of  the  City  Planning  Commission. 
Other  notes  appearing  in  small  type  are  notes  of  explanation  and  information. 
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CAPITAL  IMPROVEMENT  PROGRAM 

1963-1964  THROUGH  1968-1969 


PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


GENERAL  GOVERNMENT 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 

1963-1969 


FUNDED 

1963-64 


GENERAL  GOVERNMENT  TOTAL 

From  Ad  Valorem  Taxes 
From  Road  Funds  (s) 


CITY  HALL  DEPARTMENTS,  COURTS      OFFICES  Sub  Total 

1  Fund  for  data  &  estimates  for  proposed  bond 
issues  (  supplemental  budget  request) 

2  City  Hall  switchboard,   remodeling  &  expansion  (BPC-12) 

3  City  Hall,  Phase  II  of  remodeling  of  second  floor  to 
provide  space  for:    Art  Commission,  Board  of  Permit 
Appeals,  Asst.  City  Architect  &  Public  Guardian  (BPC-35) 

4  City  Hall,  2nd  floor,   remodel  approximately  2800  sq.  ft. 
of  space  for  Bureau  of  Accounts  (BPC-50) 

5  Rm.  227,   remodel  for  Board  of  Supervisors'  meeting 
room  (BPC-49) 

6  Rm.  336,   remodel  for  use  by  representatives  of 
the  Press  (BPC-67) 

7  City  Hall,   1st  floor,   relocate  Marriage  License  Bureau 

8  Rms.  411  through  429,  Superior  Court,  install  air 
conditioning  equipment 

9  City  Hall,   study  feasibility  for  central  air  conditioning  system 

10  Registrar's  Office,   relocate  on  1st  floor 


$    1,  991.  7 

1,950.  8 
40.  9 


471.  7 


100,  0 

40.  0 
44.  0 

31.5 

7.  0 

10.  8 

14.  4 
134.  5 

10.  0 
79.  5 


$  43  0.9 


43  0.  9 


PROJECTS  WHICH  DO  NOT  AFFECT  THE  MASTER  PLAN 
Sub  Total        $       338.6         $  264.0 


11     City  Hall,  minor  replacement  &  repair  projects, 

each  costing  $2,  000  or  less, for  equipment,  lighting, 
plumbing  and  structural  items  at  various  locations  (R&R-l) 


26.  9 


$    2, 422. 6 

2, 381. 7 
40.9 


471 


100.  0 

40.  0 
44.  0 

31.  5 

7.  0 

10.  8 

14.  4 
13  4.  5 

10.  0 
79.  5 

602.  6 
26.  9 


PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 


GENERAL  GOVERNMENT 


All 

projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan, 

exce pt  as 

noted. 

LINE 

COSTS  IN 

THOUSANDS 

OF  DOLLARS 

TOTAL 

FUNDED 

NUMBER                 LOCATION  AND  DESCRIPTION  OF  PROJECT 

1963-64 

1964-65 

1965-69 

1963- 1969 

1963-64 

12 

Purchasing  Department,  minor  replacement  &  repair  projects,  $ 

6.  2 

$ 

$          6. 2 

$     6.  2 

each  costing  $2,  000  or  less,£or  equipment,  lighting,  plumbing 

and  structural  items  at  various  locations  (R&R-l) 

13 

City  Hall,  minor  replacement  &  repair  projects  each 

13.4 

13.  4 

costing  $2,000  or  less, for  equipment,  lighting,  plumbing 

and  structural  items  at  various  locations  (R&R-l) 

14 

Rm.  7,   replace  plumbing 

6.  6 

6.  5 

15 

City  Hall,  convert  three  passenger  elevators  to  automatic 

16.0 

iLb^.  U 

28  0.0 

16.0 

operation  (BPB-9) 

16 

City  Hall,  replace  temporary  lighting  in  Polk  St.  lobby  (R&;R-2) 

2.  6 

2,  6 

17 

City  Hall,  various  offices  on  3rd  floor,  acoustical  treatment 

4.  9 

4,  9 

18 

Bureau  of  Engineering,   3rd  floor,   install  ventilation  system 

4.  9 

4.  9 

19 

Rms.  364  &  367,  improve  lighting  (BPC-75) 

3 .  8 

3.  8 

20 

City  Hall,  3rd  floor,   replace  corridor  lighting  {R&R-2) 

10.5 

1 0.  5 

21 

Municipal  &t  Superior  Courts,  install  directory  boards  (R&R-2) 

3.  5 

3.  5 

22 

Assessor's  office,  install  secondary  exit 

3.  2 

3.  2 

23 

Assessor's  office,  construct  30  movable  counter  partitions 

6.  1 

6,  1 

24 

City  Attorney,  install  ventilation  system  in  office  &  library 

15.8 

15.  8 

25 

City  Attorney,   replace  light  fixtures  in  offices  &  corridors 

5.  9 

5.  9 

26 

Civil  Service,  Recruitment  Section,  acoustical  treatment 

4.  5 

4.  5 

27 

Civil  Service,  Classification  &  Pay  Section,  acoustical  treatment 

5.  1 

5.  1 

28 

Civil  Service,  In-Service  Activities  Section,  acoustical  treatment 

3.  0 

3.  0 

29 

Civil  Service,   Rms.  6,  7,  8  &  9,  install  ventilation  system 

10.5 

1 0.  5 

30 

Civil  Service,  Rm.   10,  install  radiators 

2.  9 

2.  9 

3  1 

lax  Collector  s  office,  install  new  alarm  system  m  vault 

8.  1 

8.  1 

8.  1 

32 

Recorder's  office,   replace  lighting  in  offices 

13.  1 

13.  1 

33 

Tax  Collector's  office,  install  ventilation  system 

9.2 

9.  2 

34 

Tax  Collector's  office,  modernization  of  tellers'  areas  (BPC-34) 

10.  0 

10.  0 

35 

Treasurer,  modernize  burglar  alarm  system  (BPC-33) 

7.  5 

7.  5 

36 

Superior  Court,  install  air  conditioning  system 

13  4.  5 

1 34.  5 

OTHER  BUILDINGS,  OFFICES  &  DEPARTMENTS                 Sub  Total  $ 

414,  6 

$  166.9 

5  581,5 

$  162.9 

37 

Civic  Center  Power  Plant,   install  new  boiler 

122.  3 

122.  3 

38 

Fort  Funston,  permanent  records  center,  plans  & 

14.  5 

166.  9 

181.  4 

14.  5 

specifications  (BPC-60) 

39 

Farmers'  Market,   realign  entrance  roads,  construct  roof  over 

11.2 

11.2 

11.2 

display  stalls;  identification  signs  (BPC-65) 

SIZE  &  LOCATION  OF  SIGNS  ARE  SUBJECT  TO 
REVIEW  BY  THE  CITY  PLANNING  COMMISSION 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


GENERAL  GOVERNMENT 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


40  Farmers'  Market,  widen  exit  road  to  two  lanes  (BPC-62) 

41  Consolidated  shops,  Quint  St.  &  Jerrold  Ave.,  alterations 
to  provide  additional  storage  space  (BPC-69) 

42  Brooks  Hall,  construct  new  entrance  with  registration  area 
&  public  restrooms,   studies  &  plans 

PLANS  &  SPECIFICATIONS  FOR  PROJECT  #42 

SUBJECT  TO  REVIEW  BY  THE  CITY  PLANNING  COMMISSION 

43  Brooks  Hall,  install  sidewalk  freight  elevator 

44  Fire  Alarm  Station,  Turk  &  Octavia  Sts.  ,  construct  annex 

45  Eichler  Tract,  Visitacion  Valley,  underground  cable  (BPC-23) 

46  "Vista  Francisco",  east  slope  of  Twin  Peaks,  underground 
cable  (BPC-24) 

47  Underground  District  #  169,  Telegraph  Hill,  underg rounding 
of  utilities  {BPC-25) 

48  Underground  District  #  172,  Parker,  Turk,  Masonic  area, 
underg  rounding  of  utilities 

49  Underground  Districts,  various  locations,  Washington-Spruce  area, 
undergrounding  of  utilities  (BPC-27) 

50  Underground  District,  various  locations,   14th  St.  -  Market-Church 
St.  area,  undergrounding  of  utilities  (BPC-28) 

51  Unde rground  District,  various  locations,  Bosworth-O'Shaughnessy 
area,  undergrounding  of  utilities 


52 

53 


7.  7 
23.  0 

5.  0 


73.  1 
49.  3 

4.  7 
8.  0 

15.  2 

52.  3 

5.  5 
15.  8 

7.  0 


PROJECTS  WHICH  DO  NOT  AFFECT  THE  MASTER  PLAN 
Sub  Total        $       766.  8 


City  Planning,  replace  floor  covering  in  Director's 
office  &  two  adjoining  rooms  &  hallway 

City  Planning,  improve  lighting  &  provide  acoustical  tile 
in  two  offices  (BPC-58) 


3.  6 
2.  3 


$  7.  7 


5,  0 


73.  1 
49.  3 
4.7 
8.  0 

15.2 

52.  3 

5.  5 


7.  0 


$  766. 8 
3.  6 
2.  3 


PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 


GENERAL  GOVERNMENT 


All 

projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan, 

except 

as  noted. 

LINE 

COSTS  IN  THOUSANDS  OF  DOLLARS 

TOTAL 

FUNDED 

NUMBER                  LOCATION  AND  DESCRIPTION  OF  PROJECT 

1963-64              1964-65  1965-69 

1963-1969 

1963-64 

54 

Office  Bldg.  ,   45  Hyde  St.  ,  improvements:  $ 

42 

8 

$         42.  8 

$ 

(a)    Rm.  310,  ventilation  system 

(4.  7) 

(4.  7) 

(b)    2nd  &  3rd  floors,   remodel  restrooms  (BPC-76) 

(4. 

8) 

(4.  8) 

(c)    Rm.  204,  remodel 

(6. 

7) 

(6.  7) 

(d)    Rms.  212  &  310,  remodel 

(11. 

7) 

(11.7) 

(e)    Install  electrically  operated  dumbwaiter 

(10.  1) 

(10.  1) 

(f)     Rm.  310,   replace  lighting 

(4.8) 

(4.  8) 

55 

450  McAllister  St.  Bldg.  ,  modernized  two  passenger  elevators 

144.  0 

144.  0 

56 

450  McAllister  St.  Bldg.  ,  modification  of  ventila_tion  system 

64.4 

64.  4 

57 

150  Otis  St.  Bldg.,   replace  window  frames  &  ventilators  (R&R-l) 

15 

0 

15.  0 

15.  0 

58 

Consolidated  shops,  Quint  St.   &  Jerrold  Ave.  ,  install  heavy  duty 

21 

0 

21.0 

21.  0 

hoist  (BPC-56) 

59 

Civic  Auditorium,  additional  items  to  complete  rehabilitation: 

3  07 

8 

3  07.  8 

114.  4 

(a)    Self-service  lockers  (BPC-80) 

(86. 

4) 

(86.  4) 

(b)    Rehabilitation  of  the  organ  (BPC-79) 

(27. 

0) 

(27. 0) 

(c)    Rigging  &  piping  for  stage  curtains  (BPC-13) 

(48. 

0) 

(48. 0) 

(48. 0) 

(d)    Telescopic  seat  platforms  for  main  arena  (BPC-14) 

(38. 

9) 

(38. 9) 

(38.9) 

(e)    Install  two  passenger  elevators 

(80. 

0) 

(80.  0) 

(f)     Install  scoreboard  in  main  arena  (BPC-15) 

(27. 

5) 

(27. 5) 

(27. 5) 

60 

Brooks  Hall,  provide  high  pressure  steam  line  to  exhibit 

4 

2 

4.  2 

4.  2 

area  (BPC-61 ) 

61 

War  Memorial  Trustees: 

37 

7 

37.  7 

18.  4 

(a)    Opera  House,  extend  mezzanine  bar  {BPC-74) 

(4.  6) 

(4.  6) 

(b)    Opera  House,  provide  ten  new  toilets  in  basement  (BPC-51) 

(18. 

4) 

(18.  4) 

18.  4 

(c)    Art  Museum,   replace  lighting  in  Statuary  Court  (BPC-71) 

(6. 

2) 

(6.2) 

(d)    Art  Museum,  acoustical  treatment  of  Statuary  Court  (BPC-72) 

(3. 

1) 

(3.  1) 

(e)    Art  Museum,  acoustical  treatment  &  improved  lighting  in 

(5. 

4) 

(5.4) 

offices  (BPC-73) 

62 

Department  of  Electricity,  Shop  &  Maintenance  Yard, 

88 

0 

88.  0 

83.  0 

Rankin  St.  &;  LaSalle  Ave. 

(47. 

1) 

(47. 1) 

(44.  4) 

(40. 

9s) 

(40,  9s) 

(38. 6s) 

(a)    Install  shelving,  cabinets  &  bins  (BPC-16) 

(  5. 

9  ) 

(  5.9  ) 

(   5.9  ) 

(BPC-ls) 

(  5. 

Is) 

(  5.  Is) 

(  5.1s) 

(b)    Install  millwork  &  special  equipment  (BPC-17) 

(  1. 

9  ) 

(  1.9  ) 

(   1.9  ) 

(BPC-2s) 

(  1. 

6s) 

(  1.6s) 

(  1.6s) 

(c)    Install  plumbing  in  Acid  Room  (BPC-18) 

(  3. 

2  ) 

(  3.2  ) 

(  3.2  ) 

(BPC-3s) 

(  2. 

8s) 

(  2.8s) 

{  2.8s) 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


GENERAL  GOVERNMENT 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS  TOTAL  FUNDED 

1963-6*  I96A-65  1965-69  1963-1969  1963-64 


(d)  Paint  interior  of  shops 

(e)  Paint  exterior  of  shops 

(f)  Install  storm  drainage  system 

(g)  Install  fireproofing  in  garage 

(h)  Install  air  compressor 


63  Fire  Alarm  Station,  Turk  &  Octavia  St.  , 
pave  area  for  parking 

64  Department  of  Electricity,  special  project  for 
Police  Department  (BPC-29) 

65  Department  of  Electricity,  closed  circuit  TV  for 
Police  Department  (BPC-30) 


(BPC-19) 
(BPC-4s) 
(BPC-20) 
(BPC-5s) 
(BPC-21) 
{BPC-6s) 
{BPC-22) 
(BPC-7s) 


(11.2 
(  9.8s 
(  3.2 
(  2.  8s 
(  8.3 
(  7.  2s 
(10.  7 
(  9.3s 
(  2.7 
(  2.3s 

22,  5 


8.  5 
5.  0 


Ml    ?  \ 

(  9.8s) 

(  3.2  ) 

(  3.2s) 

(  3.8s) 

(  2.8s) 

(  8.3  ) 

(  8.3  ) 

(  7.2s) 

(  7.2s) 

/in     "7  \ 

(  -l  U.  (  ) 

( 1  0.  7  ) 

(  9.3s) 

(  9.3s) 

(2.7) 

(  2.  3s) 

22.  5 

8.  5 

8.  5 

5.  0 

I 
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Engine  Company  22,  l6th  &  Irving  Streets 


PUBLIC  SAFETY 

PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 


All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


LINE 

NUMBER                 LOCATION  AND  DESCRIPTION  OF  PROJECT 

COSTS  IN 
1963  -64 

THOUSANDS  OF 
1964-65 

DOLLARS 
1965-69 

TOTAL 
1963-1969 

FUNDED 
1963-64 

P>TTRT  TP  'lAF'FTY  TOTAL 

$    1,  616. 0 

$    1 ,  424.  3 

$  49  0.  0 

f    3,  53  0.  3 

$  284. 5 

Fire  Department 
Police  Department 

1  609  0 
7,  0 

1  344.  3 
80.  0 

340.  0 
150.  0 

3  293.3 
237.  0 

277  5 
7.  0 

FIRE  DEPARTMENT  TOTAL 

$  1,609.0 

$  1,344.3 

%  340.  0 

$   3,  293.3 

$  277. 5 

From  Ad  Valorem  Taxes 

From  Electorate  Approved  Bonds  (b) 

From  Other  Sources  (o) 

1. 509. 0 
100.  0 

1, 329. 3 
15.  0 

340.  0 

3, 178. 3 
100.  0 
15.  0 

177.  5 
100.  0 

Sub  Total 

$       985.  1 

$  1,344.3 

%  340.  0 

$  2.669.4 

$  141. 0 

66 

New  S.  F.  F,  D.  Headc^uarters,   site  to  be 
determined,  plans  &  specifications; 
construction 

40.  0 

860.  0 

900.  0 

67 

Engine  Co.  5,   1340  Powell  St.  ,  Battalion 
Chief's  &  Officers'  quarters  (BPC-36) 

22.  4 

22.  4 

22.  4 

68 

Engine  Co.  42,  2430  San  Bruno  Ave.  , 

Battalion  Chief  s  &  Officers   quarters  (BPC-37) 

14.  3 

14.  3 

14.  3 

69 

Engine  Co.  48,  798  Wisconsin  St.  ,  Battalion 
Chief's  &  Officers'  quarters  (BPC-38) 

14.  3 

14.  3 

14.  3 

70 

Emergency  fire  protective  work  at  various 
locations  (BPC-6) 

90.  0 

34.  3 

124.  3 

90.  0 

71 

AWSS  fire  protection  system  for  areas  west  of 
Twin  Peaks 

240.  0 

240.  0 

72 

AWSS  system  to  new  industrial  areas,  vicinity 
of  Third  St.  &  Oakdale  Ave. 

386.  6 

386.  6 

73 

Pipe  Yard,  2245  Jerrold  Ave.  ,  pave  yard  & 
construct  retaining  wall 

70.  1 

70.  1 

74 

Twin  Peaks  Reservoir,   shape  &  pave  perimeter 

4.  0 

4.  0 

access  road  &  pave  parking  area 

75     Jones  Street  Tank,  construct  off- street  parking  3.4  3.4 

areas 


(continued) 


PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


PUBLIC  SAFETY 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


76     Fire  House  reconstruction  of  the  following  locations: 


79 

80 

81 

82 

83 
84 


100.  Ob 


200.  0 


Engine 

Co. 

3 

1067  Post  St. 

Engine 

Co. 

8 

1648  Pacific  Ave. 

Engine 

Co. 

16 

909  Tennessee  St. 

Engine 

Co. 

17 

41 6  Je s sie  St. 

Engine 

Co. 

18 

1298  Girard  St. 

Engine 

Co. 

19 

13  00  Fourth  St. 

Engine 

Co. 

28 

1814  Stockton  St. 

Engine 

Co. 

48 

798  Wisconsin  St. 

T  ruck 

Co. 

1 

420  Jessie  St. 

77     Diamond  Heights,  new  station 


78     Engine  Co.  37,  vicinity  Jerrold  Ave.   &  Napoleon  St.  , 
new  station 


250.  0 
(  235.  0) 
(    15. Oo) 


340.  0 


PROJECTS  WHICH  DO  NOT  AFFECT  THE  MASTER  PLAN 


Sub  Total 

Various  Fire  Houses,  minor  replacement  & 
repair  projects  each  costing  $2,  000  or  less 
for  equipment,  lighting,  plumbing  &  structural 
items  (R&R-l) 

Various  Fire  Houses,  minor  replacement  &  repair  projects 
each  costing  $2,  000  or  less  for  equipment,  lighting,  plumbing 
and  structural  items  {R&R-2) 

Engine  Co.  36,  551  Twenty-Sixth  Ave.  ,  install  gasoline 
fueling  equipment 

Engine  Co.  28,  Stockton  &  Greenwich  Sts.  ,  construct 
additional  hose  racks 

Pumping  Station  1,  698  Second  St.  ,  convert  to  diesel  power 
Pumping  Station  2,  Van  Ness  Ave.  ,  convert  to  diesel  power 


623.  9 
3  6.  5 

19.  1 

6.3 

6.  0 

278.  0 
278.  0 


300.  0 
(  200.  0) 
( 100. Ob) 


250.  0 
(  235.  0) 
(    15. Oo) 

340.  0 


623.  9 
36.  5 

19.  1 

6.3 

6.  0 

278.  0 
278.  0 


100.  Ob 


$     36.  5 


36.  5 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


PUBLIC  SAFETY 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


POLICE  DEPARTMENT  TOTAL 

From  Ad  Valorem  Taxes 
From  Other  Sources  (o) 

85     Potrero  Station,  vicinity  of  Third  St.  &  Revere 
Ave.  ,  new  building 


7.  0 
7.  0 


50.  0       $  150.  0       $        237.  0 


80.0  150.0 
80.  Oo         150.  Oo 


$6     Various  stations,  minor  replacement  &  repair 
items  each  costing  $2,  000  or  less  for  equipment 
electrical,  plumbing  &  structural  items  (R&R-l) 


PROJECTS  WHICH  DO  NOT  AFFECT  THE  MASTER  PLAN 

7.  0 


7.  0 
230.  0 

230.  0 


7.  0 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


HEALTH  6-  WELFARE 


1  I  M  C 
L  1  IN  b 

NUMBER                 LOCATION  AND  DESCRIPTION  OF  PROJECT 

'o  1  o  IN 
1963-64 

IHL^UoANUb  KJr 

1964-65 

Pi/^  1   1  ADC 

1965-69 

1  D  \  AL 

1963-1969 

FUNDED 
1963-64 

HEALTH  &  WELFARE  TOTAL 

$  3, 507. 0 

$  3,  900.  4 

$  1,  143. 5 

$  8,  550.  9 

$  812.1 

Department  of  Public  Health 
Department  of  Public  Welfare 

3,  360.  7 
146.  3 

3, 789. 4 
111.0 

1,  143. 5 

8, 293. 6 
257.  3 

809.  7 
2.  4 

DEPARTMENT  OF  PUBLIC  HEALTH  TOTAL 

$  3,  360.  7 

$  3, 789. 4 

$  1,  143. 5 

$  8, 293. 6 

$  809. 7 

From  Ad  Valorem  Taxes 

From  Other  Sources  (Hill-Burton  Funds)  (o) 

2,  496.  4 
864.  3 

3, 139. 4 
650.  0 

1,  143.  5 

6, 779. 3 
1,  514.  3 

502.  0 
307.  7 

Sub  Total 

$  2.  548.  5 

$  3, 755. 5 

$  1.  143.  5 

$  7,  447. 5 

$  693.  1 

87     Eureka-Noe  Health  Center,   17th  &  Pond  Sts.  , 
new  building  (BPC-O) 

528.  3 
(220.  6) 
(307. 7o) 

528.  3 
(220.  6) 
(307. 7o) 

528.  3 
(220.  6) 
(307. 7o 

88     S.  F.  General  Hospital,  new  pathology  building 

628.  0 
(  71.  4) 
(556. 6o) 

628.  0 
(  71.4) 
(556. 6o) 

89     Laguna  Honda  Home,  Building  A,  alterations  & 
additions  (BPC-1) 

126.  5 

126.  5 

126.  5. 

9  0     District  Health  Center,  vicinity  of  Turk  &  Fillmore  Sts.  , 
new  building  (BPC-O) 

PROJECTS  #90  &  #91  TO  BE 
COORDINATED  WITH  THE 
REDEVELOPMENT  PROGRAM 

15.  0 

783.  0 
(483. 0) 
(300.  Oo) 

798.  0 
(498. 0) 
(300. Oo) 

15.  0 

91     Harbor  Emergency  Hospital,  vicinity  of  Drumm  & 
Clay  Sts. 

48  0.  0 

48  0.  0 

92     S.  F.  Gene  ral  Hospital,  provide  increased  electrical 
service  (BPC-31) 

15.  0 

90.  0 

105.  0 

15.  0 

93     S.  F.  General  Hospital,  Psychiatric  Bldg.  ,  alteration  & 
rehabilitation  (BPC-81) 

483.  0 

483.  0 

94     District  Health  Center,  Downtown  Area,   site  to  be 
dete  rmined 

6.  5 

965.  1 
(615. 1) 
(350.  Oo) 

971.  6 
(621. 6) 
(350.  Oo) 

PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


HEALTH  6-  WELFARE 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  Oh  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


95  101  Grove  St.,  auditorium  egress  &  related  $  3.0 
alterations,  studies  &  plans  {BPC-70) 

96  Hassler  Health  Home,  install  fire  escape  ramps  (BPC-3)  8.3 

97  Hassler  Health  Home,  install  automatic  sprinkler  system  (BPC -4)  21.2 

98  S.  F.  Gene  ral  Hospital,  Bldg.  6,  relocate  messenger  service,  15.0 
film  storage  areas  and  rehabilitate  space  for  X-Ray  Department, 

studies  &  plans  (BPC-78) 

99  S.  F.  General  Hospital,  installation  of  new  light  standard  on  51.5 
hospital  grounds 


100  Emergency  Hospital,  vicinity  of  19th  Ave.  &  Lincoln  Way,  7.0 
preliminary  studies  &  plans 

THE  LOCATION  OF  PROJECT  #100  SHOULD  BE  DETERMINED 
BY  A  STUDY  OF  EMERGENCY  HOSPITAL  FACILITIES  WHICH 
CAN  BE  ADOPTED  AS  PART  OF  THE  IvlASTER  PLAN 

101  Marina  Health  Center,  Greenwich  &  Scott  Sts. ,  5.  0 
plans  &  studies  for  a  district  sub-center 

102  Alemany  Health  Center,  45  Onondaga  Ave.  ,   studies  &;  2.  5 
plans  for  mezzanine  extension 

103  101  Grove  St.,  Women's  Court  &  Jail,  plans  &  studies  6.5 
for  conversion  to  office  space 

104  S.  F.  General  Hospital,  plans  &  studies  for  security  7.5 
facilities 

105  S.  F.  General  Hospital,  Psychiatry  Bldg.  90,  35.6 
alterations  to  first  floor 

106  S.  F.  General  Hospital,  Bldgs.  6  &  30,  central  food  service,  8.  0 
studies  &  plans 

107  S,  F.  General  Hospital,  additions  &  improvements  to  water  10.  0 
distribution  system,   studies  &  plans 


199.  2 


3.  0 

8.  3 
21.  2 
214.  2 

51.  5 

7.  0 


5.  0 


2.  5 


6.  5 


7.  5 


35.  6 


8.  0 


10.  0 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


HEALTH  6-  WELFARE 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


108  Laguna  Honda  Home,  "M"  &  "O"  Bldgs.  ,  construct 
terrace  for  training  &  recreation  area 

109  Laguna  Honda  Home,  pedestrian  walk  &  ramps  on 
Woodside  Ave. 

110  S.  F.  General  Hospital,  provide  parking 
east  of  Bldg.  90 

S.   F.  GENERAL  HOSPITAL: 

111  Bldg.   1,   surgical  suite 

112  Install  new  boiler  in  powerhouse 

113  Development  Plan  for  the  Hospital  &  related 
facilities,  2nd  increment 

114  Survey  of  communications  system  requirement 

115  Studies  &  plans  for  receiving  &  storage  facilities 

116  New  Mental  Health  Center,   studies  &  plans 

117  Alterations  in  Administration  Bldg.  ,  to  provide 
additional  office  space,   studies  &  plans 

118  Remodel  portion  of  basement  in  Bldg.  60  for  auditorium 
&  staff  lecture  room 

119  Acquire  land  for  future  expansion  of  hospital 

120  New  maintenance  buildings,   studies  &  plans 

121  New  auditorium  &  library,   studies  &  plans 

122  Out-Patient  Bldg.,  studies  &  plans 

123  Bldg.  9,  remodel  nurses'  home  to  provide  additional 
security 

124  Install  pneumatic  tube  communications  system 


$  20.  7 


21.9 


42.  5 


187.  7 
225.  0 
125.  0 

8.  0 

4.  0 
10.  0 

5.  0 

49.  0 

240.  0 
5.  0 
8.  0 
5.0 

45.  5 

51.0 


20.  7 
21.9 

42.  5 

187.  7 
225.  0 
125.  0 

8,  0 

4.  0 
10.  0 

5.  0 

49.  0 

240.  0 
5.  0 
8.  0 
5.  0 
45.  5 

51.  0 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


HEALTH  6-  WELFARE 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


125  Bldg.  20,  completely  remodel 

126  Bldg.  30,  completely  remodel 

127  New  residents'  quarters,  studies  &  plans 

128  Bldg.  90,  rehabilitate  &  replace  plumbing  &  wiring 


129 
130 

131 

132 

133 

134 
135 
136 

137 
138 
139 
140 
141 

142 
143 
144 
145 

146 
147 


750.  0 


720.  0 
10.  0 
413.  5 


PROJECTS  WHICH  DO  NOT  AFFECT  THE  MASTER  PLAN 


Sub  Total 

101  Grove  St.,  minor  replacement  &  repair  projects 

each  costing  $2,  000  or  less  for  plumbing  &  lighting  (R&R-l) 

S.  F,  General  Hospital,  Intensive  Care  Unit, 

install  oxygen  &  electrical  outlets;  examining  lights  & 

partitions  for  12  beds  (BPC-8) 

101  Grove  St.,  Rm.  420,  alterations  to  accommodate  new 
tuberculosis  laboratory  (BPC-2) 

S.  F.  General  Hospital,   relocate  chemical  laboratory, 
plans  &  specifications 

Laguna  Honda  Home,  installation  of  standby  water  service 
for  fire  protection  (BPC-11) 

Laguna  Honda  Home,   replace  cold  water  main 
101  Grove  St.,  enlarge  personnel  office  (BPC-66) 
Laguna  Honda  Home,   replace  water  heaters,  pumps  & 
related  plumbing 

Laguna  Honda  Home,  increase  electrical  service  (BPC-41) 
101  Grove  St.,  adapt  basement  area  for  stockroom  use 
101  Grove  St.,  install  automatic  elevators 

S.  F.  General  Hospital,  remodel  garage  for  paint  spray  shop 
Hassler  Health  Home,  repair  &  resurface  all  roads  &  parking 
area 

101  Grove  St.,   steam  cleaning  of  building 
Laguna  Honda  Home,   reconstruct  paging  system 
Laguna  Honda  Home,   reconstruct  clock  system 
135  Polk  St.,  Emergency  Hospital,  install  heating 
&  ventilating  system 

Laguna  Honda  Home,  improvements  to  main  entrance 
lobby  &  adjacent  corridor 

Hassler  Health  Home,  emergency  booster  pump  house 


812.  2 


7.  1 

15.2 

5.  0 

13.  6 

59.  4 
2.  1 
27.  3 

6.  0 
6.  2 

93.  0 
43.  8 
20.  1 

39.  7 
27.  7 
5.  1 
9.  5 

17.  3 

10.  3 


33.  9 


750.  0 
720,  0 
10.  0 
413.  5 


$      846.  1 
10.  0 
7.  1 


15.  2 

5.  0 

13.  6 

59.  4 
2.  1 
27.  3 

6.  0 
6.2 

93.  0 
43.  8 

20.  1 

39.  7 
27.  7 
5.  1 
9.  5 

17.  3 

10.  3 


116.  6 
10.  0 

7.  1 

15.  2 
5.  0 
13.  6 


6.  0 


39.  7 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  Fiscal  year  I963-I96A  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


HEALTH  6-  WELFARE 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


148  Laguna  Honda  Home,   replace  incinerator 

149  S,  F.  General  Hospital,   replace  steel  lintels 
in  all  bldgs. 

150  S,  F.  Gene ral  Hospital,  Bldg.   100,  improvements 
to  elevator 

151  S.  F.  General  Hospital,  Bldg.   100,   replace  roof  & 
repair  parapet  walls  (BPC-10) 

152  Laguna  Honda  Home,   remodel  recreation  room 

153  Hassler  Health  Home,  construct  covered  stairway 
from  Ward  III  to  therapy  area 

154  Laguna  Honda  Home,  provide  additional  deep-freeze 
ref  rige  ration 

155  Laguna  Honda  Home,   replace  water  supply  line 

156  Laguna  Honda  Home,   "M"  &  "O"  Bldgs.,  construct 
terrace  for  training  &  recreation  area 

157  Laguna  Honda  Home,  Bldg.  G.  ,  remove  partition  in 
basement  to  provide  additional  storage  area 

158  S.  F.  General  Hospital,  improvements  to  laundry 

159  S.  F,  General  Hospital,  Bldg.  40,   refurbish  ward  45 

160  101  Grove  St.,  alterations  to  Rm.  422 

161  101  Grove  St.  ,  install  ventilation  system  in  room  used 
by  handicapped 


DEPARTMENT  OF  PUBLIC  WELFARE  TOTAL 

From  Ad  Valorem  Taxes 
(Approximately  45%  of  project  costs  will 
be  recovered  from  Federal  &  State  Aid) 


Sub  Total 


162  150  Otis  St.,  convert  three  floors  to 
office  space 

163  585  Bush  St.  ,  install  fire  sprinkler  system  in 
basement  &  storage  areas 

164  Single  Men's  Rehabilitation  Center,  cover  terrace 
adjoining  dining  rooms 

165  Single  Men's  Rehabilitation  Center,  install 
ventilation  system  in  dormitory  &  recreation  room 


25.  0 

22.  5 

60.  5 

20.  0 

34.  5 
4.9 

23.  0 

24.  5 
20.  7 

4,  0 

119.  7 
21.7 
8.  5 
4.  3 


$  146.3 


146.  3 


40,  8 


7.  0 


19.  4 


6.  0 


8.  4 


33.  9 


$  111.0 


111.0 


111.0 


111.0 


25.  0 

22.  5 

60.  5 

53.  9 

34.  5 
4.9 

23.  0 

24.  5 
20.  7 

4.  0 

119.  7 
21.7 
8.  5 
4.3 


$  257,3 


257.  3 


151.8 


118.  0 


19.  4 


6.  0 


8.  4 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


HEALTH  6-  WELFARE 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


PROJECTS  WHICH  DO  NOT  AFFECT  THE  MASTER  PLAN 


Sub  Total 


166 

167 
168 


Various  locations,  minor  replacement  of 
plumbing  and  lighting,  items  costing 
$2,  000  or  less  (R&R-l) 

150  Otis  Street,  convert  two  elevators  to 
automatic  operation 

150  Otis  Street,  install  exhaust  ventilation  system 
on  main  floor 


$  105.5 

2.  4 

99.  5 

3.  6 


$  105.5 


2.  4 


99.  5 
3.  6 


$       2.  4 


2.  4 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


CORRECTIONAL 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


CORRECTIONAL 

Youth  Guidance 
Log  Cabin  Ranch 
Sheriff  (County  Jails) 

YOUTH  GUIDANCE 

From  Ad  Valorem  Taxes 


TOTAL 


$  580.3 


TOTAL 


169  Various  cottages,  classroom  &  dining  areas, 
ventilating  system 

170  Maximum  security  unit,  addition  of  four 
bedrooms  &  toilet  facilities  (BPC-52) 

171  Service  Bldg.  ,  construct  approximately  2,  000  sq.  ft. 
additional  storage  space 

172  Enlarge  existing  parking  facilities 


252.  4 
310.  1 
17.  8 

$      252. 4 

252.  4 

159.  7 

22.  5 

49.  3 

12.  2 


92.  7 


92.  7 


PROJECTS  WHICH  DO  NOT  AFFECT  THE  MASTER  PLAN 


173      Service  Bldg.,  install  electrically  operated 
dumbwaite  r 


LOG  CABIN  RANCH  TOTAL 
From  Ad  Valorem  Taxes 

174  Administration  Bldg.  ,  new  structure  (BPC-51) 

175  Equipment  Bldg.,  approximately  2,  000  sq.  ft. 
additional  space 

176  Staff  Housing,   12  accommodations 

177  Emergency  electrical  powe r  system 

178  Access  road,  widen  &  resurface  (BPC-54) 


8.  7 

$       310.  1 
310.  1 
101.  7 
31.5 

85.  8 
38.  0 
44.  8 


$        92.  7 


92.  7 


$  673.0 


252.  4 
402.  8 
17,8 

$      252. 4 

252.  4 

159.  7 

22.  5 

49.  3 

12.  2 


$      402. 8 
402.  8 
101.  7 
31.  5 

85.  8 
38.  0 
44.  8 


186.  8 

22.  5 
148.  0 
16.  3 

22.  5 

22.  5 


22.  5 


148.  0 
148.  0 
101.7 


44.  8 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


CORRECTIONAL 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


179  Staff  houses,  remodeling  bathrooms  &  kitchens 

180  Relocate  water  &  electrical  service 

181  Cover  walks  between  buildings 

182  Recreation  Hall,  add  approximately  2,  000  sq.  ft. 
for  chapel 


17.  7 
15.  3 
12.  0 
47.  7 


PROJECTS  WHICH  DO  NOT  AFFECT  THE  MASTER  PLAN 


183  Cafeteria  Bldg.  ,  hood  &  exhaust  fans  in  kitchen 
(BPC-53) 

184  Resurface  basketball  &  volleyball  courts 


SHERIFF  (COUNTY  JAILS) 


From  Ad  Valorem  Taxes 


TOTAL 


2.  8 

5.  5 

17.  8 

17,  8 


185      Various  locations  at  County  Jails,  minor 

replacement  &  repair  projects  each  costing  $2,  000 
or  less  for  equipment,  lighting,  and  structural 
items  (R&R-l) 


PROJECTS  WHICH  DO  NOT  AFFECT  THE  MASTER  PLAN 

17.  8 


17.  7 
15.  3 
12.  0 
47.  7 


2.  8 
5.  5 

17.  8 
17.  8 


17,  8 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


SANITATION 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


SEWERS      SEWAGE  TREATMENT  PLANTS  TOTAL 

From  Ad  Valorem  Taxes 

From  Electorate  Approved  Bonds  (b) 

186  Division  St.   sewer,  Treat  Ave,  from  1 6th 
St.  to  Alameda  St.  ,  Contract  #2 

187  Turk  St.  ,  Hyde  -St.  to  Taylor  St.  ;  Taylor  St.  , 
Turk  St.  to  Market  St.  ;  Sixth  St.  ,  Howard  St. 
to  Channel  St.,  increase  capacity  of  sewers 

188  South  Basin  sewers,  vicinity  of  Fitch  &  Donahue  Sts.  ; 
Hunters  Point  Rd.  ,  for  industrial  development  of 
tideland  fill  area 

189  Franklin-Bay  St.  sewers.  Franklin  St.  ,  Union  to 
Lombard  St. 

190  Beach  St.  ,  Fillmore  St.  to  Buchanan  St.  ,  &  Fillmore 
St.  ,  Beach  St.  to  the  Bay,  sewer  replacement 

191  Shotwell  St.   sewer,  19th  St.  to  20th  St. 

192  Lincoln  Way  sewer,  14th  Ave.  to  l6thAve.; 
14th  Ave.  ,  Lincoln  Way  to  Judah  St. 

193  Central  Basin  sewers,  area  bounded  by  Islais  Creek, 
the  Bay,   19th  St.  &  Third  St.  ,  construct  pumping 
stations  &  collecting  sewers 

194  Various  treatment  plants,  additions  &  betterments 

195  Richmond-Sunset  Treatment  Plant,  increase  capacity 

196  Construction  of  sewers  in  front  of  City  property 


197  City  aid  on  sewer  projects  financed  through 
assessments,  various  locations  (BPC-5) 

198  Waller  St.   sewer,  Laguna  St.  to  Octavia  St. 


3,  983. 4      $  3,  675. 7 


71.  1 
3,912.  3 


330.  Ob 


460. Ob 


1,  000. Ob 

400.  Ob 

28.  5 
(18.5) 
(10.  Ob) 

12.  0 
12.  8b 


75.  7 
3,  600.  0 


500.  Ob         1,  200.0b 


174.  Ob 

350.  Ob 

48.  Ob 
240.  Ob 

150.  Ob  300.  0b 


600.  Ob 
500, Ob 


19.  0 


$  350. 0        $  8. 009, 1 


350.  0 


800.  0b  350,0b 


146.  8 
7,  862,  3 

330.  Ob 


1,  700.  Ob 

1,  610, Ob 

174.  Ob 

350,  Ob 

48.  Ob 
240.  Ob 

450.  Ob 

1,  600. Ob 

900.  Ob 

28.  5 
(18.5) 
(10. Ob) 

31.  0 
12.  8b 


$  3.  959.9 

47.  6 
3, 912. 3 

330.  Ob 


500. Ob 

460.  Ob 

174.  Ob 

350.  Ob 

48.  Ob 
240.  Ob 

150.  Ob 

1,  000. Ob 
400. Ob 

10.  Ob 
12.  0 

12.  8b 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


SANITATION 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


199  Berry  St.   sewer.  Fifth  St.  to  Sixth  St, 

200  Vallejo  St.   sewer,  Powell  St.  to  Mason  St. 

201  Hyde  St.   sewer,  extension  to  end  of  pier 

202  McAllister  St.  sewer,  Gough  St.  to  Octavia  St. 

203  Filbert  St.   sewer,  Jones  St.  to  Taylor  St. 

204  Clarendon  Heights,  various  locations,  sewer 
easements  (BPC-77) 

205  Various  locations,  guniting  old  brick  sewers  (BPC-59) 

206  Fillmore  St.   sewer,  Vallejo  St.  to  Green  St, 

207  North  Point  St.   sewer,  Divisadero  St.  to  Scott  St. 

208  Twenty-Fifth  St.  &  Sanchez  St.   relief  sewer 

209  Seventeenth  St.   sewer.  Temple  St.  to  Douglass  St. 

210  Kirkham  St.   sewer,  bet.   15th  &  16th  Aves. 


44.  Ob  $ 
13.  7b 
98.  6b 
21.  2b 

21.  9b 
5.  0 

35.  6 
15.  9b 

22.  2b 


25.7 


155. Ob 
45.  Ob 
31.0 


44.  Ob 
13.  7b 
98.  6b 
21,  2b 

21.  9b 
5.  0 

61.  3 
15.  9b 

22.  2b 
155. Ob 

45.  Ob 
31.0 


44.  Ob 
13.7b 
98.  6b 
21.  2b 

21.  9b 

35.  6 
15.  9b 

22.  2b 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 


TRAFFIC  WAYS 


All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with 

the  Master  Plan,  except  as 

noted . 

LINE 

COSTS  IN 

THOUSANDS 

OF  DOLLARS 

TOTAL 

FUNDED 

NUMB 

ER                 LOCATION  AND  DESCRIPTION  OF  PROJECT 

1 voo  -  o4 

1964-65 

1 965  -  69 

1  VoJ  -  IVt>V 

1963-64 

TRAFFICWAYS  TOTAL 

$  4,  905,  1 

$ 

3, 152. 2 

$   1  2,  388.  1 

$  20,  445.4 

$  3,  864.  7 

Major  Thoroughfares 

2,  396.  2 

2,  026.  0 

8,  752.  7 

13,  174.  9 

1, 783. 6 

Street  &  Sidewalk  Reconstruction 

1,  314.  0 

215.  0 

1, 529. 0 

1,  146.  0 

Traffic  Signals  &  Channelization 

176.  0 

435.  0 

3,  635. 4 

4,  246,  4 

176.  0 

Street  Lighting 

476,  2 

952.  3 

Landscaping 

237.  1 

237.  1 

237.  1 

Miscellaneous 

305.7 

305.7 

295.  5 

MAJOR  THOROUGHFARES  TOTAL 

$  2,  396.  2 

2,  026.  0 

$     8,  752.7 

$   13,  174.  9 

$  1,  783.  6 

From  Gas  Tax  Funds  (g) 

1,  697,9 

1,  486.  0 

4,  757.  7 

7, 941. 6 

1,  590.  9 

From  Road  Funds  (s) 

698.  3 

540.  0 

3,  995.  0 

5, 233, 3 

192.  7 

211 

Street  widening:    Washington  St.  ,  Sansome  St. 

105. Ig 

105.  Ig 

105,  Ig 

to  Drumm  St.,  widening  to  accommodate  3 -lane. 

one-way  street  with  parking  lanes;  Drumm  St. 

to  the  Embarcadero,  construct  4-lane  divided 

off-ramp  (BPC-lg) 

212 

Street  widening:    Clay  St.  ,  Sansome  St.  to 

61.  9g 

61. 9g 

61. 9g 

Drumm  St.,  widening  to  accommodate  3 -lane. 

one-way  street  with  parking  lanes  (BPC-2g) 

213 

Street  resurfacing: 

107. Og 

107. Og 

Broadway,  Front  St.  to  The  Embarcadero; 

Jackson  St.  ,  Battery  St.  to  Drumm  St.  ; 

Sacramento  St.  ,  Battery  St.  to  Drumm  St.  ; 

Battery  St.,  Sacramento  St.  to  Jackson  St.; 

Front  St.,  Davis  &  Sacramento  St.  to  Clay  St.; 

Davis  St.,  Jackson  St.  to  Broadway; 

Market  St,  &  Steuart  St.,  (portion  of  each) 

214 

Geneva  Ave. ,  Alemany  Blvd.  to  Ocean  Ave. , 

946.  Ig 

281.  Og 

1,  227.  Ig 

946.  Ig 

SPECIFIC  ROUTE  ALIGNMENT  SUBJECT  TO 
REVIEW  BY  CITY  PLANNING  COMMISSION 

215      BosworthSt.  ,  Lyell  St.  to  O'Shaughnessy  Blvd.  ; 

O'Shaughnessy  Blvd.  ,  BosworthSt.  to  Portola  Dr. , 

4-lane  divided  highway  with  landscaped  median 

strip  &  provide  grade  separation  at  Portola  Dr.  (BPC-4g) 

SPECIFIC  ROUTE  ALIGNMENT  SUBJECT  TO 
REVIEW  BY  CITY  PLANNING  COMMISSION 


428.  6g         1,  205.  Og       4,  757.  7g         6,  391.3f 


428. 6g 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


TRAFFIC  WAYS 


LINE 
NUM 


BER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


216  Various  street  improvements.  City  aid  (BPC-5g) 

217  Construction  of  curbs  &  pavements  in  front  of 
public  property  (BPC-9s) 

218  Various  locations,  curb  raising  program  (BPC-16s) 

219  Street  work,  preliminary  engineering  &  administrative 
expense  (BPC-5g) 

220  Burnett  Ave.,  from  vicinity  Dixie  Alley  to  Twin  Peaks 
Blvd.  ,  near  Palo  Alto  Ave,  ,  extension  of  2 -lane  roadway 

SPECIFIC  ROUTE  ALIGNMENT  SUBJECT  TO 
REVIEW  BY  CITY  PLANNING  COMMISSION 

221  Judson  Ave. ,  Phelan  Ave.  to  Edna  St. , 
new  roadway  (BPC-lOs) 

222  Market  St.  -  Portola  Dr.  ,  Portola  Dr.  near  Corbett  Ave.  , 
construct  traffic  islands  &  provide  landscaping  (BPC-18g) 

223  Bayview  Parkway,  San  Bruno  Ave.  ,  Mansell  St.  to 
Bayview  Park,   studies  &  plans;  construction 

SPECIFIC  ROUTE  ALIGNMENT  SUBJECT  TO 
REVIEW  BY  CITY  PLANNING  COMMISSION 

224  Stanyan  St,  ,  Fulton  St.  to  Fell  St. ,  widen  roadway  to 
4-lanes 

225  Sixth  &  Seventh  Aves,,  Lincoln  Way  to  Laguna  Honda  Blvd.  , 
one-way  traffic  pattern  between  Lincoln  Way  &  Lawton  St.  , 
Locksley  Ave.  extension  to  Seventh  Ave.  ,  new  4-Iane 
divided  roadway  on  Seventh  Ave.  between  Lawton  St.  & 
Laguna  Honda  Blvd. 

226  Monterey  Blvd. ,  Ridgewood  Ave.  to  Circular  Ave.  , 
widen  to  4-lanes 


50.0s  $ 
50,  Os 

12,  Os 
20,  Og 

475. 6s 


80.7s 


29.  2g 


30.  Os 


100.  Os 


350,  Os 


10.  Os  723.  0s 


50,  Os 
50.  Os 

12.  Os 
20.  Og 

475„ 6s 


80.  7s 


29.  2g 


SO.  Os        1,  292.0s         1,402.  0s 


100.  Os 


350.  Os 


733. Os 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


TRAFFIC  WAYS 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


2Z7      Third  St.,  Chamiel  St.  to  Mariposa  St.,  construct  6-lane 
divided  roadway  with  parking  lanes 

228  Clipper  St.  &  Army  St.,  various  locations, 
widen  to  4  lanes  &  provide  parking  lanes 

229  Webster  St.  &:  Laguna  St.,  various  locations, 
construct  6-lane  divided  roadway  with  parking 
lanes 

23  0      Phelan  Ave.  Extension,  Judson  Ave.  to  Monterey 

Blvd.  ,  construct  4-lane  roadway  with  parking  lanes 
&  sidewalks 


STREETS  h  SIDEWALK  RECONSTRUCTION  TOTAL 

From  Gas  Tax  Funds  (g) 
From  Road  Funds  (s) 

231  Masonic  Ave.,  Geary  Blvd.  to  Oak  St., 
sidewalk  narrowing  (BPC-6g) 

232  Bush  St.,  Van  Ness  to  Sansome  St., 
sidewalk  narrowing  (BPC-7g) 

IT  IS  RECOMMENDED  THAT  BUSH  STREET  BE 
WIDENED  ONLY  FROM  VAN  NESS  AVE.  TO 
KEARNY  STREET 

233  Castro  St.,  Duboce  St.  to  Market  St., 
sidewalk  narrowing  (BPC-8g) 

234  Dewey  Blvd.  ,   Taraval  St.  to  Laguna  Honda  Blvd.  , 
sidewalk  narrowing  (BPC-9g) 

235  Fourteenth  St.  ,  Guerrero  St.  to  Folsom  St.  , 
sidewalk  narrowing  (BPC-12s) 

236  Natoma  St.,  First  St.  to  Second  St. 
pavement  reconstruction  (BPC-13s) 


595.  0 
719.  0 


80.  Og 


235. 


110.  Og 
68.  Og 
90.  Os 

35.  Os 


330.  Os     $        330.  Os 


327. Os 


873. Os 


450.  Os 


327. Os 


873. Os 


450.  Os 


1,314.0       $  215.0 


215.  0 


$     1, 529. 0 

595.  0 
934.  0 

80.  Og 
235.  Og 


1 10.  Og 

68.  Og 

90.  Os 
35.  Os 


1,  146.  0 

595.  0 
551.  0 

80,  Og 
235.  Og 


1 10.  Og 

68.  Og 

90.  Os 
35.  Os 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


TRAFFIC  WAYS 


LINE 
NUM 


BER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


237  California  St.  ,  Grant  Ave.  to  Kearny  St. 
pavement  reconstruction  (BPC-lOg) 

238  Shipley  St.  ,  Eliza  Place  to  Fourth  St.  , 
pavement  reconstruction  &  partial  sidewalk 
narrowing  (BPC-14s) 

239  Emery  Lane,  north  of  Vallejo  St.  access  to 
Central  Police  Station  (BPC-15s) 

240  Hayes  St. ,  Polk  St.  to  Van  Ness  Ave.  , 
pavement  reconstruction  (BPC-16s) 

241  Grove  St.,Steiner  St.  to  Fillmore  St., 
pavement  reconstruction  {BPC-17s) 

242  Various  Streets,  reconstruction  of  brick  & 
basalt  pavements 

243  Fillmore  St.,  Filbert  St.  to  Chestnut  St., 
pavement  reconstruction  (BPC-18s) 

244  Steiner  St.,  Hayes  St.  to  Oak  St.,  pavement 
reconstruction  (BPC-19s) 

245  Haight  St.,  Divisadero  St.  to  Broderick  St., 
pavement  reconstruction  (BPC-20s) 

246  Divisadero  St. ,  Clay  St.  to  Washington  St. , 
pavement  reconstruction  (BPC-21  s) 

247  Lyon  St.  ,  Page  St.  to  Oak  St.  ,  pavement 
reconstruction  (BPC-22s) 

248  Mason  St. ,  Post  St.  to  Sutter  St.  ,  pavement 
reconstruction  (BPC-23s) 

249  Vallejo  St.  ,  Sansome  St.  to  Montgomery  St.  , 
pavement  reconstruction  (BPC-24s) 

250  Pine  St. ,  Grant  Ave.  to  Stockton  St. ,  pavement 
reconstruction  (BPC-llg) 


$        30.  Og 


34.  Os 


9.  Os 


36.  Os 


33.  Os 


100.  Os 


66.  Os 


40.  Os 


36.  Os 


23.  Os 


23.  Os 


23.  Os 


35.  Os 


38.  Og 


3  0.  Og 


34.  Os 


9.  Os 


36.  Os 


33.  Os 


100.  Os 


66.  Os 


40.  Os 


36.  Os 


23.  Os 


23.  Os 


23.  Os 


35.  Os 


38.  Og 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


TRAFFIC  WAYS 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


251  Pine  St.  ,  Franklin  St  to  Gough  St.  , 
pavement  reconstruction  (BPC-12g) 

252  Green  St.  ,  Kearny  St.  to  Grant  Ave.  , 
pavement  reconstruction  (BPC-25s) 

253  Greenwich  St.  ,  Grant  Ave.  to  Stockton  St.  ,  pavement 
reconstruction  (BPC-26s) 

254  Hill  St.  ,  Valencia  St.  to  Guerrero  St.  , 
pavement  reconstruction 

255  Park-Presidio  Blvd.,  various  locations,  cross 
streets  widening 

256  Second  St.  ,  Townsend  St.  to  Brannan  St.  , 
reconstruction 

257  Townsend  St.,  2nd  St,  to  3rd  St.,  reconstruction 

258  Taylor  St.,  Bay  St.  to  Jefferson  St.,  Fisherman's  Wharf 
Promenade 

IT  IS  RECOMMENDED  THAT  PROJECT  258  BE 
COORDINATED  WITH  FISHERMAN'S  WHARF  - 
AQUATIC  PARK  DEVELOPMENT  PLAN 


TRAFFIC  SIGNALS  k  CHANNELIZATION  TOTAL 

From  Gas  Tax  Funds  (g) 
From  Road  Funds  (s) 

259  Various  intersections.  Contract  #21 
traffic  signals  (BPC-27s) 

260  Various  intersections.  Contract  #6, 
renewal  &  modifications  of  signals  (BPC-28s) 

261  Marina  District,  various  streets,  reversible 
lane  controls  (BPC-13g) 

262  Various  intersections.  Contract  #2,  school 
pedestrian  signals  (BPC-29s) 


$        34.  Og  $ 


34.  Os 


34.  Os 


38.  Os 


30.  Os 


40,  Os 

75.  Os 
100.  Os 


34.  Og 

34.  Os 

34.  Os 

38,  Os 

30.  Os 

40.  Os 

75.  Os 
100.  Os 


176.0       $       435.0    $     3,  635.  4     $  4,246.4 


44.  0 
132.  0 

70.  Os 


40.  Os 


3  6.  Oc 


10.  Os 


44.  0 

435.0  3,  635.4  4,  202.4 

70.  Os 


40.  Os 


3  6.  Og 


10.  Os 


$    34.  Og 


34,  Os 


34.  Os 


$  176.  0 

8.  0 
168.  0 

70.  Os 


40.  Os 


3  6.  Og 


10.  Os 


PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


TRAFFICWAYS 


LINE 
NUM 


BER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


Z63      Alemany  Blvd.,  Cotter  St.  to  Santa  Rosa  Ave., 
reconstruction  of  super  elevation  (BPC-14g) 

264  Various  intersections,  new  traffic  control 
devices  (BPC-40s) 

265  Various  intersections,  Contract  #22,  new 
traffic  signals 

266  Various  intersections.  Contract  #7,  renewal 
&  modification  of  traffic  signals 

267  Various  intersections.  Contract  #3,  school 
pedestrian  signals 

268  Various  intersections.  Contract  #2, 
channelization  &  safety  lighting  at 
dangerous  intersections 

269  Mission  District,  various  intersections, 
modify  signal  control  equipment 

270  Sunset  Blvd.  ,  Lincoln  Way  to  Ocean  Ave.  , 
install  signal  system 

271  Market  St. ,  9th  St.  to  16th  St. ,  revise 
signal  control  system 

272  Sunset  District,  close  intersections  on  certain 
minor  streets  by  channelization 

273  Arguello  Blvd.  ,  Turk  &  Balboa  Sts.  , 
rechannelize  intersections 

274  Franklin  &  Gough  Sts.  ,  bet.  Lombard  & 
Sacramento  Sts.  ,  traffic  signals 

275  Various  intersections,  Contract  #3, 
channelization  &  safety  lighting 

276  Potrero  Ave.  ,  Division  St.  to  Army  St.  ,  add 
emergency  controls  to  signal  system 


8.0g  $ 


12.  Os 


12.  Os 


70.  Os 


40.  Os 


10.  Os 


62.  Os 


20.  Os 


40.  Os 


20.  Os 


26.  Os 


135. Os 


8.0g 


48.0s  72.0s 


70,  Os 


40.  Os 


10.  Os 


62.  Os 


20.  Os 


40.  Os 


20.  Os 


79.0s  105.0s 


135.  Os 


60.  Oi 


62.  Os 


20.  Os 


60.  Os 


62.  Os 


20,  Os 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


TRAFFIC  WAYS 


LINE 
NUM 


BER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS 
1963-64  1964-65 


OF  DOLLARS 
1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


277  Various  intersections.  Contract  #23, 
traffic  signals  &  channelization 

278  Various  intersections.  Contract  #4,  school 
pedestrian  signals 

279  Golden  Gate  Park,  Main  Dr.  at  8th  Ave. , 
traffic  signals  &  channelization 

280  Fulton  St. ,  Park-Presidio  Blvd.  to  47th  Ave. , 
traffic  signals  &  master  control 

281  Various  intersections.  Downtown  Area, 
sensing  equipment  &  station  for  automatic 
dispatch  of  traffic  control  information 

282  Clayton  St.  &  17th  St.,  S/E  corner, 
construct  diagonal  road  — 

283  Lincoln  Way,   19th  Ave.  to  45th  Ave. , 
new  traffic  signals 

284  Hyde  St.  ,  Market  St.  to  California  St.  , 
install  new  signals 

285  Army  St.  Circle,  signals  &  channelization 

286  Scott  &  Fulton  Sts.  &  Stanyan  &  Fulton  Sts. , 
channelization  &  signal  control 

287  Turk  St.  at  Masonic  Ave.,  underpass 

288  Various  intersections.  Contract  #24, 
channelization  &;  signal  control 

289  Various  intersections.  Contract  #4,  channelization 
&  safety  lights  at  dangerous  intersections 

290  Various  intersections.  Contract  #5,  school 
pedestrian  signals 

291  Various  intersections.  Contract  #6,  school 
pedestrian  signals 


70.0s      $  70.0s 


10.0s 


42.  Os 


70.  Os 


166. Os 


35.  Os 


42.  Os 


62.  Os 


10.  Os 


10.  Os 


10.  Os 


125.0s  125.  Os 


42.  Os 


70.  Os 


166.  Os 


35.  Os 


42.  Os 


1,119.4s  1,119,4s 

35.0s  35.0s 

1,  500.0s  1,  500.0s 

70.0s  70.0s 


62.  Os 


10.  Os 


10.  Os 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


TRAFFIC  WAYS 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OP  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963  - 1969 


FUNDED 
1963-64 


STREET  LIGHTING 


From  Road  Funds  (s) 


TOTAL 


292  Francisco  Heights,  various  streets  in 
underground  district,  connections  &  street 
lights  (BPC-30s) 

293  Thomas  More  Way,  underground  street 
lighting  system  (BPC -3  Is) 

294  Myrtle,  Ellis  &  O'Farrell  Sts.  ,  bet.  Franklin 
St.  &  Van  Ness  Ave.,  underground  street 
lighting  system  (BPC-32s) 

295  Presidio  Heights,  various  streets  in  underground 
district,  connections  &  street  lights  (BPC -33s) 

296  Telegraph  Hill,  various  streets  in  underground 
district,  connections  &  street  lights  (BPC-34s) 

297  Golden  Gateway  Redevelopment  Area  E-1, 
new  street  lighting  (BPC-35s) 

298  Western  Addition  Redevelopment  Area  A-1,  new 
street  lighting 

299  Masonic  Ave.  ,  between  Fell  &  Geary  Sts.  , 
underground  street  lighting  system  (BPC-36s) 

3  00     Stanyan  St.  ,  between  Fell  &  Fulton  Sts., 
underground  street  lighting  system 

301  BosworthSt.  ,  Rousseau  St.  to  O'Shaughnessy  Blvd.  , 
safety  lighting  system 

302  Church  St.  at  19th  St. ,  install  two  vapor  lights 

303  Contingency  Fund  for  emergency  lighting 

3  04     Mission  St.  ,  Precita  Ave.  to  Randall  St.  , 
mercury  vapor  street  lights 


476.1       $  476.2 


476.  1 
15.  Is 

6.  4s 
23.  4s 

23.  8s 
34.  Os 
29.  Os 
115. Os 
94.  8s 
19.  4s 
99.  6s 

2.  Is 

13.5s 


476.  2 


41.  8s 


952.  3 
952.  3 
15.  Is 

6.  4s 
23.  4s 

23.  8s 

34.  Os 

29.  Os 

115. Os 

94.  8s 

19.  4s 

99.  6s 

2.  Is 
13.  5s 
41.  8s 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


TRAFFIC  WAYS 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


3  05     California  St.,  Kearny  St.  to  Van  Ness  Ave., 
mercury  vapor  street  lights 

306  Broadway,  Battery  St.  to  Powell  St., 
mercury  vapor  street  lights 

307  Great  Hwy. ,  Point  Lobos  Ave.  to  Lincoln  Way, 
rehabilitate  street  lighting  system 

308  Kearny  St.,  Market  St.  to  Columbus  Ave., 
new  street  lighting  system 

3  09     Marina  Blvd.,  Laguna  St.  to  Lyon  St. 
new  street  lighting  system 

IT  IS  RECOMMENDED  THAT  PROJECT  #309  BE 
COORDINATED  WITH  THE  MARINA  BLVD.  PARKWAY 
TREATMENT  &  YACHT  HARBOR  EXPANSION  TO 
INSURE  COMPATIBLE  DESIGN  AND  DEVELOPMENT 

LANDSCAPING  &i  IRRIGATION  TOTAL 

From  Road  Funds  (s) 

310  Geary  Blvd. ,  Masonic  to  33rd  Ave.  , 
relocate  irrigation  system  vacuum 
breakers 

311  Sunset  Blvd.,  Lincoln  Way  to  Lawton  St., 
replace  irrigation  system 

312  Geary  Blvd.  ,  Masonic  to  33rd  Ave.  , 
automatic  sprinkler  control 

313  Street  landscaping  at  the  following  locations: 

a.  Masonic  Ave.  traffic  island  at  Geary  Blvd. 

b.  Van  Ness  Ave.  center  island  bet.  Market  & 
Greenwich  Sts. 

c.  Civic  Center  perimeter  streets 

d.  Candlestick  Park  Area;  Hunters  Point 
Expressway,  Jamestown  Ave.  &  Harney  Way 


$  118.8s 


69.  5s 


82,  2s 


$       237. 1 
237.  1 
14.3s 

80.  2s 
42.2s 
100.  4s 


95.  4s 


68.  5s 


118.  8s 


69.  5s 


52.  2s 


95.  4s 


68.  5i 


237.  1 
237.  1 
14.  3s 

80.  2s 
42.  2s 
100.  4s 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


TRAFFIC  WAYS 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


e.  San  Jose  Ave.  (Bernal  Cut),  Highland  Ave.  to 
Randall  St. 

f.  Potrero  Ave.  ,  Army  St.  to  16th  St. 

g.  Gough  St.  ,  California  St.  to  Broadway 

MISCELLANEOUS  TOTAL 

From  Gas  Tax  (g) 
From  Road  Funds  (s) 

314  Faith  St.  underpass,  improvements 

315  Aerial  Way,  construct  stairway  handrails 

316  El  Camino  Del  Mar,  slope  stabilization 
of  west  slide  area  (BPC-l6g) 

317  Twin  Peaks  Blvd.  ,  slope  stabilization  (BPC-38s) 

318  Twin  Peaks  Blvd.,  east  of  Aquavista  Way, 
new  drainage  system  (BPC-39s) 

319  Stockton  St.  Tunnel,  rehabilitation  (BPC-17g) 


$       305. 7 

223.8 
81,9 

6.  Os 

4.  2s 

116.  Og 

22.  2s 
42.  8s 

103. 8g 


320  Foerster  St.,  near  Gatun  Alley,  intercepting 
drain  to  prevent  undermining  of  area  (BPC-37s) 

321  Broadway  Tunnel,  skylight  repairs  (BPC-15g) 


PROJECTS  WHICH  DO  NOT  AFFECT  THE  MASTER  PLAN 

6.  7s 
4.  Oh 


305.  7 

223.  8 
81.9 

6.  Os 

4.  2s 

116. Og 

22.  2s 
42.  8s 

103.  8g 


6.  7s 
4.  Og 


$    295. 5 

223.  8 
71.7 


116.  Og 

22.  2s 
42.  8s 

103.  8g 

6.  7  s 
4.  Og 


I 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 


PUBLIC  UTILITIES 


All  projects  proposed  for  fiscal  year  1963-1964  are 

in  conformity  with  the  Master 

Plan,  except  as 

noted. 

LINE 

NUMBER                 LOCATION  AND  DESCRIPTION 

OF  PROJECT 

COSTS  IN 
1963-64 

THOUSANDS  OF  DOLLARS 
1964-65  1965-69 

TOTAL 
1963-1969 

FUNDED 
1963-64 

PUBLIC  UTILITIES 

TOTAL 

$  52, 163. 9  - 

f  54,  207.  3 

$  50,  260.  8 

$  156,  632.  0 

$48,  106.  0 

Airport 
Water 

Hetch  Hetchy 
Municipal  Railway 

2,  330.  0 
5, 777. 2 
43, 351. 7 
705.  0 

810.  0 
24,  664,  5 
28,  620.  0 

112.  8 

2, 795. 0 
21, 332. 5 
17, 888. 0 

8,  245. 3 

5,  935.  0 
51,  774.  2 
89, 859. 7 

9,  063.  1 

980.  0 
5,773.  2 
40, 651. 7 
701,  1 

AIRPORT 

TOTAL 

$    2,  330.  0  ; 

f  810.0 

$    2,  795.0 

$      5,  935.0 

$  980.0 

From  Electorate  Approved  Bonds  (b) 
From  Revenues  (r) 

670.  0 
1,  660.  0 

Q  1  n  n 
0  i  u,  u 

670.  0 
5, 265. 0 

670.  0 
310.  0 

322     Pier  FF,  including  parking  apron 
and  apron  servicing  facilities, 
new  construction 

800.  0 
(200. Ob) 
(600. Or) 

800.  0 
(200. Ob) 
(600. Or) 

200.  Ob 

323      Roads  &  utilities  extension 

200.  Ob 

100.  Or 

300.  Or 

600,  0 

324  Reconstruction  of  terminal  aprons 

325  Taxiway  lighting  &  air  navigation  aids 

326  Taxiway  construction 

327  Terminal  buildings  &  piers,  modifications  & 
additions 

328  Grade  separation  structure,  entrance  road  area 

329  Landing  field  pavement,  reconstruction 

33  0     Extension  &  improvements  to  Airport 
electrical  distribution  system 

331  Firehouse  &;  airport  maintenance  facilities 

332  Executive  aircraft  parking  area  construction 


50.  Or 
50.  Ob 

220.  Ob 

55.  Or 

750. Or 
50.  Or 
155. Or 


50.  Or 
75.  Or 


200. Or 


110.  Or 


100.  Or 


375. Or 


990. Or 
220. Or 

500. Or 

200. Or 
385. Or 


(200. Ob) 
(400.  Or) 

300.  Or 

125.  0 
(  50.0b) 
(  75. Or) 

1,  210.  0 
(220. Ob) 
(990.  Or) 

385. Or 


750.  Or 
650, Or 
155. Or 

575. Or 
385. Or 


200.  Ob 

50.  Or 
50.  Ob 

220.  Ob 
55.  Or 

50.  Or 
155.  Or 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


PUBLIC  UTILITIES 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS 
1963-64  1964-65 


OF  DOLLARS 
1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


WATER  DEPARTMENT 

From  Electorate  Approved  Bonds  (b) 
From  Revenues  (r) 
From  Other  Sources  (o) 


TOTAL 


Sub  Total 


333  Entire  service  area,   services  &  meters 

334  Various  City  locations,  normal  main 
extensions 

335  Entire  service  area,  reconstruct  &:  relocate 
blowoff  s 

336  Entire  service  area,  renew  water  services 

337  Entire  service  area,  relocate  &  realign 
water  mains 

338  Entire  service  area,  relocate  &  realign 
water  services 

339  Entire  service  area,  cutting  in  gate  valves 

340  Entire  service  area,  replace  water  mains 

341  Entire  service  area,  cathodic  protection 
34Z      Watershed  areas,  erosion  control 

343  Entire  system,  monumenting  right-of-way 
&  property  lines 

344  Personal  Services,  entire  system 

345  Entire  service  area,  minor  reconstruction 
&  replacements 

346  Entire  service  area,  minor  additions  & 
betterments 


5,  777,  2     $  24,  664.5     $  21,  332.  5     $  51,774.2 


1,  492.  0  19,  697.0 
4,  285.  2  4,  637,5 

330.  0 


230. Or 
163. 4r 


230. Or 
37,  Or 

15.  Or 

11.  Or 
200. Or 
2.  Or 
.5r 
.  5r 

343.  3r 


9,  070,  0 
12,  262,  5 


30,  259.  0 
21,  185.  2 
330.  0 


5,731,2     $  24,  664,  5     $  21,  332.  5     $    51,  728.2 


238. Or 
168. Or 

17.  5r 

237. Or 
38.  Or 

15.  5r 

11,  5r 
205.  Or 
2.  Or 
2  .Or 
2.  Or 

100.  Or 
1 00. Or 


1,  040. Or 
722. Or 

75.  Or 

1,  025. Or 
162. Or 

67,  Or 

51.  Or 
844.  5r 

14,  5r 
8,  Or 
8.  Or 

400, Or 
400, Or 


1,  508, Or 
1,  053,  4r 

92,  5r 

1,  492. Or 
237. Or 

97,  5r 

73,  5r 
1, 249, 5r 
18.  5r 
10,  5r 
10,  5r 

343, 3r 
500, Or 

500,  Or 


PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


PUBLIC  UTILITIES 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS 
1963-64  1964-65 


OF  DOLLARS 
1965-69 


TOT/-L 
;963  -  196V 


-UNDED 
1963-64 


347  425  Mason  St.,  repairs  &:  improvements 

348  Various  locations,  new  fencing 

349  Various  locations,  replacement  of 
existing  fences 

350  Suburban  area,  road  improvements  on 
S.  F.  W.  D.  properties 

351  San  Antonio  Dam 

352  Alameda  County,  new  water  treatment  plant 

353  Sunset  Feeder  System,  various  streets, 
new  transmission  &  feeder  mains 

354  Various  City  locations,  cement  mortar  lines 

355  Bay  Division  Pipeline  #4,  construct  additional 
transmission  line 

356  Crystal  Springs  to  San  Andreas,  aqueduct  &  pumps 

357  Bay  Division  to  Crystal  Springs,  pipeline  connection 

358  San  Andreas  &  Baden  systems,  cement  mortar 
transmission  lines 

359  Crystal  Springs  Pipeline  #1,  install  meters  &  line 
valve  s 

3  60  Baden  Pipeline,  relocation  &  reconstruction 

361  Davis  Tunnel,  construct  convenience  station 

362  Various  locations,  replace  S.  F.  W.D.  cottages, 

363  Lake  Merced  Pump  Station,  standby  power  units 
3  64  Francisco  Distribution  Tank,  new  construction 
365  Balboa  Reservoir,  concrete  lining  &  roof 


10.  Or 
12.  Or 

15.  Or 


10.  Or 

11.  Or 
11.  Or 

15.  Or 


741.0b  27.0b 

2,  500.  Or  2,  500.  Or 
241.  Or 

116. Or  106.  Or 

319.  Ob  5,  969.  0b 

132.0b  2,090.  0b 

200.  0b  8,  540.0b 
30.  Or 

23.  Or  45. Or 

51.  Or 
8.  5r 

27.  Or 
330.  Oo 

100.0b  2,  900,  Ob 


40.  Or 
44.  Or 
44.  Or 

60.  Or 
2,  500.  Or 


478. Ob 


150. Or 


100. Or 


81.  Or 
57.  Or 


$  50. Or 
65.  Or 
67.  Or 

90.  Or 

768. Ob 
7,  500.  Or 
241. Or 


318. Or  540. Or 

5,412.0b         1  1,  700.  Ob 


2,  700.  Ob 
8,  740. Ob 

180.  Or 

168. Or 

51.  Or 
8.  5r 
108. Or 

57.  Or 
330.  Oo 

3,  000.  Ob 


10.  Or 
12.  Or 

15,  Or 

741. Ob 
2,  500.  Or 
241. Or 

1  16.  Or 
319.  Ob 

1 32.  Ob 
200.  Ob 
30.  Or 

23,  Or 

51.  Or 
8.  5r 


1  00.  Ob 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


PUBLIC  UTILITIES 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS 
1963-64  1964-65 


OF  DOLLARS 
1965-69 


TOTAL 
1963-1969 


3  DO 

San  Mateo  County,  Pilarcitos  Reservoir,  repair 

i 

iLd  ,  Ur 

<t 

^         iLD .  Ur 

forebay  #  1 

367 

Crystal  Springs  chlorination  station. 

.  Ur 

121. Or 

replacement 

368 

Balboa  Reservoir,  feeder  mains 

600. Or 

1,  050.  Or 

1,  650. Or 

i  by 

Bay  Division  Pipeline  §\,  protective  external 

uu,  Ur 

rehabilitation 

370 

425  Mason  St.  ,  replace  elevator  cab 

85.  Or 

85.  Or 

371 

S.  F.W.D,  telephone  lines,  Alameda  &  San  Mateo 

11.  Or 

33.  Or 

44.  Or 

Counties,  replace  poles  &  appurtenances 

"2  "7  9 
i  1  C. 

Crystal  Springs  Pipeline  ^3 

1  c  r\  ni-. 
I  D  U.  UD 

5,  1 dU, Ud 

J,  o  UU.  Ud 

i  1  i 

Sunol,  construct  feeder  &  distribution  system 

Z  i .  Ub 

5  U.  Ub 

D  1 .  Ud 

11  A 

J  /  4 

Entire  service  area,  power  units  for  valves 

Id,  u  r 

ou,  Ur 

( D ,  Ur 

375 

Central  Control  System,  new 

40.  Or 

500. Or 

540.  Or 

376 

Ravenswood,  culvert  extensions 

20.  Or 

20.  Or 

"7  7 

Sunol  Pumping  Station,  new 

D  u  u , ur 

j  UU,  u r 

378 

University  Mound  Distribution  System, 

182. 5r 

182. 5r 

construct  feeder  mains 

J  1  7 

Suburban  Division  Headquarters, 

i,  jod,  ur 

X,  j>oj.  wr 

new  buildings  &  facilities 

PROJECTS  WHICH  DO  NOT  AFFECT 

THE  MASTER 

PLAN 

Sub  Total  $ 

46.  0 

$ 

46.  0 

380 

Central  Pump  Station,  Sloat  Blvd.  ,  & 

19.  Or 

19.  Or 

23rd  Ave.,  rehabilitate  building 

381 

Potrero  Hill  Tank,  rehabilitation 

12.  Or 

12.  Or 

382 

San  Andreas  Reservoir,   shoreline  erosion  control 

5.  Or 

5.  Or 

FUNDED 
1963-64 


$      42. Or 


PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


PUBLIC  UTILITIES 


LINE 

NUMBER                  LOCATION  AND  DESCRIPTION  OF  PROJECT 

COSTS  IN 
1963-64 

THOUSANDS  OF  DOLLARS 
1964-65  1965-69 

TOTAL 
1963- 196V 

-UNDED 
1963-64 

383 
384 

425  Mason  St.  ,  install  automatic  switchboard 

425  Mason  St.  ,  partition  area  for  additional  office 

^^^^  *P  ^r 
H|  5r 

t                       4  Or 

2.  5r 

2.  5r 

385 

space  ^ 
425  Mason  St.  ,  replace  lighting  fixtures 

3.5r 

3.  5r 

3.  5r 

HETCH  HETCHY  TOTAL 

$  43,  351.7  ; 

:   1 7    RRQ  n 

$  89,859.7 

$40, 651. 7 

From  Electorate  Approved  Bonds  (b) 

From  Revenues  (r) 

From  Other  Sources  (o)  (Federal) 

39,  492. 0 
2,  859.7 
1,  000. 0 

3,  250.  0 

?  nnn  o 

11,  438 . 0 
4,  450.  0 

?  non  0 

74,  300.  0 
10,  559.  7 
5,  000. 0 

39, 492. 0 
1  59.  7 
1,  000.  0 

Sub  Total 

$  43,  292. 0 

$  28,  620.0  . 

f  17, 888. 0 

$  89,800.0 

$40,  592.  0 

386 

Canyon  Power  Project,  power  tunnel 

9,  350.  Ob 

h  "^nn  Oh 

15  0. Ob 

1  5,  800.  Ob 

9,  350.  Ob 

387 

San  Joaquin  Pipeline  #3 

10,  3  00.  Ob 

?  inn  nvi 

A  inn  nh 

18, 500. Ob 

10,  3  00.  Ob 

388 

Don  Pedro  Dam 

20,  842.  0 
( 19,  842. Ob) 
(   l,  000.0o) 

1 c  Q7 n  n 
(13,970.  Ob) 
/  ?  nnn  Or,\ 

7 , 188. 0 
(5,  188. Ob) 

1  ?  nno  Or,\ 

44, 000. 0 
(  39,  000. Ob) 
(    5,  000.  Oo) 

20,  842.  0 
(19,842. Ob) 
(   1,  000.  Oo) 

389 

Moccasin  Powerhouse,  rehabilitation 

2,  700.  Or 

3,  250.  Or 

4,  150.  Or 

10,  100.  Or 

390 

Moccasin  Upper  Dam,  debris  deflector 

50.  Or 

50.  Or 

50.  Or 

391 

Early  Intake,  drainage  facilities 

44.  Or 

44.  Or 

44.  Or 

392 

Lake  Lloyd,  precipitation  gauge 

2.  6r 

2.  6r 

2.  6r 

393 

Protective  chain  link  fencing  at  various  locations 

3.  4r 

3.  4r 

3.  4r 

394 

Red  Mt.  Bar,  alter  syphon  and  extend  overflow  shaft 

1,  000,  Ob 

1,  000. Ob 

395 

South  Fork,  aqueduct  crossing 

300.  Or 

300. Or 

PROJECTS  WHICH  DO  NOT  AFFECT  THE  MASTER  PLAN 

Sub  Total 

$  59.7 

$  59.7 

$  59.7 

396 

Moccasin  -  Newark  Line,  replace 
vibration  dampers 

22.  Or 

22.  Or 

22.  Or 

69 


San  Joaquin  Pipe  Line  #3  near  Vernalis 


PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


PUBLIC  UTILITIES 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF 
1963-64  1964-65 


DOLLARS 
1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


397  Cherry  Powerhouse,  rehabilitate 
turbine  wheel 

398  Cherry  Powerhouse,  reconstruct  sphere  valve 

399  Coast  Range  Mt.  ,  recondition  steel  transmission 
line  towers 

400  Moccasin  Village,  replace  water  lines 

MUNICIPAL  RAILWAY  TOTAL 

From  Ad  Valorem  Taxes 
From  Proposed  New  Bonds  (n) 
From  Other  Sources  (o)  (State) 

401  Ocean  Yard  parking  deck, 
San  Jose  &  Geneva  Aves, 

402  Church  St.  right-of-way,  construct 
protective  fence 

403  Overhead  wire  and  feeder.  Ocean  Ave. 
at  Southern  Freeway 

404  Track  relocation.  Ocean  Ave.  at 
Southern  Freeway 

405  Overhead  wire  and  feeder,  San  Jose 
Ave.  ,  at  Southern  Freeway 

406  Carl  St.  &  Judah  St.  ,  various  locations, 
track  replacement 

407  Replace  trolley  wire  poles,  Divisadero  -  Chestnut 
Sts.  to  Jefferson  St. 

408  Geary  Carhouse,  Geary  at  Masonic,  repair  roof 

409  Replace  trolley  wire  poles, 

B  rode  rick  -  Chestnut  to  Jefferson  St. 

410  Outer  Mission  Substation,  construct 
shelter 

411  Mason  &  Washington  Carhouse,  repair  roof 


1 1.  Or 

3.  Or 
20.  Or 

3.  7r 

705.  0  $ 


403.  9 

301.  1 
200. Oo 


3.9 


34.  Oo 


52.  Oo 


15.  lo 


400.  0 


112.8     $    8,  245.3  $ 


91.  1 
21.  7 


17.  0 

27.  0 

13.  0 

14.  0 
20.  1 


I,  245.  3 


1 1.  Or 

3.  Or 
20.  Or 

3.  7r 

9,  063.  1 

495.  0 
8, 267. 0 
301.  1 

200.  Oo 
3.9 
34.  Oo 
52.  Oo 
15.  lo 

400.  0 
15,  0 

27.  0 

13.  0 

14.  0 
20.  1 


$      11. Or 

3.  Or 
20.  Or 

3.  7r 

$   701.  1 

400.  0 

301.  1 

200.  Oo 


34.  Oo 


52.  Oo 


15.  lo 


400.  0 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


PUBLIC  UTILITIES 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF 
1963-64  1964-65 


DOLLARS 
1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


412  Elkton  Yard,  Ocean  Ave.  &;  San  Jose  Ave.  , 
office  building  addition 

413  Track  relocation,  Carl  St., 
Sunset  Tunnel  to  Stanyan  St. 

414  Forest  Hill  Station,  Laguna  Honda  Blvd.  , 
install  automatic  elevator 

415  Track  reconstruction.  We st  Portal  Ave.  , 
Twin  Peaks  Tunnel  to  Sloat  Blvd. 

416  Twin  Peaks  Tunnel,  Market  St.  to 
West  Portal  Ave.  ,  install  signal  system 

417  Geneva  Carhouse,  Geneva  &  San  Jose  Aves., 
replace  buildings 

418  Taraval  St.  ,  "L"  Line,  replace  track 

419  Elkton  Yard,  Ocean  &  San  Jose  Aves.  , 
remove  and  replace  paint  shop 

420  Judah  St.  ,  "N"  Line,  replace  track 

421  Elkton  Yard,  Ocean  &  San  Jose  Aves., 
remove  and  replace  maintenance  shop 

422  Forest  Hill  Station,  install  escalator 

423  Church  St.  ,  "J"  Line,  remove  and  replace 
track  structure 

424  Shops,  24th  &  Utah  Sts.  ,  construct  equipment 
shelter 


21.  7n 


83.  6n 


117. 6n 


231. On 


1,  121. 3n 
159. On 

1,  781. 6n 
724. 2n 

750. On 
742. On 

64.  On 


21,  7r 


83.  6n 


117. 6n 


231.  On 


1,  029.  On  1,  029.  On 


1,442.  On  1,442.  On 


1, 121. 3n 
159. On 

1,  781. 6n 
724.  2n 

750.  On 
742. On 

64.  On 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 


LIBRARIES  6-  MUSEUMS 


All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  P 

an,  except  as  noted. 

LINE 

COSTS  IN  THOUSANDS 

OF  DOLLARS 

TOTAL 

FUNDED 

NUME 

?ER                 LOCATION  AND  DESCRIPTION  OF  PROJECT 

1963-64  1964-65 

1965-69 

1963-1969 

1963-64 

LIBRARIES  &  MUSEUMS  TOTAL 

$  1,  294.  6  $215.0 

$  542.  0 

$  2, 05] . 6 

$  78.  6 

Librarie  s 

437,4  191.0 

170.  0 

798.  4 

60.  1 

TT     H      V  on  T^  cr  ^/fn  c;pnTTn 

Palace  of  the  Legion  of  Honor 

830.0 

830.  0 

10.  0 

California  Academy  of  Sciences 

27.2  24.0 

372.  0 

423.  2 

8.  5 

LIBRARIES  TOTAL 

$      437. 4  $191.0 

$  170,  0 

$  798.4 

$  60.  1 

From  Ad  Valorem  Taxes 

437.4  191.0 

170.  0 

798.  4 

60.  1 

Sizb  Total 

$      197,  4  $191.0 

$  170.  0 

$  558.4 

425 

Bayview  Branch  Library,  vicinity 

19.  6 

19,  6 

Third  St.  &  Bay  View  St.  ,  additional^UP 

funds  for  land  (supplemental  budget) 

426 

Chinatown  Branch  Library,   1135  Powell 

161.0 

161.0 

St.  ,  alterations  &  additions 

427 

Richmond  Branch  Library,  351  IMinth  Ave,  , 

5.3 

5,  3 

provide  parking  area 

428 

Diamond  Heights,  new  building  in 

11,5  191.0 

202,  5 

redevelopment  area 

429 

Visitacion  Valley  Branch  Library, 

170.  0 

170,  0 

vicinity  Leland  Ave,  &  Bayshore  Blvd.  , 

new  building 

PROJECTS  WHICH  DO  NOT  AFFECT 

THE  MASTER  PLAN 

Sub  Total 

$      240.  0 

$      240.  0 

$  60,  I 

43  0 

Main  Library,  rehabilitate  space  for 

29.  0 

29.  0 

29,  0 

book  collection  (BPC-39) 

431 

Main  Library,  install  acoustical 

3.  0 

3.  0 

3.  0 

material  in  exhibit  room  (BPC-40) 

432 

Richmond  Branch  Library,  351  Ninth  Ave.  , 

98.  7 

98,  7 

remodel  interior 

433 

Sunset  Branch  Library,   1305  Eighteenth  Ave,  , 

3.4 

3.  4 

3.  4 

remove  &  relocate  counters  {BPC-42) 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  Fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


LIBRARIES  6-  MUSEUMS 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


434 
435 
436 
437 
438 
439 
440 


441 
442 


443 
444 

445 
446 


Presidio  Branch  Library,  3150  Sacramento  St., 

remove  &  relocate  counters  (BPC-43) 

Noe  Valley  Branch  Library,  451  Jersey  St., 

remove  &  relocate  counters  (BPC-44) 

Mission  Branch  Library,  24th  &  Bartlett  Sts.  , 

remove  &  relocate  counters  (BPC-45) 

Golden  Gate  Valley  Branch  Library,   1801  Green  St.  , 

remove  &  relocate  counters  (BPC-46) 

Anza  Branch  Library,  550  Thirty-Seventh  Ave., 

remove  &  relocate  counters  (BPC-47) 

West  Portal  Branch  Library,   190  Lenox  Way, 

remove  &  relocate  counters  (BPC-48) 

Main  Library  &  branch  libraries,  minor  repair 

&;  replacement  projects,  each  costing  $2,  000  or 

less,  for  lighting  &  plumbing  (R&R-l) 

Main  Library,  replace  lighting  in  old  movie  room  (R&;R-2) 
Main  Library  &  branch  libraries,  minor  repair 
&  replacement  projects,  each  costing  $2,  000  or 
less,  for  lighting  &  fixtures  (R&R-2) 

Main  Library,  replace  lighting  in  Reference  Department 
Main  Library,  replace  lighting  in  Literature,  Philosophy 
&  Religion  Departments 

Main  Library,  replace  lighting  in  Art  &  Music  Departments 
Main  Library,  replace  lighting  in  Order  and  Catalog 
Departments 


M.  H.  de  YOUNG  MUSEUM 

Note:  Projects  have  been  held  in  abeyance  pending  the 
completion  of  a  master  plan  study  authorized  in 
the  1962-63  budget,  as  recommended  by  the 
City  Planning  Commission 


PALACE  OF  THE  LEGION  OF  HONOR 
From  Ad  Valorem  Taxes 

447  Underground  storage  &  exhibit  space 

448  Parking  area,  rear  of  building 


TOTAL 


3.  4 
2.9 
3,  4 
3.  4 
3.  4 

3.  4 

4.  8 


7,  8 
3.  7 


21,9 
20.  8 

9.  5 
17.  5 


$      830.  0 
830.  0 
800.  0 
20.  0 


3.  4 

2.  9 

3.  4 
3.  4 
3.  4 
3.  4 
4.8 


7.8 
3.  7 


21.9 
20.  8 

9.  5 
17.  5 


$      830.  0 
830.  0 
800.  0 
20.  0 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


LIBRARIES  6-  MUSEUMS 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF 
1963-64  1964-65 


DOLLARS 
1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


PROJECTS  WHICH  DO  NOT  AFFECT  THE  MASTER  PLAN 


449  Ventilation  system  for  theater  (BPC-68) 

CALIFORNIA  ACADEMY  OF  SCIENCES 

From  Ad  Valorem  Taxes 
From  Other  Sources  (o) 

450  North  American  Hall,  rehabilitation, 
plans;  construction  (BPC-32) 

451  Academy  Garage,  relocate  (R&R-2) 

452  Old  Auditorium,  rehabilitation,  plans  & 
specifications;  construction 

453  Hall  of  Tropical  Fishes,  new  building 

454  Facade  Building,  plans  &  specifications 

455  Laboratory  -  office  above  Hall  of  Sciences, 
plans  &  specifications 

456  Whale  Court  Building,  new  buildings, 
plans  &  specifications 

457  Hall  of  Man,  new  buildings,  plans  & 
specifications 

458  Oceanarium,  new  structure,  plans  & 
specifications 


TOTAL 


10.  0 
27.  2 
27.  2 

6.  0 

10.  0 


$    24.  0 

14.  0 
10.  0 

14.  0 


10.  Oo 


459  Steinhart  Aquarium,  relocate  maintenance 
shop  (R&R-l) 

460  Academy  Court,  Whale  Fountain  rehabilitation 


PROJECTS  WHICH  DO  NOT  AFFECT  THE  MASTER  PLAN 

2.  5 
8.7 


$  372.  0 


372.  0 


100.  Oo 

150.  Oo 
20.  Oo 
12.  Oo 

25.  Oo 

55.  Oo 

10.  Oo 


10.  0 

423.  2 

41.  2 
382.  0 

20.  0 

10.  0 
110.  Oo 

150.  Oo 
20.  Oo 
12.  Oo 

25.  Oo 

55.  Oo 

10.  Oo 


2.  5 
8.  7 


PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


RECREATION  6-  PARK 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


RECREATION  &t  PARK 

From  Ad  Valorem  Taxes 

From  Electorate  Approved  Bonds  (b) 

From  Other  Sources  (o) 

Special  Projects 


TOTAL 


Sub  Total 


461  Marina  Yacht  Harbor  Expansion, 
additional  funds  ($434,  000  previously 
approved)  (BPC-S) 

IT  IS  RECOMMENDED  THAT  PROJECT  #461 
BE  COORDINATED  WITH  THE  PARKWAY 
TREATMENT  OF  MARINA  BLVD.   TO  INSURE 
COMPATIBLE  DESIGN  &  DEVELOPMENT 

462  Sunnyside  Playground,  Melrose  Ave.  & 
Teresita  Blvd.,  construct  new  playground 
($117,  500  previously  approved)  (BPC-S) 

463  Diamond  Heights  Redevelopment  Project,  new 
playgrounds 

Playground  #  1  at  Diamond  Hts.  Blvd.  &  Duncan  St. 
Playground  #Z  at  Diamond  Hts.  Blvd.  &  Addison  St. 
($320,  000  previously  approved)  (BPC-S) 

464  We  stern  Addition  Redevelopment  Project,  block  bounded 
by  Geary,  Ellis,  Steiner  &  Pierce  Sts.  ,  construction  of 
new  recreation  area  ($225,  000  previously  approved) 
(BPC-S) 

465  Fairmount  Plaza,  Miguel  &  Bemis  Sts.  , 
landscape  park  &  construct  playground 

466  Bay  View  Park,  Jamestown  Ave.  ,  landscaping 
&  irrigation  system 

467  Candlestick  Park  Stadium,  Oilman  Ave.  &  Giants  !31vd.  , 
landscaping  &  irrigation  system 


2,  995.  5       $  688.  9 


1,  954.  3 
515.  6 
525.  6 


643.  9 
2.  0 
43.  0 


1,  154.  0  $121.9 


135.  0 


175.  0 


525,  0 
(500.  0) 
(  25.  Ob) 


275.  0 


44.  0 


45.  0 


76.  9 


$  1,  241. 4 


1,  241.  4 


$  4,925.  8 

3, 839. 6 
517.  6 
568.  6 

$  1,  275.9 

135.  0 


175.  0 


525.  0 
(500.  0) 
(  25. Ob) 


275.  0 


44.  0 


45.  0 


76.  9 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


RECREATION  6-  PARK 


LINE 
NUM 


BER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963  -  64 


Bond  Projects 


Sub  Total 


468 


469 


470 


471 


472 


473 


Golden  Gate  Park,  continue  replacement  of 
irrigation  system 

Lincoln  Park  Golf  Course,  34th  Ave.  &  Clement  St.  , 
reconstruction  of  irrigation  system 

Lincoln  Park  Golf  Course,  connect  Geary  St.  water 
main  to  park  irrigation  system 

Josephine  D.  Randall  Junior  Museum,   16th  St., 
&  Roosevelt  Way,  widen  entrance  road 

Garfield  Square,  26th  St.  &  Treat  Ave.  ,  construct 
clubhouse 

Lincoln  Park,  El  Camino  Del  Mar,  32nd  Ave.  to 
Legion  of  Honor,  new  sidewalk 


$  487.6 


155. Ob 


50.  Ob 


13.  Ob 


20.  Ob 


70.  Ob 


15.  Ob 


PROJECTS  WHICH  DO  NOT  AFFECT  THE  MASTER  PLAN 


474 

475 
476 

477 


Various  Playgrounds,  install  floodlight 
maintenance  device 

Various  swimming  pools,  install  acoustical  ceilings 
Golden  Gate  Park,  Warehouse  #1,  install  automatic 
fire  protection  system 

Harding  Park  Golf  Course,  Harding  Blvd.  ,  install 
booster  pump 


Bequest  Fund  Projects 


Sub  Total 


46.  2b 

98.  7b 
11.  8b 

7.  9b 


528.  6       $  45.0 


478     Arboretum,  demonstration  gardens  for  public 
education 


479  Arboretum,  complete  development  of  the  area 
bounded  by  South  Drive,  14th  Ave,  &  Lincoln  Way 

480  Arboretum,  "Garden  of  Fragrance"  for  the  blind 


94.  0 
(  3.0b) 
(91.  Oo) 

125. Oo 


10.  Oo 


45.  0 
(   2.  Ob) 
(43.  Oo) 


$      487. 6 


155.  Ob 


50.  Ob 


13.  Ob 


20.  Ob 


70.  Ob 


15.  Ob 


46.  2b 

98.  7b 
11.  8b 

7.  9b 


$  573.6 

139.  0 
(     5.  Ob) 
(134. Oo) 

125. Oo 


10.  Oo 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


RECREATION  Cr  PARK 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


481  Golden  Gate  Park,  Music  Concourse  Drive,  studies 
&:  plans  for  new  road  connecting  Main  Drive  with 
South  Drive,  east  of  the  museums 

482  Aquatic  Park,  new  drinking  fountain 
(The  bequest  of  May  J.  McLean) 

483  Golden  Gate  Park,  the  relocation  of  Balboa  Park 
Nursery  caused  by  Southern  Freeway  construction 

484  Arboretum,  perimeter  fencing 


New  Construction,  Remodeling  &  Replacement        Sub  Total 

485  Lombard  St.  Reservoir,  Lombard  &  Hyde  Sts.  , 
install  three  tennis  courts  &  basketball  court 
on  reservoir  roof 

486  Zoo,  fire  protection  sprinkler  in  loft  area  of 
pachyderm  building  (BPC-7) 

487  Spreckels  Lake,  construct  metal  retaining  wall 
at  shoreline 

488  Golden  Gate  Tennis  Courts,  construct  tennis 
backboard 

489  Candlestick  Park,  Oilman  Ave.  &  Giants  Blvd.  , 
landscape  parking  lot 

490  Oilman  Playground,  Oilman  Ave.  &  Griffith  St.  , 
enlarge  playground 

491  Camp  Mather,  construct  recreation  platform 

49Z      Golden  Gate  Park  Bandstand,  construct  program 
platform  (BPC-55) 

493      Children's  Playground,  45th  Ave.  &  Lincoln  Way, 
construct  convenience  station 


25.  Oo 


8.  6o 


250.  Oo 


16.  Oo 


8.  1 

7.  5 

44.  0 
5.  0 
27.  5 
40.  0 

5.  0 

15.  8 

12.  2 


25.  Oo 


8.  6o 


250.  Oo 


16.  Oo 


179.5       $421.2        $1,241.4         $  1,842.1 


8.  1 

7.5 
44,  0 

5.  0 

27.  5 

40.  0 

5.  0 
15.  8 

12.  2 


494 


Children's  Playground,  34th  Ave.  &  Lincoln  Way, 
construct  convenience  station  &  play  area 


14.4 


14.4 


PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


RECREATION  6-  PARK 


LINE 
NUM 


BER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


495  Golden  Gate  Park,  Stanyan  St.  to  Great  Highway- 
Esplanade,  pave  bicycle  path 

496  Zoo,  filters  for  penguin  &;  monkey  island  pools 

497  Larsen  Square,   19th  Ave.  h  Vicente  St.  ,  retaining 
wall  &:  fencing 

498  Upper  Noe  Playground,  30th  &  Day  Sts.,  night  lighting 

499  Crocker-Amazon  Playground,  Geneva  Ave.  &  Moscow  St., 
fence  soccer  field 

500  Balboa  Stadium,  Ocean  &  San  Jose  Aves.  night  lighting 

501  Park-Presidio  Blvd.,  Fulton  St.  to  Lake  St., 
connect  meters  to  water  mains 

502  Harding  Park  Golf  Course,  Harding  Blvd. , 
fence  the  nine -hole  golf  course 

503  Stow  Lake,  install  retaining  wall  along  shoreline 

504  Lafayette  Square,  Laguna  &  Washington  Sts., 
construct  one  new  tennis  court 

505  South  Park,  Second  &  Bryant  Sts., 
construct  playground  facilities,  convenience 
station  and  tot  lot 

506  Larsen  Square,  19th  Ave.  &  Ulloa  St.  , 
enlarge  recreation  building 

507  Vicente  Park,  26th  Ave.  &  Vicente  St. , 
enlarge  recreation  building 

508  McKinley  Square,  20th  &  Vermont  Sts., 
landscaping,  irrigation  &  path  paving 
(necessitated  by  freeway  construction) 
and  new  tot  lot 

509  Sutro  Heights  Park,  48th  Ave.  &  Anza  St., 
new  landscaping,  facilities  building, 

play  area  and  path  paving 


$    25.  0 

30.  0 
60.  0 

43.  6 
11.5 

102.  5 
9.  1 

16.  0 

52.  5 
12.  5 

48.  3 

5.1 
5. 1 


50.  0 


185.  0 


25.  0 

30.  0 
60.  0 

43.  6 
11.  5 

102.  5 
9.  1 

16.  0 

52.  5 
12.5 

48.3 

5.  1 
5.1 

50.  0 

185,  0 


PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


RECREATION  6-  PARK 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


510  Pine  Lake,  Wawona  St.  &  Crestlake  Dr., 
install  small  pumping  station 

511  Harding  Park  Golf  Course,  Harding  Road, 
install  automatic  irrigation  system 

51Z      Golden  Gate  Park  Golf  Course,  enlarge  to 
18  holes  ($13,  000  appropriated  in  1959) 

513  Grattan  Playground,  Stanyan  &  Alma  Sts.  , 
install  outdoor  lighting 

514  Mountain  Lake  Park,  Funston  Ave.  &  Lake  St., 
construct  convenience  station 

515  Golden  Gate  Park  Polo  Sheds,  provide  roof  & 
lighting  over  outdoor  riding  ring 


516 


517 


518 
519 
520 


521 
522 

523 


Zoo,  complete  construction  of  primate  quarters 
according  to  Zoo  Master  Plan 

Zoo,  relocate  service  buildings  &  yard  to  Zoo 
Master  Plan 


PROJECTS  WHICH  DO  NOT  AFFECT  THE  MASTER  PLAN 
Sub  Total  $      645.8  $100.8 


Candlestick  Park  Stadium,  Oilman  Ave. 

&  Giants  Blvd.,  construct  stairways  (BPC-63) 

Candlestick  Park  Stadium,  improvements  to 

provide  proper  security  (BPC-64) 

Harding  Park  Golf  Course,  Harding  Blvd.  , 

install  underground  electric  service  to 

starter's  office  at  nine-hole  course 

Zoo,  rehabilitate  convenience  station  (  R&R- 1 ) 

Cabrillo  Convenience  Station,  Cabrillo  St.  at 

Ocean  Beach,   rehabilitation  (R&R-2) 

Kezar  Pavilion,  Stanyan  &  Beulah  Sts.  , 

rehabilitate  convenience  station  &  provide 

new  electrical  panel 


9.  1 
3.  0 
4.8 


8.3 
15.4 

20.  0 


4.  3 


10,  4  $ 


400.  0 


212.  0 


28.  0 


12.  0 


88.  0 


96.  0 


160.  0 


10.  4 


400.  0 


212.  0 


28.  0 


12.  0 


88.  0 


96.  0 


160.  0 


$  746.  6 
9.  1 
7.  3 
4.  8 


8.  3 
15.  4 

20.  0 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


RECREATION  6-  PARK 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS  TOTAL  FUNDED 

1963-6*  1964-65  1965-69  1963-1969  1963-64 


524 

Fort  Funston,   replace  sewage  pumping  plant  (R&R-l) 

$         14.  0 

$ 

$ 

14.  0 

525 

Wawona  Convenience  Station,  Wawona  St. 
at  Ocean  Beach,  rehabilitation  (R&R-2) 

3.9 

3.9 

526 

Josephine  D.  Randall  Junior  Museum, 
I6th  St.  &  Roosevelt  Way,  structural 
&  electrical  alterations  to  interior  {R&R-2) 

7. 1 

7.  1 

527 

Margaret  Hayward  Playground,  Turk  &  Laguna  Sts,  , 
rehabilitate  light  standards  to  insure  safety  (R&;R-2) 

7.2 

7.2 

528 

Folsom  Playground,  21st  &  Folsom  Sts., 
rehabilitate  light  standards  (R&R-2) 

8.  0 

8.0 

529 

Merced  Heights  Playground,  Byxbee  &  Shields  Sts.  , 
re-enforce  concrete  retaining  wall  (Supplemental  Request) 

7,  2 

7.2 

530 

Fleishhacker  Playfield,  Sloat  Blvd.  &  Great  Highway, 
continue  rehabilitation  of  playground  area  (R&R-l) 

16,  5 

20.  0 

36.  5 

531 

Soccer  playfield.  Main  Drive  &  47th  Ave.  , 
interior  alterations  to  fieldhouse  (R&R-l) 

15.  5 

15.  5 

532 

Hunters  Point  Gym,  Kiska  Road,  complete 
rehabilitation,  including  new  gym  floor  (R&R-2) 

36.  2 

36.  2 

533 

Bernal  Playground,  Cortland  &  Andover  Sts.  , 
reconstruct  acoustical  ceiling  (R&R-2) 

7.4 

7.4 

534 

Angelo  J.  Rossi  Swimming  Pool,  Anza  St.  &  Arguello 
Blvd.,  rehabilitate  recirculating  water  system  (R&R-l ) 

9.1 

9.  1 

535 

Zoo,  replace  furnace  in  pachyderm  building  (R&R-l) 

6.8 

6.8 

536 

Buena  Vista  Park,  Haight  St.  &  Buena  Vista  Ave.  , 
replace  portion  of  irrigation  line  (R&R-2) 

5.5 

5.5 

537 

Josephine  D.  Randall  Junior  Museum,  I6th  St,  & 
Roosevelt  Way,  convert  boilers  from  oil  to  gas  (R&R-2) 

13.3 

13.  3 

538 

Margaret  Hayward  Playground,  Turk  &  Octavia  Sts.  , 
replace  fences  &  fabric  on  portions  of  fence  (R&R-l) 

5.  0 

5.0 

539 

Rochambeau  Playground,  24th  Ave.  &  Lake  St.  , 
replace  fences  &  fabric  on  portions  of  fence  (R&R-l) 

2.3 

2.3 

540 

Laurel  Hill  Playground,  Euclid  &  Collins  Aves.  , 
increase  height  of  fence  (R&R-l) 

2.1 

2.  1 

541 

South  Sunset  Playground,  40th  Ave.  &  Vicente  St.  , 
raise  protective  fence  (R&R-l) 

2.1 

2.  1 

542 

Cabrillo  Playground,  38th  Ave.  &  Cabrillo  St., 
rehabilitate  fences  (R&R-l) 

4.  0 

4.  0 

543 

Zoo,  replace  fence  fabric  on  perimeter,  paddock 
fence  &  animal  cages  (R&R-l) 

10.  0 

10.  0 

544 

Fleishhacker  Pool,  Sloat  Blvd.  &  Great  Highway, 

12.  0 

12.  0 

replace  fence  (R&R-2) 
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RECREATION  6*  PAPk 

PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan, 

except  as  noted. 

LINE 

COSTS  IN  THOUSANDS 

OF  DOLLARS 

TOTAL 

FUNDED 

NUME 

}ER                 LOCATION  AND  DESCRIPTION  OF  PROJECT 

1963-64  1964 

-65 

1965-69 

1963-1969 

1963-64 

545 

Mountain  Lake  Park,  Funston  Ave.  &  Lake  St.  ,  $ 
increase  water  service  to  convenience  station 
and  irrigation  system  (R&R-2) 

2.5 

$          2.  5 

$ 

546 

Golden  Gate  Park,  Pioneer  Log  Cabin,  replace 
roof  and  structural  members  of  cabin  (R&R-2) 

12.  0 

12,  0 

547 

Golden  Gate  Park,  pave  Middle  Drive  &  Tennis 
Court  Drive  (R&R-2) 

20.  0 

20.  0 

548 

Bernal  Center  Playground,  Moultrie  St.  &  Jarboe 
Ave.,  reconstruct  retaining  walls  (R&;R-2) 

55,  6 

55.  6 

549 

Alamo  Square,  Hayes  &  Scott  Sts.  , 
resurface  walks  (R&R-l) 

22.  6 

22.  6 

22.  6 

550 

Alta  Plaza  Playground,  Scott  &  Jackson  Sts. , 
resurface  walks  (R&R-l) 

18.  0 

18.  0 

18.  0 

551 

Lafayette  Square,  Laguna  &  Sacramento  Sts.  , 
resurface  walks  (R&R-l) 

18.  1 

18.  1 

18.  1 

552 

Telegraph  Hill,  Lombard  &  Kearny  Sts.  , 
resurface  walks  (R&R-l) 

8.5 

8.  5 

8.  5 

553 

Zoo,  continue  repaving  of  walks  (R&R-l) 

12.  0 

12.  0 

12.  0 

554 

Kezar  Pavilion,  Stanyan  St.  &  Lincoln  Way, 

resurface  parking  lot  &  replace  sidewalk  lights  (R&R-2) 

20.  0 

20.  0 

555 

Lafayette  Square,  Laguna  &  Sacramento  Sts.  , 
resurface  tennis  court  (R&R-l) 

4.2 

4.  2 

4.  2 

556 

North  Beach  Playground,  Mason  &  Lombard  Sts.  , 
resurface  play  area  (R&R-l) 

12.  0 

12.  0 

12.  0 

557 

Harding  Blvd.  ,  resurface  (R&R-2) 

26.  5 

26.  5 

558 

Angelo  J.  Rossi  Playground,  Arguello  Blvd.  & 
Edward  St.,  resurface  tennis  courts  (R&R-2) 

9.0 

9.  0 

559 

Mountain  Lake  Park,  Funston  Ave.  &  Lake  St.  , 
resurface  tennis  courts  (R&R-2) 

15.8 

15.  8 

560 

Argonne  Playground,   18th  Ave.  &  Anza  St. 
resurface  play  areas  (R&R-2) 

6.0 

6.  0 

561 

Richmond  Playground,   18th  Ave.  &  Lake  St,  , 
resurface  play  areas  (R&R-2) 

6.0 

6.  0 

562 

Rolph  Playground,  Army  St.  &  Potrero  Ave.  , 
resurface  play  areas  (R&R-2) 

10.  5 

10.  5 

563 

Murphy  Playground,  9th  Ave.  &  Ortega  St.  , 
resurface  tennis  courts  (R&R-2) 

5.  0 

5.  0 

564 

Golden  Gate  Park,  entrance  road  at  25th  Ave.  , 
repair  surface  (R&R-2) 

6.0 

6.  0 

565 

Bay  View  Playground,  Third  &  Armstrong  Sts,  , 
resurface  play  areas  (R&R-2) 

4.  0 

4.  U 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


RECREATION  6-  PARK 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963  64  1964-65  1965-69 


TOTAL 
1963-1969 


FUfJuED 
1963-64 


566  Golden  Gate  Park,  tennis  courts,  replace 
electrical  service  to  clubhouse  (R&R-Z) 

567  Golden  Gate  Park,  north  Dutch  Windmill, 
complete  rehabilitation  (R&R-Z) 

568  Golden  Gate  Park,  Huntington  Falls, 
replacement  (R&R-Z) 

569  Fleishhacker  Pool,  Sloat  Blvd.  &  Great  Highway, 
construct  new  pump  house  (R&R-2) 

570  Stern  Grove  Tennis  Courts,  21st  Ave.  &  Sloat  Blvd., 
resurface  tennis  courts  (R&R-2) 


10.  9 
60.  0 
10.  5 
6.3 
8.  0 


76.  5 


10.9 
60.  0 
87.  0 
6.  3 
8.  0 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


SCHOOLS 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 

1963-64 


SCHOOLS 

From  Electorate  Approved  Bonds  (b) 

571      North  Beach  Elementary, 
location  to  be  determined 


TOTAL 


$  17,  0 
17.  0 
17.  Ob 


$  863. 0 
863.  0 
863. Ob 


$  880.0 


880.  0 
880.  Ob 


NOTE:    A  new  bond  program  for  future 
construction  is  presently  under  study 
and  will  be  reflected  in  future  programs. 
New  schools  to  serve  current  and  future 
redevelopment  areas  will  be  a  major  part 
of  the  new  program  as  well  as  additions 
and  improvements  to  existing  facilities 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


SPECIAL  AGENCIES 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


PARKING  AUTHORITY  TOTAL 

From  Revenues  (r) 
From  Other  Sources  (o) 


Neighborhood  Parking  Program 


Projects  Approved  as  of  May,  1963  -  235  Spaces 

572  Eureka  Valley,  Castro  Street 

573  Eureka  Valley,  Collingwood  St, 

574  West  Portal,  We st  Portal  Ave. 

575  West  Portal,  Claremont  Blvd. 

576  Geary,  Geary  Blvd. 

577  Outer  Irving,  20th  Ave. 

578  Noe  Valley,  24th  St. 

579  Portola,  Felton  St. 

580  Mission,  Hoff-Rondel  Place 

Projects  resubmitted  for  approval  -  324  Spaces 

581  Inner  Irving,  9th-  10th  Aves. 

582  Mission,  24th  &  Capp  Sts. 

583  Clement,  8th  Ave.  south 

584  Clement,  9th  Ave.  south 

585  Marina,  Pierce  St. 

586  North  Beach,  Vallejo  St. 

Projects  resubmitted  and  under  study  -  176  Spaces 

587  Haight-Ashbury,  Haight  &  Cole  St. 

588  Geary,   18th-  19th  Aves. 

589  Polk,  Sacramento  St. 

590  Excelsior  (1)  Mission  &  Excelsior  Sts. 

591  Excelsior  (2)  Mission  &  Norton  -  Harrington  Sts, 

Projects  requiring  new  site  recommendations  -  222  Spaces 

592  Bay  View  (Quesada  Ave,  ) 

593  Clement  (6th  Ave,  ) 

594  Outer  Irving  (23rd  Ave.  ) 


6,  138.  1       $  7,  115,  0       $  1,  488,2       $  14,  741.  3 


2,388.  1 
3,  750.  0 


2,  388.  Ir 


90.  Or 
122,  5r 
157. Or 
167. Or 

90.  Or 
109. Or 

51.  Or 

35.  5r 
298. 3r 


192, 8r 
66.  4r 
147.  5r 
111, 8r 
607, Or 
192.  3r 


525.  0 
6,  59  0.  0 


525.  Or 


I,  488. 2 


1,  488. 2r 


399. 9r 


125.  Ir 


34.  9r 
115. Or 
309.  8r 
108. 3r 
166.  Or 


9.  2r 
74.  5r 
213.  Or 


4,  401. 3 
10,  340.  0 


4,  401.  3r 


90.  Or 
122. 5r 
157, Or 
167. Or 

90,  Or 
109. Or 

51.  Or 

35.  5r 
298. 3r 


192.  8r 
66.  4r 
147. 5r 
lll.Sr 
607. Or 
542. 2r 


160.  Or 
115.  Or 
309. 8r 
108. 3r 
166.  Or 


9.  2r 
74.  5r 
213. Or 
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PROPOSED  PROGRAM  AS  RECOMMENDED  BY  THE  CITY  PLANNING  COMMISSION 

All  projects  proposed  for  fiscal  year  1963-1964  are  in  conformity  with  the  Master  Plan,  except  as  noted. 


SPECIAL  AGENCIES 


LINE 
NUMBER 


LOCATION  AND  DESCRIPTION  OF  PROJECT 


COSTS  IN  THOUSANDS  OF  DOLLARS 
1963-64  1964-65  1965-69 


TOTAL 
1963-1969 


FUNDED 
1963-64 


595  Portola  (San  Bruno) 

596  Mission  (18th  &  Capp) 

597  Mission  (Capp  near  20th) 

598  Japanese  Cultural  Center  Garage, 
Western  Addition,  800  Stalls 

599  Golden  Gateway  Garage  No.  1 


HOUSING  AUTHORITY 


TOTAL 


Federal  Loan (o) 
NOTE: 


The  Public  Housing  Authority  reports  that 
1087  low  rent  housing  units  are  completed 
or  nearing  completion.     The  projects  re- 
ported below,  comprising  375  additional 
units  in  the  developmental  stage,  are  pre- 
dominately housing  units  for  the  elderly. 
The  cost  data  is  incomplete 

600  Alice  Griffith  Garden  Homes  Annex, 
vicinity  of  Fitch  &  Oilman  Sts.  ,  7  6  units 
(cost  includes  construction  only;  does 
not  include  land,  studies,  contingencies) 

601  Mission  Dolores  Apartments,   15th  St.  , 
near  Dolores,  91  units  for  single  elderly 

602  Woodside  Gardens,  Woodside  Ave.  at 
Hernandez  St.,   110  units  for  the  elderly 

603  Housing  for  the  elderly,  Sacramento  St, 
near  Webster  St,,  98  units 


3,  750.  Oo 


$  5,  205.  0 


5,  205.  0 


1,  200.  Oo 

1,  158, 4o 
1,  504.  7o 
1,  341,  9o 


47.  Or 

154.  Or 
256.  5r 


6,  590.  Oo 


47.  Or 
154,  Or 
256.  5r 

3,  750.  Oo 
6,  590,  Oo 


$  5,  205.  0 


5,  205.  0 


1,  200.  Oo 


1, 158. 4o 


1,  504,  7o 


l,341,9o 


3,  750.  Oo 


$  5,  205.  0 


5,  205.  0 


1, 200, Oo 


1,  158. 4o 


1,  504.  7o 


1,  341,  9o 
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SAN  FRANCISCO  REDEVELOPMENT  AGENCY 


The  San  Francisco  Redevelopment  Agency  administers  three  rede- 
velopment projects  in  which  construction  is  progressing  rapidly. 
Diamond  Heights  and  Western  Addition  Area  I  are  predominantly 
residential,  while  the  Golden  Gateway  combine s  downtown  commer- 
cial office  buildings  with  high-density  residential  and  recreational 
use.  Two  other  projects  -  Western  Addition  Area  2  and  South  of 
Market  -  are  in  the  planning  stage,  and  the  Hunters  Point  area  is 
under  study. 

As  of  April  15,  1963,  the  budgeted  gross  project  costs  for  Western 
Addition  Area  I,  Diamond  Heights,  and  the  Golden  Gateway  were 
$71,495,  000,  and  recovery  from  the  sale  of  land  is  expected  to  be 
$39,334,  000,  resulting  in  net  project  costs  of  $32,  161,000.  The 
Federal  Government  contributes  up  to  two-thirds  of  this  amount  in 
a  cash  grant,  and  the  City's  share  is  provided  by  local  contributions 
including  such  non-cash  grants-in-aid  as  public  works  and  support- 
ing facilities. 

Western  Addition  Area  I 

Construction  in  the  Western  Addition  moved  forward  rapidly  during 
the  past  year.  St.  Francis  Square  Cooperative  Apartments,  Inc. 
(ILWU-PMA  Longshoremen's  Redevelopment  Corporation)  complet- 
ed construction  of  299  moderate-pricedgardenapartments,  Eichler 
Homes,  Inc.,  completed  72  garden  apartments  and  started  a  four 
million  dollar  apartment  building  of  150  units. 

The  Dworman  Development  Company  received  Agency  approval  for 
construction  of  891  rental  apartments  with  related  cultural,  recrea- 
tional, and  commercial  facilities. 

Completed  commercial  construction  in  the  area  include  s  office  build- 
ings, a  convalescent  home,  a  food  market,  and  a  medical  office 
building.  Design  studies  are  now  in  progress  for  the  new  St.  Mary's 
Cathedral. 

Diamond  Heights 

Approximately  one -third  of  the  land  to  be  marketed  in  this  area  has 
been  sold  for  a  total  of  $7,  708,  563.  To  date,  over  200  homes  have 
been  completed  or  are  under  construction.  San  Francisco  Redevel- 
opers.  Inc.,  began  construction  of  the  prize-winning  Red  Rock  Hill 
complex  of  990  apartments  on  October  22,  1962.  Land  for  the  com- 
munity shopping  center  will  be  conveyed  to  the  same  developers  by 


SPECIAL  AGENCIES 


the  end  of  July  1963.  St.  Nicholas  Orthodox  Churchand  St.  Aidan's 
Episcopal  Church  are  under  construction.  The  third  church  to  be 
built  in  Diamond  Heights,  Lutheran  Church  {Missouri  Synod),  is  in 
the  design  stage. 

Golden  Gateway 

Ground-breaking  in  this  20-acre  residential  and  comme rcial  devel- 
opment took  place  August  30,  1962.  Perini-San  Francisco  Asso- 
ciates is  constructing  Phase  I,  consisting  of  about  one-third  of  the 
2,  200  apartments.  Construction  of  Phase  II  will  begin  in  the  fall  of 
1963  and  Phase  III  in  1965.  All  construction  on  residential  structures 
is  scheduled  for  completion  in  1966.  Construction  of  a  1,  250-car 
public  garage  and  the  25- story  Alcoa  Building  -  west  coast  head- 
quarters of  the  Aluminum  Company  of  America  -  is  scheduled  to 
begin  in  the  fall  of  1963.  The  garage  will  have  three  levels  and 
cover  a  two-block  area. 

Design  studies  are  nearing  completion  for  Ferry  Building  Park,  a 
cooperative  venture  involving  the  City,  the  Redevelopment  Agency, 
and  the  Port  Authority. 

Negotiations  are  in  progress  for  the  marketing  of  Block  230  and 
Blocks  233  and  234  south  of  Clay  Street  for  commercial  and  office 
building  development. 

Western  Addition  Area  2 

A  redevelopment  plan  for  this  renewal  area  was  submitted  to  the 
Federal  Government  for  approval  in  April  1963.  Population  in  the 
reconstruction  area  will  be  approximately  19,  000.  The  plan  en- 
courages the  development  of  a  sizeable  amount  of  moderate-priced 
private  housing  as  well  as  housing  for  senior  citizens  in  order  to 
rehouse  as  many  present  residents  as  possible. 

Several  districts  have  a  special  commercial  potential  in  the  area- 
the  Fillmore,  the  Nihonmachi,  Van  Ness  Avenue,  and  the  McAlliste r 
Mart.  It  is  anticipated  that  development  of  these  areas  will  be  in- 
strumental in  the  revitalization  of  the  economic  life  of  the  area. 

South  of  Market 

On  September  5,  1962,  the  Federal  Government  advanced  $607,986 
to  prepare  a  plan  to  build  and  rehabilitate  90  acres  south  of  Market 
Street.    Planning  studies  will  be  completed  late  in  1963. 
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SPECIAL  AGENCIES 


Hunters  Point 

A  commitment  has  been  received  from  the  Federal  Government 
which  permits  the  Redevelopment  Agency  to  proceed  with  the  prep- 
aration of  a  survey  and  planning  application  for  this  project.  Ac- 
cordingly, the  Agency  is  completing  specific  recommendations  for 
pre  sentation  to  the  Board  of  Supervisors  at  the  request  of  the  Board, 

Rapid  Transit  Corridor 

The  Board  of  Supervisors  directed  the  Agency  on  June  10,  1963,  to 
prepare  an  application  to  the  Federal  Government  for  survey  and 
planning  funds  to  undertake  a  General  Neighborhood  Renewal  Plan 
study  within  the  boundaries  of  the  Rapid  Transit  Corridor.  The 
Board  indicated  that  a  proposed  Mission  District  project  should  be 
given  priority. 


Total  WESTERN  WESTERN  SOUTH 

SAN  FRANCISCO  REDEVELOPMENT  AGENCY  Approved  DIAMOND  ADDITION  GOLDEN  ADDITION  of 

Proposed  Expenditures  for  Approved  Projects  (ooo's)         Projects  HEIGHTS  AREA  ONE         GATEWAY         AREA  TWO  MARKET 


Agency  Expenditures 


Planning,  Legal  &  Administrative 
Real  Estate  Purchases  &  Expenses 
Site  Clearance  &;  Improvements 
All  Others 

$     8,926  3 
120,  072 
12,  268 
13,791 

5  1,436 
2,  133 
4,  827 
576 

$  977 
15,536 
969 
1,738 

$  1,107 
20, 289 
1,  614 
1,  657 

$  3,304 
58, 384 
3,  468 
6,773 

$  2,102 
23, 730 
1,390 
3,  047 

Total  Agency  Expenditures 
Total  City  Expenditures 

$155,  057  i 
24,  685 

i  8,972 
4,  096 

$  19,220 
7,  090 

$     24, 667 
7,450 

$  71,929 
1,  284 

$    3  0,  269 
4,765 

Gross  Project  Cost 

Less:    Proceeds  from  Land  Sales 

$  179,742  i 
83,861 

f  13,068 
12, 583 

$  26,310 
10,  206 

$  32,117 
16,  545 

$  73,213 
33,711 

$     35,  034 
10,  816 

Net  Project  Costs 

$    95,881  i 

f  485 

$  16,  104 

$  15,572 

$     39,  502 

$  24,218 

Federal  Project  Grant 
City  Minimum  Share 
City  Share  Available 
City  (Shortage)  or  Surplus 

$     67,  681  i 
31,960 
30,  638 
(  1,322)2/ 

162 
4,  245 
4,  083 

$  8,614 
5,368 
7,490 
2,  122 

$  7,778 
5,  190 
7,794 
2,  604 

$  33,458 
13.167 

6,  0441/ 
( 7. 123) 

$  17,831 
8,  073 
5,  065 
(3, 008) 

jj  Includes  transfer  of  $3,  760,  000  Cash  Proceeds  from  Diamond  Heights. 
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^/  This  shortage  can  be  handled  by  either  a  City  Cash  Grant 
of  $1,  322,  000  or  additional  City  Expenditures  for  eligible 
Project  improvements  of  $1,  983,  000. 
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OUTER  RICHMOND 

RICHMOND 

MARINA 

RUSSIAN  HILL  -  NORTH  BEACH 
WESTERN  ADDITION 
BUENA  VISTA 
MISSION 

POTRERO  -  BERNAL 

BAYSHORE 

OUTER  MISSION 

WEST  OF  TWIN  PEAKS 

SUNSET 


WORKING  AREAS 


BOUNDARY 


DEPARTMENT 


O  F 


CITY 


PLANNING 
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